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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


775th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JANUARY 
2,  1951- 

***************************************** 


Present:  Commissioners  Philip  P.  Landis,  Sam  Mc  Kee#  Victor  S. 
Swanson,  Sdw.  B.  Baron  and  Donald  A.  Cameron. 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  774^h  regular  meeting  of  the 
Commission  held  December  26,  1950  and  the  minutes  of  the  Special 
Meeting  of  the  Commission  held  December  29,  1950  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  signed  by  Commissioners 
Landis,  Mc  Kee,  Baron  and  Cameron  on  December  27,  1950  was 
ratified* 

—RESOLUTION  NO.  11.272— 

RESOLVED,  That  this  Commission  hereby  authorizes  the 
issuance  of  a  revocable  permit  terminable  immediately  upon 
written  notice,  granting  to  Better  Parking,  Inc.,  the  use,  in 
connection  with  its  parking  concession  heretofore  granted  to 
■3aid  Better  Parking,  Inc.,  at  San  Francisco  Airport,  an  area 
of  approximately  47,180  square  feet  to  be  designated  by  the 
Manager  of  the  Airport,  situated  west  of  Hangars  1  through  5; 
rental  to  be  paid  to  the  City  at  the  same  rate  provided  for  in 
said  concession  agreement  and  in  the  schedule  of  rates  and 
charges  of  the  Airport;  all  provisions  of  said  concession  agree- 
ment shall,  where  applicable,  apply  to  the  use  of  said  47,180 
square  feet;  permit  to  be  effective  as  of  December  28,  1950  and 
is  to  terminate  in  any  event  at  midnight  at  the  end  of  January 
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2,  1951 t  and  ali  monies  accruing  to  the  City  are  deemed  due  and 
payable  immediately  at  the  termination  of  this  permit. 

Better  Parking  Inc.,  agrees  to  surrender  and  vacate  the 
premises  covered  herein  immediately  upon  the  termination  of 
said  permit;  said  permit  shall  not  become  effective  until 
executed  by  Better  Parking,  Inc.,  of  written  consent  to  the 
terms  of  the  resolution  as  embodied  in  said  permit;  except  as 
herein  specifically  extended,  said  concession  agreement  shall 
remain  in  full  force  and  effect. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  v\as  adopted  unanimously; 

— RESOLUTION  NO.  11.27V- 

WHEREAS'  the  Manager  and  Chief  Engineer  of  the  Hetch 
Hetchy  Water* Supply,  Power  and  Utilities  Engineering  Bureau 
of  this  Commission  has  recommended  the  granting  of  a  certain 
revocable  permit  for  use  and  occupancy  of  land  and  property 
under  control  of  that  bureau,  as  hereinafter  set  forth: 

THEREFORE,  BE  IT  RE SOLVED ^  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San   Francisco  does  hereby 
approve  the  terms  and  conditions  of  the  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:  Pacific  Gas  and  Electric  Company 

Permit  to  install,  maintain  and  use  two  3/4"  &as  service 
pipes  crossing  the  Hetch  Hetchy  Aqueduct  and  Transmission  Line 
right  of  way  at  two  places  in  Section  14,  Township  J,  South, 
Range  8  East,  MDB&M-Stanislaus  County,  California. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted;  Commissioner 
Baron  voting  ??N0??, 

--RESOLUTION  NO.  11. 274— 

WHEREAS    the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
ipprove  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 
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To:    Pacific  Gas  and  Electric  Company 


Permit  to  construct  an  overhead  power  line  across  a 
portion  of  the  50'  Strip  through  the  former  Belmont  Reservoir 
Tract,  Parcel  37, 'said  portion  being  adjacent  to  and  northerly 
of  Lot  13,  Block  7,  Clearfield  Park  Subdivision,  San  Carlos, 
California. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted:  Commissioner 
Baron  voting  "No". 

— RESOLUTION  NO.  11.275— 

WHEREAS f  the  General  mnager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  V&ter  Department,  as  hereinafter 
set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Telephone  and  Telegraph  Company 

Permit  to  maintain  a  60  foot  pole  and  to  place  a  6  foot 
by  6  foot  wire  fence  about  its  base  within  a  portion  of  the 
Water  Department's  Forest  Hill  Tanks  land;  said  portion  being 
also  a  portion  of  Lot  11,  Asessor's  Block  2207,  City  and  County 
of  San  Francisco. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.276— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions and  hereby  approves  Certificate  of  Acceptance  and  Final 
Payment  in  amount  $824.40,  in  favor  of  Dahl-Beck  Electric  Co., 
under  Bureau  of  Light,  Heat  and  Power  Contract  No.  94-Con- 
s true ting  a  Street  Lighting  System  on  Sagamore  Street  and  on 
San  Jose  Avenue. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.277— 
RESOLVED f  That  this  Commission  hereby  requests  the  Board 
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of  Supervisors  to  adopt  resolution,  authorizing  acceptance  of 
deed  from  the  Basalt  Rock  Company,  Inc.,  to  a  parcel  of  land 
in  Santa  Clara  County,  California,  being  in  area  5Q7xlll2?,  re- 
quired for  the  Bay  Division  Pipe  Line  No.  3,  and  that  the~sum 
of  $3,500.00  be  paid  for  said  real  property  from  Appropriation 
No.  98-950-59. 

On  motion  of  Commissioner  Swans  on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 278— 

RESOLVED,  That  this  Commission  hereby  requests  the  Uriyor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $1,000. 00- Water  Department 
Funds,  to  provide  for  compensation  of  one  Ol68.1-Operating 
Engineer- Intermittent  Service. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.27Q-- 

RESOLVED'  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $250. 00- Water  Department  Funds, 
to  provide  for  compensation  of  one  General  Clerk- Typist,  Alameda 
Division  on  a  six   day  week  schedule. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.280-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution,  authorizing  the  r^yor, 
the  Manager  of  Utilities  and  the  Manager  and  Chief  Engineer 
of  the  Hetch  Hetchy  Wkter  Supply,  Power  and  Utilities  Engineering 
Bureau,  to  execute  and  deliver  to  the  Secretary  of  the  Interior 
of  the  United  States  of  America,  those  certain  written  stipu- 
lations on  file  with  and  submitted  to  this  Commission,  required 
by  said  Secretary  of  the  Interior,  reserving  to  the  United 
States  all  fissionable  source  materials  in  the  lands  of  Cherry 
Valley  Reservoir,  and  agreeing  to  non-discrimination  in  em- 
ployment in  the  construction,  operation  and  maintenance  of  said 
reservoir  because  of  race,  creed,  color  or  national  origin. 
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On  motion  of  Commissioner  Swans  on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  11,281— 

RESOLVED f  That  on  recommendation  of  the  Manager  of  Utili- 
ties, the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  fun  ds  as  are  or  will  be  legally  available 
in  payment  of  non-litigated  and  litigated  cases,  as  follows: 


Non-litigated  cases  Date  of  Accident  Settlement 

Current  Year: 

Mary  A*  Duffy  October  6,  1950  $  300,00 

J.  E.  Hosking  December  8,  1950  114-93 

George  E.  Maltesta  October  28,  1950  125.00 

Appropriation  No.  065-804-OI  &  . Q7) 


Prior  Years: 
Lillie  Mae  Killings 

Litigated  settlements 
Horn  You  and  Wong  Shee 
John  W.  Fitzpatrick 
Mary  C.  Hommel 
Henry  W.  Bullock 


November  14,  1949 
December  8,  1948 
September  12,  1948 
February  1,  1950 


Judgments: 
Chester  A. 


Jones  and 
F.  Jones 


Gertrude 


July  11  1949 


Rescinding  that  portion  of  Resolution  No.  11,260, 
of  December  26,  1950,  claimant-Edward  Gardiner 
Warren 


$  550.OO 


250.00 
450.00 
750.00 
325.OO 


4,072.00 


$6.257.88 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  11.282— 


RESOLVED,  That  this  Commission  accepts  the  work  performed 
by  the  Hetch  Hetchy  Water  Supply,  Power  and  Utilities  En- 
gineering Bureau,  contractor,  under  HHWS  Contract  No.  212-Re- 
moval  of  Closures  in  Three  Shafts  of  the  Coast  Range  Tunnel, 
Hetch  Hetchy  Aqueduct,  as  being  satisfactorily  completed  in  ac- 
cordance with  plans  and  specifications. 
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On  motion  af  Cdmmlsstofto?  Bawa*  *6C?ftte4  \&  Commissi oaer 

Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.28V- 

RESOLVED,  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $29,62,  expenses  of  G.  M*  Dixon,  mnager  and 
Chief  Engineer-San  Francisco  Airport,  month  of  November,  195°» 
covering  conferences  with  officials  of  the  Pan  American  Airways; 
California  State  Highway  Division;  Internal  Revenue  Department; 
Transcontinental  World  Airways;  United  Air  Lines;  Pan  American 
Airways  and  the  San  Francisco  Examiner.    Supplement  to  October, 
1950  Voucher: —Conference  with  Mr.  Wilson,  Port  of  New  York 
Authority  and  with  A.R.A.  Wieland,  South  African  Airways,  in 
total  amount  of  $10.17. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 284— 

RESOLVED,  That  Resolution  No.  11,259,  adopted  December  21, 
1950  and  ratified  at  the  meeting  of  December  26,  199V  re- 
questing appropriation  of  $3,705.00,  from  Municipal  Railway-Water 
Department  and  Hetch  Hetchy  Division  Funds,  to  provide  for  com- 
pensation of  S200  Chief  of  Transportation-Civilian  Defense,  be 
and  the  same  is  amended  to  reflect  the  appropriation  being  from 
any  funds  legally  available. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,285— 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifications 
and  hereby  approves  Certificate  of  Acceptance  and  Final  Payment 
in  amount  $13,625.08,  in  favor  of  S,  and  Q.  Construction  Co., 
under  Airport  Contract  No.  124-Construction  of  Baggage  Handling 
Facilities  and  Related  Work  at  San  Francisco  Airport. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.286— 

RESOLVED'  That  this  Commission  approves  Contract  Payment  Recommen- 
dation ift  amount  $763.12,  in  favor  of  H.  T.  Treacy^  under  SFWD 
Contract  No.  555-Laying  of  6"  and  8"  CI  mins  in  Jules  Avenue 
and  in  25th  Street. 


728l 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 

Nc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.207— 

RSSOLVED    that  the  following  revocable  permits  at  the  San 

Francisco  Airport  are  hereby,  and  as  of  this  date,  January  2, 
1951  terminated  and  cancelled: 

Granted  by 

Permittee  Res,  No. 

Airborne  Flower  and  Freight  Traffic  11,112 

Barrett  Garages  10,68a 

American  Airlines,  Inc.  (Custodian)  9,806 

"  9,125 

British  Commonwealth  Pacific  Airlines  10,552 

California  Central  Airlines  10.130 

Fialer's  Limousines  6,729 

The  Flying  Tiger  Line,  Inc.  8,3^4 

Thaddeus  Johnson  10,683 

Airport  Travel  Accommodations  10,131 

Donald  Mc  Kean  9t82].6 

Philippine  Air  Lines,  Inc.  1°»553 

W.  S.  Rockey  §.847 

Slick  Airways,  Inc.  8,355 

Southwest  Airways  Co.  1°>554 

Trans-World  Airlines,  Inc.  10,710 

"  8,675 

United  Air  Lines,  Inc.  9,202 

"  8.446 

Western  Air  Lines.  Inc.  10,146 
?? 

and 


10,564 
8,657 


'.805 

i.400 


BE  IT  FURTHER  RESOLVED*  That  the  Manager  of  Utilities  cause 
to  be  served  upon  each  of  s5Id  permittees  a  written  notice  of 
this  cancellation  and  termination;  and 

BE  IT  FURTHER  RESOLVED t  That  the  Manager  of  Utilities  is 
hereby  authorized  to  issue. *  for  and  on  behalf  of  this  Commission 
and  the  City  and  County  of  San  Francisco,  to  each  of  said  per- 
mittees revocable  permits,  terminable  immediately  upon  notice, 
in  substitution  of  said  permits  so  cancelled  and  covering  the 
same  privileges  exercised,  and  the  same  premises  occupied,  under 
said  permits  hereby  cancelled,  and  embodying  the  same  terms  and 
conditions  of  said  permits  hereby  cancelled,  except  for  a  pro- 
vision in  each  of  said  permits  for  payment  commencing  with 
January  1,  1951  of  the  rates  and  charges  provided  for  by  the 
schedule  of  rates  and  charges  going  into  effect  January  1,  1951 • 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.288— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
$0.00,  under  HHWS  Contract  No*  225-Construction  of  Access  Road- 
South  Pork  to  mther,  contractor,  KleinSmid  Construction  Co. 
and  F.  Goodrick,  Jt.  Lie.,  covering  the  following: 

Increase  Item  4-Overhaul  by  an  estimated 

150,000  station  yards  13,000.00 
Decrease  Contract  Item  14-114."  Field 

Assembled  Corrugated  Metal  Plate  Culvert  -^.000.00 

$  0.00 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 289— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount, 
13,000.00,  under  Airport  Contract  No.  119- Installing  High 
Intensity  Runway  Lights  at  San  Francisco  Airport,  contractor, 
inning  and  Whitaker,  covering  the  following: 

Repair  two  3- inch  underground  electrical  ducts  on  Runway  10L- 
28R:  exact  amount  of  modification  to  be  determined  following 
billing  of  work  by  contractor;  work  to  be  done  by  force  account 
per  Section  54  ot  the  contract  documents. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.29O— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Airport  Request  for  Intra  Fund  Transfer,  in  amount  $108.90, 
from  Appropriation  No.  96-940-OO,  to  credit  of  Appropriation 
No.  96-94O-OOO-9,  to  provide  for  modification  of  Contract  No. 
109. 

Airport  Request  for  Intra  Fund  Transfer,  in  amount  $7,000.00, 
from  Appropriation  No.  196-901-56,  to  credit  of  Appropriation 
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No.  196-902-56,  and  in  amount  $3#000.00,  from  Appropriation 
No,  196-901-57,  to  credit  of  Appropriation  No.  196-902-57, 
providing  for  engineering  charges  in  connection  with  Airport 
Contracts,  to  conform  with  requirements  of  the  Federal  Govern- 
ment, Civil  Aeronautics  Administration,  in  connection  with 
Airport  Aid  Project  CAA  9-04-O34-OO3. 

Municipal  Railway  Request  for  Intra  Fund  in  amount  $52,780.00, 
from  Appropriation  No,  97-52O-08,  to  credit  of  Appropriation 
No.  065-399-97-Bond  Fund  Stores,  to  provide  for  purchase  of 
trolley  wire  and  feeder  cable  for  construction  in  connection 
with  the  extension  of  the  Mission  Street  Trolley  Coach  Over- 
head System, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO .     11 .  2Q1-- 

RE SOLVED f  That  in  accordance  with  the  recommendations  of 
the  Onager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  8-Inch  and  12-Inch  Cast  Iron  Ffeins 
in  Laguna  Honda  Blvd.,  and  Clarendon  Avenue-SFWD 
Contract  No.  547 

a  p  ublic  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities  of 
work  to  be  performed  as  set  forth  in  the  related  specifications 
for  the  Public  Utilities  Commission  of  the  City  and  County  of 
San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Callahan  Construction  Co. 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Seventeen  Thousand  Three  Hundred  Forty  Nine 
Dollars  ($17,349,00)  said  sum  being  the  total  price  for  the 
lowest  bid  submitted  on  the  basis  hereinabove  stated. 

AND  BE  IT  FURTHER  RESOLVED ,  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.2Q2-- 

RESOLVED »  That  Resolution  No.  9345,  adopted  September  20, 
1948,  granting  revocable  permit  to  United  Air  Lines,  Inc., 
covering  occupancy,  as  Custodian,  United  States  Airmail  and  Air 
Cargo  Building  Area,  San  Francisco  Airport,  be  and  the  same  is 
hereby  rescinded  and  the  Manager  of  Utilities  be  and  he  is 
hereby  directed  to  serve  notice  in  writing  of  said  rescision, 
effective  as  of  this  date;  and 

BE  IT  FURTHER  RESOLVED    That  the  Commission  authorizes 
execution  of  Airport  Revocable  Permit  to  said  United  Air  Lines, 
Inc.,  covering  occupancy  of  said  United  States  Airmail  and 
Air  Cargo  Building  Area,  effective  as  of  January  1,  1951,  at 
rates  and  charges  in  effect  as  of  January  1,  1951, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.2Q>- 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordinance, 
appropriating  the  sum  of  $700»000»0°-Water  department  Funds,  to 
provide  for  construction  of  portion  of  Sutro  Reservoir  Water 
Distribution  System. 

REMARKS: 

The  Commission  in  general  approved  the  Organization 
Chart  of  the  Municipal  Railway,  as  recommended  by  the  Manager  of 
Utilities,  Manager  of  the  Municipal  Railway  and  mrmion  D. 
Mills  Consultant;  principal  feature — fixes  a  straight  line 
con  trol  with  the  Operating  Staff  of  the  Municipal  Railway, 
through  the  creation  of  the  position  of  Operating  Onager, 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


776th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JANUARY 

8,  1951. 


Present:  Commissioners  Philip  F.  Landis,  Sam  McKee,  Edw.  B. 
Baron  and  Donald  A.  Cameron. 

Absent:    Commissioner  Victor  S.  Swanson 

On  motion  of  Commissioner  McKee,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  775th  regular  meeting  of  the 
Commission  held  January  2,  1951  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Landis,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.204— 

RESOLVED,  That  this  Commission  hereby  authorizes  the 
Manager  of  Utilities  to  execute  that  certain  State  of  Calif- 
ornia, Department  of  Public  Works,  Division  of  Highways  Agree- 
ment No,  8,8l,  under  the  provisions  of  which,  the  San  Fran- 
cisco W&ter  Department,    at  an  estimated  cost  to  State  of  Calif 
ornia,  in  amount$l , 100 , 90 ,  relocates  certain  low  pressure 
hydrants,  necessitated  by  the  State's  construction  of  the  13th 
Street  Viaduct  as  a  part  of  the  State  Highway  System. 

On  motion  of  Commissioner  Cameron,  seconded  by  Coimiissioner 
ncKee,  the  following  resolution  was  adopted  unanimously: 

'  —RESOLUTION  NO.  11. 295— 

WHEREAS'  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  V&ter  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
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property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth; 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Wm»  H.  Meyer,  Jr«s  Menlo  Park,  California 

Permit  to  occupy  a  p  ortion  of  Hetch  Hetchy  right  of  way, 
said  portion    being  adjacent  to  Lot  83,  Atholone  Terrace  Sub- 
division, near  Redwood  City  and  extending  northerly  into  the 
City's  right  of  way  a  distance  of  80  feet. 

On  motion  of  Commissioner  Landis,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.2Q6-- 

WHEREAS '  the  General  rfenager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth: 

THEREFORE,  BE  IT  RESOLVED f  That  the  Public  Utilities  Com- 
mission of  the  City  and  County' of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    City  of  South  San  Francisco 

Permit  to  construct  a  roadway  across  property  of  the  City 
and  County  of  San  Francisco,  formerly  the  Municipal  Railway 
right  of  way,  for  the  extension  of  Spruce  avenue,  South  San 
Trancisco,  from  Railroad  Avenue  to  El  Camino  Real. 

On  motion  of  Commissioner  McKee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 297-- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
berta*n  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 

39 t  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
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mission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows! 

To:  William  D.  Mallon,  705  Topaz  Street,  Redwood  City,  Calif. 

Permit  to  install  and  maintain  a  sanitary  sewer  along  a 
portion  of  Hetch  Hetchy  right-of-way,  Parcel  2l62;  said  sewer 
being  parallel  to  and  two  feet  northerly  of  the  southerly 
line  of  the  said  Parcel,  and  being  also  a  portion  of  Lot  2, 
Block  14,  Oak  Knoll  Manor,  Redwood  City,  California. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Landis,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11,298— 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  execution  of  Water  Department 
agricultural  lease,  as  follows: 

O.B.  Bishop  of  South  San  Francisco,  covering  8  acres,  more 
or  less,  being  portion  of  Parcel  21,  San  rfeteo 
County  Lands,  for  period  of  five  years,  commencing 
December  15,  1950,  at  an  annual  rental  of  $360.00. 

On  motion  of  Commissioner  McKee.  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.299— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  enact  ordinance,  authorizing  and 
directing  the  cancellation  of  $250,000.00  in  unsold  bonds 
of  the  mrket  Street  Railway  Refinancing  Bond  Issue  of  1947. 

On  motion  of  Commissioner  Landis,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.^00— 

RESOLVED,  That  this  Commission  hereby  requests  the  rtiyor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordinance, 
appropriating  the  sum  of  $31,000.00,  from  the  Unappropriated 
Balance  of  Hetch  Hetchy  Project  Operating  Fund,  to  credit  of 
Appropriation  No.o68-400-00-Equipment,  to  provide  for  spare 
darts  for  the  Moccasin  Power  Plant,  in  order  to  make  immediate 
repairs  in  event  of  breakdown. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
McKee,  the  following  resolution  was  unanimously  adopted: 


— RESOLUTION  NO.  II.30I-- 

RESOLVED,  That  on  recommendation  of  the  Onager  of 
Utilities,  the  General  Onager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  non-litigated  and  litigated  cases,  as  follows: 

Non-lltigated  cases  ffate  of  Accident  Settlement 

Current  Year: 


Rose  Galant                              September  26,  1950  $  400,00 

Eugenia  M.  Taylor                     November  1,  1950  200,00 

Dolores  M.  Mc  Lean                    July  11,  1950  '  750*00 

Appropriation  No*  065-804-OI  ft  1.¥E).00 

Prior  Years: 

Mary  Murray                              my  8,  1950  $  5,000.00 

Julius  Schneider                      January  10,  1950  300.00 

Gladys  G„  Haywood                     June  19,  1950  1%^Q 

Edward  W.  Ha  use,  Jr.                 June  21,  1950  300,00 

Litigated  settlements 

Nartha  H,  Sctiiermn  and  Edward 

B.  Schieman                          June  3,  1945  35,000*00 

Nelson  Wong,  a  minor                 October  14,  1948  2,500,00 

Adjusting  appropriations  under  Resolutions  No. 
IH90  and  11214,  Claimant  Ellen  Cook 

Appropr iajfi on  No . ;  065-804-03  -76. 10 

Appropriation  No,  065-804*03  J43#178«28 

065-804-02  '? '  76.IO 

-7289- 


On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Landls,  the  following  resolution  was  unanimously  adopted: 

— RESOLUTION  NO.  11,502— 

RE SOLVED,  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $6,643.75,  in  favor  of  Ira  H.  Larsen 
Co.,  under  Municipal  Railway  Contract  No. 539"  Construction  of 
Substation  at  West  Portal, 

Contract  Payment  in  amount  $22,254.55,  in  favor  of  Severin 
Electric  Co.,.  under  Municipal  Railway  Contract  No.343~Trolley 
System  for  Nos,i>  3  and  4  Lines. 

rontract  Payment  in  amount  $3,416.53,  in  favor  of  Abbett 
Electric  Co.,  under  Municipal  Railway  Contract  No<,351-West 
Terminal  Loop  for  N0.30  (F)  Line. 

Contract  Payment  in  amount  $65,253.10,  in  favor  of  Abbett 
Electric  Co.,  under  Municipal  Railway  Contract  No*344-Trolley 
System  for  N0.30  (F)  Line. 

Contract  Payment  in  amount  $15,752,02,  in  favor  of  Chas.  I. 
Cunningham  Co*,  under  HHV5  Contract  No.225-Construction  of 
Residences  at  Moccasin,  California. 

Contract  Payment  in  amount  $15,871*77,  in  favor  of  KleinSmid 
Constn.  Co.  and  Frank  Good rick,  under  HEWS  Contract  No. 225- 
Construction  of  Access  Road-South  Fork  to  rather. 

Contract  Payment  in  amount  $4,156.40,  in  favor  of  United  Con- 
crete Pipe  Corporation,  under  HHWS  Contract  No « 230- Con- 
struction of  San  Joaquin  Pipe  Line  No.2-Section  A-l. 

Contract  Payment  in  amount  $17,471.00,  in  favor  of  Manning  and 
Whitaker,  under  Airport  Contract  No.ll9*High  Intensity  Light- 
ing System  at  San  Francisco  Airport. 

Contract  Payment  in  amount  $5,887.80,  in  favor  of  Dahl-Beck 
Electric  Co.,  under  BLH&P  Contract  No,  88-Street  Lighting 
System  on  Eddy,  Ellis  and  O'Farrell  Streets. 

On  motion  of  Commissioner  McKee,  seconded  by  Commissioner  Baron, 
'•he  following  resolution  was  unanimously  adopted: 

—RESOLUTION  NO.  11,505— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
fsct.orily  completed  in  accordance  with  plans  and  specifications; 
approves  Credit  Modification  in  amount  $88,19,  being  adjustment 
of  estimated  tonnage  of  crushed  rock  sub-base;  approves  Certifi- 
cate of  Acceptance  and  Final  Payment  in  amount  $13,536.89,  in 
"avor  of  S.  and  Q.  Construction  Company,  under  Airport  Contract 
No.l24-Construction  of  Baggage  Handling  Facilities  and  Related 


7290- 


Work  at  San  Francisco  Airport;  and 

BE  IT  FURTHER  RESOLVED,  That  Resolution  No.  11, 285  of 
January  2,  1^1$  fee  and  the  same  is  hereby  rescinded. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Landis,  the  following  resolution  was  unanimously  adopted: 

- -RESOLUTION  NO.  11 . 304- - 

RESOLVED,  That  this  Commission  hereby  authorizes  necessary 
expenses  in  connection  with  presentation  dinners  and  cere- 
monies for  566  employees  of  the  Muni ci pa;  Railway,  who  were 
dinners  of  the  National  Safety  Council  Safe  Driver  Awards  for 
the  year  1950,  said  expenses  being  payable  from  Appropriation 
No. 062-200-04. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
McKee,  the  following  resolution  was  unanimously  adopted: 

--RESOLUTION  NO.  11.  ^05— 

RESOLVED,  That  this  Commission  approves  Recommendation 
for  Contract  Payment,  in  amount  $1*666.66,  in  favor  of  Marmion 
D..  Mills t  for  minimum  forty  hour  week  services  as  transporta- 
tion expert  and  co-ordinator  for  operations  of  the  Municipal 
Railway,  period  of  December  1*31,  1950* 

On  motion  of  Commissioner  Landis,  seconded  by  Commissioner 
Cameron*  the  following  resolution  was  unanimously  adopted : 

^RESOLUTION  N0.11.y)6~ 

RESOLVED  That  this  Commission  hereby  requests  the 
Controller^  certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment,  in  amount 
$13*000.00,  under  Appropriation  N0.97-400-O4-64,  Spare  Equip- 
ment and  Replacements  for  Trolley  Coaches,  and  in  amount 
$14,450.00,  under  Appropriation  No. 97-400- 10,  Automobiles. 

Municipal  Railway  Request  for  Transfer  from  Compensation 
Reserve,  in  amount  $942,48,  to  provide  for  payment  of 
military  leave  for  Messrs  Fernandez,.  Albright  and  Hopkins. 

Bureau  of  Light,  Heat  and  Power  Requests  for  Additional 
Allotment,  in  amount  $150,00,  under  Appropriation  N0.063-30O-OO, 
additional  funds  for  third  quarter  for  material  and  supplies, 
and  in  amount  $150.00,  under  Appropriation  N0.063-III-OO,  Third 
Quarter  Allowance  for  Overtime. 
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Bureau  of  Lights  Heat  and  Power  Request  for  Intra  Fund 
Transfer,  in  amount  $3,400*00*  from  Appropriation  No .063- 
231-63-I,  to  credit  of  Appropriation  No.o63~214~63,  to 
provide  for  repairs  of  lighting  standards  damaged  by 
automobiles. 

Water  Department  Request  for  Transfer  from  Compensation 
Reserve*  in  amount  $186.14,  to  provide  for  payment  of 
military  leave  for  Douglas  M,  Jordan. 

On  motion  of  Commissioner  McKee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  unanimously  adopted t 

—RESOLUTION  NO*  jLI.*^0? — 

RESOLVED,  That  this  Commission  approves  the  following 
traveling  expense  vouchers? 

Expense  Voucher  in  amount  of  $22.68  covering  expenses  of 
Robert  Rockwell,  Assistant  Director  of  Bureau  of  Publle 
Service  for  conferences  during  month  of  December,  195°t  with 
Advertising  Club;  Newspapers;  Junior  Chamber  of  Commerce; 
Radio  Stations  and  Civic  and  Merchants  Association, 

Expense  Voucher  in  amount  of  $20.35  covering  expense  of  Myles 
Smith,  Assistant  Director  of  Bureau  of  Public  Service,  for 
conferences  during  month  of  December,  1950,  with  Junior  Chamber 
of  Commerce,  Aviation  Writers,  Newspapers  and  Airline  Groups, 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 

777th.  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JANUARY 
15th,  I95I. 

******************************************** 


Present:  Commissioners  Landis,  McKee,  Swanson,  Baron  and 

Cameron* 

President  Philip  P.  Landls  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  Philip  P.  Landls  was  unanimously  elected  as  president 
of  the  Commission  for  the  ensuing  year. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  Sam  McKee  was  unanimously  elected  as  vice-president  of 
the  Commission  for  the  ensuing  year. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
McKee,  the  minutes  of  the  Jjbth  regular  meeting  of  the  Commis- 
sion, held  January  8,  Iffil,  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  ll.^o8~ 

RESOLVED,  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $4,395.60,  in  favor  of  Carrico  & 
Gautier,  under  Airport  Contract  No.  117-Fire  House  and  Crew 
Chief's  Building  and  Related  Work  at  San  Francisco  Airport. 

Contract  Payment  in  amount  $12,940,74,  in  favor  of  Carrico  & 
Gautier,  under  Airport  Contract  No,  123-Field  Lighting  Control 
Building  and  Related  Work. 

Contract  Payment  in  amount  $37,005.54,  in  favor  of  Morrison- 
Khudsen  Co.,  Inc.,  under  Airport  Contract  No.  120-Paving  Runways 
IR-I9L  and  10L-28R  and  Other  Paving,  Grading*  Drainage,  Elec- 
trical and  Related  Work  at  San  Francisco  Airport . 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
McKee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.500— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions and  hereby  approves  Certificate  of  Acceptance  and  Final 
Payment  in  amount  $3,648.00,  in  favor  of  Hyde  Forbes,  under 
San  Francisco  Water  Department  Contract  No.63«*Geological  Sur- 
vey, Lake  Merced  Pumping  Plant. 

On  motion  of  Commissioner  McKee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,510-- 

RESOLVED,  That  this  Commission  hereby  requests  the 
Controller's  certification  of  the  following: 

Municipal  Railway  request  for  Additional  Allotment,  in  amount 
$27,408.00  from  1947  Municipal  Railway  Rehabilitation  Bond 
Fund  to  various  appropriations  to  make  available  funds  for 
expenditures  and  the  certification  of  contracts  and  Work  Orders 
in  connection  with  the  rehabilitation  of  the  Municipal  Railway. 

Municipal  Railway  Request  for  Intra-Fund  Transfer,  in  amount 
$90.44,  from   Appropriation  No,  97.520.OO,  Overhead  Construc- 
tion, to  credit  of  Appropriation  No,  97. 520,15-2,  to  provide 
funds  for  charges  in  excess  of  the  amount  estimated  and  pro- 
vided for  rearranging  certain  facilities  of  the  Pacific  Gas 
and  Electric  Company  to  provide  legal  clearance  for  the  over- 
head trolley  system  for  the  turnback  loop  at  Union  and  Fillmore 
Streets, 

Municipal  Railway  Request  for  Transfer  of  Funds  from  Compensa- 
tion Reserve  Appropriation  No.  065.i99.OO,  in  amount  of 
$1,468,80,  to  Appropriation  No,  O05.i26.OO,  to  provide  for 
military  leave  for  Edward  George  Sell,  James  R.  Pirkey,  Raymond 
Garcia,  Tony  A.  Medina,  Leo  Hugh  Vessali, 

Municipal  Railway  Request  for  Additional  Allotment  in  amount  of 
$50,000.00,  under  Appropriation  No«o65-804-03,  to  provide  funds 
for  the  payment  of  Municipal  Railway  Passenger  and  Damage 
Claims, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,511— 

RESOLVED*  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  of  $34.38,  expenses  of  H*  E.  Lloyd,  Construc- 
tion Engineer,  Hetch  Hetchy  Water  Supply,  Power  and  Utilities 
Engineering  Bureau,  for  trip  to  Sacramento  for  Hearings  before 

House  Public  Lands  Committee  re  Flood  Control,  December  18,  19 
and  20,  1950. 
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On  motion  of  Commissioner  McKee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


--RESOLUTION  NO.  11  .MZ 


RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  non-litigated  and  litigated  cases,  and  judgments , 
as  follows: 


Non-litigated  cases 
Current  Year 

James  Kyriakos 
Rosa  Bozman 
Anita  Jones 
Harriette  M.  Pierce 
Marie  Thompson 
Herman  Wachter 
Laura  Belle  Fitzgerald 
Beatrice  B.  Sommer 
Neil  McAuliffe  (a  Minor) 
Lillian  G.  Homan 
Mrs.  Daniel  Tinney 
Esther  Erekson 


Judgments 

Ida  Rebois 
Myrtle  Kent 


Date  of  Accident  Settlement 


Sept.  28,  1950 
October  23,  1950 
November  10,1950 
October  l8,  1950 
November  18,1950 
Sept.  25,  I95O 
November  18,1950 
December  7,  1950 
Septa  14,  1950 
October  69  1950 
December  4,  1950 
December  4,  I95O 


Sept.  18,  1950 
Sept.  25,  1950 


300.00 
325.OO 
900,00 
550.00 
450.00 

195.31 
450.OO 

300.00 

000.00 

784.00 
150.00 

125,00 


$  5.409-31 


33.00 
74.00 


Appropriation  No. 065-804-01 


107.00 
5>5lMl 


Prior  Years 
Litigated  Settlements 

Elsie  A.  Rowe 
Ivy  Gray 
Rita  Lucas 


March  30F  1949 
May  4,  1949 
August  20,  1949 


Rescinding  that  portion  of  Resolution  No. 10, 878 
of  July  17P  1950,  claimant  Agnes  O'Brien 
Rescinding  that  portion  of  Resolution  No. 10, 878 
of  July  17,  1950,  claimant  Francis  B.  Steiner 

Appropriation  No ,065-804-02 


$  8,437.50 

2,400,00 
1.500,00 

12,337.50 

-  500.00 

-  175.00 
$U  ,662.50 
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Judgments                               Date  of  Accident  Settlement 

' '                      '                ■■■■"•i  ■■•in  ill  In   I.  Mill  I  ■■  II  j  Wiiuiii    »  —    II         ■   I    I  IWJ,MI 

Prank  Finley                          August  4,  1945  $  1,250,00 

Pearl  Finley                         August  4,  1945  4,252.55 

Pierre  J.  Ibos                      December  17,1945  2,269.50 

John  Viggiano                        November  28,1947  9,09140 

(Plus  Interest) 

Louis  Williams                       July  l8,  1948  1,000.00 


$17,863.45 


BE  IT  FURTHER  RESOLVED,  That  portions  of 
previously  approved  resolution  be  and  the  same 
are  amended  as  follows; 


Resolution  No#  11248-Claimant-Mae  Drakep  add 

interest  8.01 

Appropriation  No.065-804-05  $17.871.4$ 


On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  ll.^Pi— 

RESOLVED,  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  December,  1950;  and 

BE  IT  FURTHER  RESOLVED,  That  a  report  of  said  appoint- 
ments and  removals  be  transmitted  to  the  Civil  Service  Com- 
mission and  to  the  Controller, 

On  motion  of  Commissioner  McKee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously9. 


--RESOLUTION  NO.  11.314— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth: 


THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve    the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 


To:      City  of  South  San  Francisco 

c/o  C.  E.  Randlett,  Works  Engineer 
City  Hall 

South  San  Franc lscop  California. 
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Permit  to  construct  a  15?t  outfall  sewer  across  the  City's 
Sunset  Supply  Line  and  the  former  Municipal  Railway  rights  of 
way;  said  crossings  being  approximately  one  mile  north  of 
Baden  Junction,  South  San  Francisco, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11.^15— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  lane}  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth: 

THEREFORE p  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:     Mre  Peter  C.  Casal 

3672  Highland  Avenue 
Redwood  City,  California 

Permit  to  garden  and  cross  over  with  a  sanitary  sewer,  gas 
and  water  lines  the  Hetch  Hetchy  Bay  Division  Pipeline  right 
of  way  Parcel  2143  (1);  said  Parcel  being  also  portion  of  Lots 
11  and  12,  Block  1,  Wallace  Subdivision,  Redwood  City. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11.  ^l6— 

WHEREAS,  under  the  terms  of  Hetch  Hetchy  Water  Supply  Con- 
tract No.  228,  Cherry  River  Project,  Exploratory  Soil  Test  Hole 
Drilling  and  Test  Trench  Excavation,  J.  N.  Pitcher  Company, 
Contractor e  was  required  to  complete  all  of  the  work  specified 
on  January  2,  I95I;  and 

WHEREAS,  unprecedented  storm  conditions  during  November  and 
December,  1950,  together  with  flood  flows  in  the  Cherry  River 
necessitated  complete  shutdown  of  all  work  in  the  area;  and 

WHEREAS,  all  means  of  access  were  completely  destroyed  by 
said  floods;  and 

WHEREAS,  it  will  be  impossible  to  continue  with  the  work 
effectively  until  June  1,  1951; 

NOW,  THEREFORE,  BE  IT  RESOLVED:    That  the  Contract  Time  for 
performing  all  the  work  specified  under  Hetch  Hetchy  Water  Sup- 
ply Contract  No.  228,  be  and  is  hereby  extended  for  a  period  of 
Two  Hundred  and  Twenty-five  (225)  days  until  August  15,  1951, 
and  that  liquidated  damages,  by  reason  of  such  extension,  are 
hereby  waived. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
McKee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.^17~ 

WHEREAS,  SOUTHWEST  AIRWAYS  COMPANY  Has,  by  written  com- 
munication under  date  of  January  8,  1951,  applied  to  this  Com- 
mission for  the  imposition  on  it  of  the  scheduled  air  carrier 
aircraft  operation  charges  set  forth  in  Part  XV  of  the  Sched- 
ule of  Rates  and  Charges  now  in  effect  pertaining  to  the  San 
Francisco  Airport; 

NOW,  THEREFORE,  BE  IT  RESOLVED ,  That  this  Commission 
directs  and  authorizes  that  said  rates  and  charges  enacted  by 
Part  XV  of  said  Schedule  be  imposed  upon  Southwest  Airways 
Company,  as  provided  by  Part  XV  of  said  Schedule  of  Rates  and 
Charges. 

On  motion  of  Commissioner  SwanSon,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. ^l8 

WHEREAS,  SOUTHWEST  AIRWAYS  COMPANY  has,  by  written  commun- 
ication under  date  of  January  8,  1951*  applied  to  this  Com- 
mission for  a  Permit  for  the  year  1951»  effective  as  of 
January  1,  1951*  under  the  terms  of  Part  Xp  Section  2,  of  the 
Schedule  of  Rates  and  Charges  of  the  San  Francisco  Airport, 
which  Permit  would  authorize  it,  for  a  period  of  one  year,  to 
operate  petroleum  company  equipment  on  the  Airport,  solely  for 
the  purpose  of  effecting  delivery  of  fuels  to  aircraft 
operated  by  said  Southwest  Airways  Company; 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  Manager  of 
Utilities  is  hereby  authorized  to  execute  and  deliver  said 
Permit  to  said  Applicant,  under  the  terms  and  conditions  here- 
inabove set  forth?  with  said  Permit  providing  that  it  shall 
not  become  effective  until  the  payment  in  advance  of  the  sum 
of  Two  Thousand  Four  Hundred  Dollars  ($2,400.00),  as  provided 
for  by  Section  2  of    Part  X  of  said  Schedule  of  Rates  and 
Charges  and  until  foriral  acceptance  by  said  proposed  Permittee, 
endorsed  upon  said  Permit.    Said  Permit  shall  further  be  in  the 
form  now  submitted  to  this  Commission  by  the  City  Attorney. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. ^19— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordinance, 
appropriating  the  sum  of  $8o,000.00-Municipal  Railway  Funds, 
to  provide  for  the  City's  contribution  to  the  United  States 
Government  to  cover  social  security  benefits  to  Municipal  Rail- 
way employees  In  accordance  with  recent  amendment  to  the  Social 
Security  Act* 
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On  motion  of  Commissioner  MpKee 9  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11,^20— 

RESOLVED,  That  the  Manager  of  Utilities  is  hereby  in- 
structed to  cause  to  be  served  upon  BARRETT  GARAGES,  INC, 
Concessionaire  in  the  operation  of  the  U-Drive  Rent  Car  busi- 
ness at  the  San  Francisco  Airport,  under  the  terms  of  that 
certain  Agreement  executed  by  and  between  the  City  and  County 
of  San  Francisco,  by  its  Public  Utilities  Commission,  and  said 
Barrett  Garages,  Inc,,  a  written  notice  to  cease  operation  of 
said  concession  and  to  surrender  and  vacate  any  portion  of  the 
premises  at  said  Airport  occupied  in  connection  with  said  con- 
cession, not  later  than  the  l8th  day  of  February,  1951. 


REMARKS- 

The  members  of  the  Commission  congratulated  Mr.  Donald  A. 
Cameron  on  his  reappointment  as  a  Public  Utilities  Commissioner, 
by  His  Honor,  Mayor  Elmer  E9  Robinson,  for  a  four-year  period 
commencing  January  15,  195lc 


The  Public  Utilities  Commission  acknowledged  receipt  of 
the  195O  Grand  Jury  Public  Utilities  Committee  report,  in 
which  said  Public  Utilities  Committee  stated  that; 

"After  complete  and  exhaustive  studies,  it  is  the  conclu- 
sion of  the  1950  Grand  Jury  Public  Utilities  Committee  that  an 
outstanding  operational  and  administrative  job  is  being  done  by 
the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  the  Manager  of  Utilities,  and  the  related  Department 
and  Bureau  administrators  of  the  Public  Utilities  Department." 


President  Philip  F.  Landis  presented  to  the  members  of  the 
Commission  the  following  communication  received  from  His  Honor, 
Mayor  Elmer  E.  Robinson: 

"January  10,  1951 

"The  Honorable 

Commissioner  Philip  F.  Landis,  President 

Public  Utilities  Commission 

558  Sacramento  Street 

San  Francisco  11,  California 

"Dear  Commissioner  Landis: 

"Kay  I  request  that  you  immediately  advise  Mr.  James  H. 
Turner,  Manager  of  Utilities,  that  unless  there  is  a  decided 
improvement  in  the  scheduling  and  operation  of  vehicles  on  the 
Municipal  Railway,  I  shall  be  inclined  to  eliminate  a  number 
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of  railway  employments,  particularly  the  so-called  inspectors, 
from  the  1951-1952  budget  when  it  reaches  me  for  action. 

TtA  great  number  of  private  individuals  have  called  my 
attention  to  their  observation  of  increasingly  frequent 
instances  of  'bunching*  in  which  several  vehicles  of  the  same 
line,  carrying  but  f ew~passengers,  proceed  along  their  routes 
before  vehicles  of  other  lines,  loaded  to  capacity,  appear. 
Obviously,  in  most  cases,  this  condition  is  the  result  of 
faulty  scheduling  and  lax  supervision. 

"You  will  agree  with  me,  of  course,  that  this  situation 
is  intolerable  and  must  be  eliminated. 

"With  all  good  wishes,  I  remain 

"Cordially  yours, 

/s/  Elmer  E.  Robinson 
Elmer  E.  Robinson 
Mayor" 

The  Commission  referred  the  above  communication  to  Mr. 
J.  H.  Turner  and  Colonel  Marmion  D.  Mills  for  investigation 
and  report. 


President  Philip  P.  Landis  expressed  his  thanks  and 
appreciation  to  the  members  of  the  Commission  upon  his  re- 
election as  President  for  the  ensuing  year,  and  also  expressed 
his  appreciation  to  Mr.  J.  H.  Turner  and  his  staff  and  to  the 
Department  Heads  of  the  various  utilities  and  their  assistants 
for  the  cooperation  given  to  the  Commission  during  the  past 
year.     President  Landis  further  stated  that  many  perplexing 
problems  had  come  before  the  Commission,  and  that  occasionally 
differences  of  opinion  between  the  Commission  and  the  staff  had 
arisen,  but  that  said  differences  in  all  cases  had  been  ad- 
justed to  the  satisfaction  of  both  the  Commission  and  the 
staff. 

In  conclusion,  President  Landis  expressed  his  confidence 
in  the  Manager  of  Utilities,  the  staff,  Department  Heads  and 
their  assistants,  and  requested  their  continued  cooperation 
with  the  Commission  during  the  ensuing  year. 


THEREUPON  THE  MEETING  ADJOURNED. 
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778th  REGULAR  MEETING-  OF  SiB  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  •  JANUARY 
22,  I95I. 

ft*********®***************************®************************* 


Present:    Commissioners  Philip  P.  Landis,  Sam  Mc  Kee,  Victor 
S.  Swanson,  Edw.  B.  Baron  and  Donald  A#  Cameron, 

President  Philip  F.  Landis  presided* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  777th  regular  meeting  of  the 
Commission  held  January  15#  1951  were  approved • 

On  motion  of  Commissioner  Baron„  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

"RESOLUTION  NO.  11.^21— 

WHEREAS,  Wilbur  A*  Haines,  I^intenance  Foreman,  Hetch 
Hetchy  Project,  has  retired  from  the  service  of  the  City  and 
County  of  San  Francisco  after  serving  the  Hetch  Hetchy  Project 
for  a  period    of  twenty-six  years:  and 

WHEREAS f  in  the  performance  of  his  duties,  in  his  con- 
tacts with  the  public,  his  fellow  employees  and  the  heads  of 
departments,  he  has  earned  their  respect  and  admiration;  and 

VHEREAS§  the  Public  Utilities  Commission  recognizes  the 
valuable  service  Mr.  Haines  has  rendered  the  people  of  San 
Francisco  while  employed  by  the  Hetch  Hetchy  Project; 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission on  behalf  of  the  people  of  the  City  and  County  of  San 
Francisco,  in  recognition  of  his  long  and  faithful  service,  by 
this  resolution  expresses  to  Mr.  Haines,  its  best  wishes  for  a 
long  and  happy  life  and  the  assurance  of  its  appreciation  of 
work  well  performed;  and 
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BE  IT  FURTHER  RESOLVED.  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  a  copy  of  this  resolution  for 
presentation  to  Mr.  Haines • 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson*  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  ll.;S22~ 

RESOLVED,  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  of  $67,12,  covering  conference  expenses  and 
routine  expenses  for  the  month  of  December,  1950,  incurred  by 
G.  M.  Dixon,  Manager  and  Chief  Engineer,  San  Francisco  Airport* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifications; 
approves  Modification  of  Contract  in  amount  $276«02,  to  pro- 
vide for  additional  work  and  to  adjust  amount  of  work  done  under 
force  account  to  allowances  for  for  account  actually  provided 
under  Section  83  of  the  Contract;  approves  Certificate  of 
Acceptance  and  Final  Payment  in  amount  $460636.92,  in  favor  of 
Monson  Bros.,  under  Municipal  Railway  Contract  No.  332-Altera- 
tions  to  Geary  Carhouse  for  Offices;  and 


BE  IT  FURTHER  RESOLVED,  That  Resolution  No.  11,125,  adopted 
October        195°*  be  and  ^e   same  is  hereby  rescinded* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson*  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  11^24— 

RESOLVED,  That  on  recommendation  of  the  Onager  of 
Utilities,  the  General  Onager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  non-litigated  and  litigated  cases,  and  judgments, 
as  follows: 


Non-litigated  cases; 
Current  Year! 
Clifford  M,  Glenny 
Phillis  Lacy 
Samuel  C.  Updyke 
Cecilia  Casey 
Daniel  L.  and  Rose  Duran 
Chester  G.  Thompson 

Appropriation  No, 


Date  of  Accident 

Novenlber  1,  1950 
November  15,  1950 
January  1,  1951 
July  11,  1950 
November  10,  1950 
July  1,  1950 
065-804-OI 


Settlement 


225.64 
300.00 
224.21 
3.250.00 
278.OO 

.932.85 
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Prior  Years 
Nori-litigated  cases 
Jane  E.  Creel 
Mary  Ellen  Brown 
Jason  Adams on 
Harriett  Jefferson 


Date  of  Accident 
May  16,  1950 
April  26,  1950 
April  26,  1950 
June  28,  1950 


Rescinding  that  portion  of  Resolution  No.  11,190 
of  November  27,1950,  claimant  Phyllis  Cooper 

Appropriation  No.  065-804-02 


Litigated  settlements 
Catherine  L.  Bawd en 
Wilhelmine  J.  Luesing 
Ellanora  Williams 
Pacific  Indemnity  Co. 
Arthur  R.  Bradley 
Evelyn  Bradley 
Gertrude  L.  r^rtin 
Anna  L.  mrtin 
George  J.  r&rtin 
Helen  Bodnenko 

Judgments: 
Elenor  Poindexter 


May  22,  1948 
January  4,  1949 
May  31,  1949 
July  10,  1949 


January  17,  1950 


August  5,  1948 


Settlement 
$  250.00 

1,750.00 
859.99 

2,500.00 


-500. 00 
I  4.8sq.qQ 


$  1,000.00 
4,250*00 

350.00 
475.OO 
11,087.50 
11,087.50 
500.00 
500.00 
311.00 


2,610.55 
plus  interest 

William  A.  and  Helen  A. Hurley   September  5,  1948  14,134.04 

plus  interest 

Minnie  and  George  P.  Bauer        October  7,  1948  4,900.00 

BE  IT  FURTHER  RESOLVED f  That  portions  of  previously 
approved  resolution  be'and  the  same  are  amended 
as  follows: 

Res.  11,236,  Claimant-Rose  Salvatore,add  interest  45. 17 


Appropriation  No.065-804-03 


On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  11.325-- 

WHEREAS '  the  time  for  completion  of  work  under  BLH&P  Con- 
tract No.  88-Construction  of  Street  Lighting  System  on  Eddy, 
Ellis  and  O'Farrell  Streets,  from  Mason  Street  to  Van  Ness 
Avenue,  Dahl-Beck  Electric  Co.,  contractor,  as  originally  fixed 
under  the  contract  terms  is  Januarr  20,  1951;  and 

WHEREAS t  the  contractor  has  been  unable  to  complete  his 
concrete  work  due  to  excessive  rainfall  and  cannot  complete  the 
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paint  work  until  the  existing  lighting  fixtures  are  removed 
by  the  Pacific  Gas  and  Electric  Company;  and 

WHEREAS ,  these  delays  have  not  been  due  to  negligence  or  . 
lack  of  diligence  on  the  part  of  the  contractor: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  ex- 
tends for  a  period  of  45  calendar  days  to  r&rch  6,  1951*  the 
time  allowance  for  completion  of  the  work  required  under  said 
Contract  No.  88  and  liquidated  damages  for  delay  in  completion 
are  hereby  waived. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,^26— 

RESOLVED'  That  Harry  E.  Lloyd,  Civil  Engineer  of  the 
Hetch  Hetchy  Water  Supply,  be  and  he  is  hereby  directed  and 
authorized  to  proceed  to  Washington,  D.  C,  to  appear  as  re- 
quired at  scheduled  meetings  before  the  House  Committee  on 
War  Department,  Civil  Functions  Flood  Control,  to  present  ex- 
hibits and  factual  data  required  in  consideration  of  the  pro- 
posed appropriation  to  be  made  from  funds  set  up  under  Public 
Law  534>  saic3  appropriation  to  be  used  by  the  City  and  County 
of  San  Francisco  for  the  purpose  of  continuing  the  con- 
struction of  facilities  in  connection  with  the  Cherry  River 
Project,  all  of  which  will  be  used  and  useful  for  preventing 
floods  in  the  San  Joaquin  Valley  and  for  augmenting  the  water 
supply  of  the  said  City  and  County  of  San  Francisco;  and 

BE  IT  FURTHER  RESOLVED,  That  necessary  expenses  are  deemed 
contracted  in  the  performance  of  routine  duties,  payable  from 
Appropriation  No.  068-200-00. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.^27— 

RESOLVED^  That  in  accordance  with  the  recommendations  of 
the  mnager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  6- Inch,  8- Inch  and  12-Inch 
Cast  Iron  Mains  in  Mldtown  Terrace  and 
Portola  Drive-SFWD  Contract  No.  564 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
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County  of  San  Francisco,  be  and  the    same  is  hereby  awarded  to 


H.  T.  Treacy 

he  being  the  lowest  regular  and  responsible  bidder  for  the  worfc 
aforesaid  at  Twenty  One  Thousand  Eight  Hundred  and  Eleven 
Dollars  ($21, 8ll ♦00)  said  sum  being  the  total  price  for  the 
lowest  bid  submitted  on  the  basis  hereinabove  stated. 

AND  BE  IT  FURTHER  RESOLVED,  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.^28-4 

RESOLVED    That  in  accordance  with  the  recommendation  of 
the  Onager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  6-Inch  and  8-Inch  Cast  Iron 
Mains  in  Lawton  Heights  Subdivision-SFWD 
Contract  No.  566 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

F.  T.  Fairey 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
aforesaid  at  Nine  Thousand  Four  Hundred  and  Five  Dollars  and 
Ten  Cents  {$9,405.10)  said  sum  being  the  total  price  for  the 
lowest  bid  submitted  on  the  basis  hereinabove  stated. 

AND  BE  IT  FURTHER  RESOLVED t  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
servi ces. 

AND  ALL  other  bids  for  the  a^ove  described  work  are  hereby 
rejected. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.  ^Q— 

RESOLVED    That  this  Commission  approves  the  following 
contract  Payment  Recommensations: 

Contract  Payment  in  amount  $14,328.10,  in  favor  of  Artukovich 
Bros „  and  Steve  Rados,  under  SFWD  Contract  No.  524-B-Con- 
struction  of  the  Bay  Division  Pipe  Line  No.'  J-Section  B. 

Contract  Payment  in  anount  $226,864.56,  in  favor  of  Security 
First  National  Bank  of  Los  Angeles,  assignee  for  United  Con- 
crete Pipe  Corporation,  under  SFWD  Contract  No.  524-AC-Con- 
struction  of  Bay  Division  Pipe  Line  No.  3-Section  AC. 

Oh  motion  of  Commissioner  Swans  on,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.^0— 

RESOLVEDi  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Water  Department  Request  for  Additional  Allotment,  in  amount 
$12,938.00,  from  Appropriation  No.  066-913-OO,  to  allot 
balance  of  appropriation  for  reconstruction  and  replacement. 

Water  Department  Request  for  Additional  Allotment,  in  amount 
$550,00,  from  Appropriation  No,  066-111-00,  to  allot  balance 
remaining  in  appropriation  for  overtime  in  anticipation  of 
approval  of  request  for  supplemental  appropriation. 

Municipal  Railway  Request  for  Additional  Allotment,  in  amount 
$16,000.00,  from  Appropriations  Nos.  97-510-19  and  97-510-19-57 
to  make  available  funds  for  expendtures  and  the  certification 
of  contracts  and  work  orders  in  connection  with  electrical 
installation  at  Washington-Mason  Carhouse. 

Municipal  Railway  Request  for  Additional  Allotment,  in  amount 
$25,000.00,  from  Appropriation  No.  97-51O-17-62,  to  make 
available  funds  for  the  certification  of  a  purchase  order  for 
the  purchase  of  equipment  for  the  Mission-Alemany  Substation. 

Water  Department  Request  for  Additional  Allotment,  in  amount 
$813.00,  from  Appropriation  No.  066-815-OO,  to  provide  addition- 
al funds  necessary  in  appropriation  for  "Other  Insurance7', 
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Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$703.73,  from  Appropriation  No.  97-510-17.  to  credit  of  Appro- 
priation No.  97-5IO-17-62,  to  provide  funds  for  charges  in  ex- 
cess of  the  amount  estimated  and  provided  for  the  purchase  of 
equipment  for  the  Mission-Alemany  Substation, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.W— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $24,000.00,  from  Appropriation 
No.  063-50O-OO,  Unallocated  Funds,  to  Appropriation  No.  063- 
530-56,  to  provide  for  Construction  of  Street  Lighting-Golden 
Gate  Park,  Kezar  Drive,  from  Stanyan  Street  to  Lincoln  Way. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. ^2— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $4»900*00>  trom  Unappropriated 
Balance  of  Funds  to  Appropriation  No.  066-111-00,  to  provide 
additional  funds  for  payment  of  emergency  overtime  for  em- 
ployees of  the  San  Francisco  Water  Department. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11, 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  an 
ordinance,  appropriating  the  sum  of  $1,413,000.00,  from  the 
unappropriated  balance  in  the  1949  Cherry  Valley  Dam  Bond  Fund 
to  the  credit  of  the  following  appropriations,  for  the  purpose  of 
providing  funds  for  the  certification  of  contracts  and  other 
expenditures  in  connection  with  the  construction  of  Cherry 
Valley  Dam. 


I92-O52-OO- Preliminary  Expense  $  2,000. 

192-053-OO-Legal  Fees  and  Expense  2,000. 

192-054-OO-Admini strati on  Expense  3,000. 

192-055-OO-Engineering  Contracts  &  Fees  50,000. 

Consulting  Engineering  $25,000. 

Fee-State  of  California  25.00Q. 
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192-056- QO-Plans  and  Specifications  $  78,000. 

Engineering  $68, 000 . 

Hydraulic  Laboratory  Investiga- 
tion 10.000, 
I92-057-OO- Inspect  ion,  Supervision  and 

Field  Engineering  120,000* 

Engineering  $85,000, 

Core  &  Auger  Drilling  ^5.000. 
192- 550-OO-C  onstruct  i  on  1 • 101 „ 000 . 

Access  Roads  $779,000. 

Power  &  Tel.  Lines  110,000, 

Bldgs  &  Facilities  212,000. 
192-558-OO-Land  Acquisition  10,000. 
192-559-OO-Rights  of  Way  &  Easements  3,000. 
192-564-OO-Construction  Equipment  44,000. 

Automotive-3  carryalls  and 

2  sedans  $14,000. 

Engng.  &  Survey  Equipment  25»000. 

Off icie  Furniture  &  Equipment  5,000* 


$1,413,000. 

BE  IT  FURTHER  RESOLVED,  That  Resolutions  10,4499  and  10» 
715,  adopted  February  20,  1950  and  my  15,  1950  are  hereby 
rescinded. 

On  motion  of  Commissioner  Swans  on,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

-^RESOLUTION  NO.  11. 334— 

RESOLVED   That  this  Commission  hereby  requests  the  Mkyor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $15,000.00,  from  Hetch  Hetchy 
funds  for  the  purpose  of  replacing  Lower  Cherry  power  and 
telephone  line  serving  Lower  Cherry  diversion  works  and  canal, 
including  overflow  alarm  circuit  and  ditchtender's  cottage. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 33^— 

RESOLVED,  That  the  Commission  hereby  requests  the  Mayor  to 
recommend  to  the  Board  of  Supervisors  enactment  of  an  ordinance, 
appropriating  the  sum  of  $1,793,011.00-1947  Hetch  Hetchy  Water 
Bond  Fund,  to  provide  funds  for  expenditures  and  certification 
of  contracts  for  construction  of  pipe  lines  and  appurtenances 
to  augment  the  water  supply  of  San  Francisco,  as  follows: 
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From: 

Unappropriated  Balance  in  the  1947  Hetch  Hetchy 
Water  Supply  Bond  Fund 

98-950-54  Bay  Division  Pipe  Line  No,  3;  Adminis- 
trative Expense 

98-950-56  Bay  Division  Pipe  Line  No,  3;  Plans 
and  Specifications 

98-951-OO-Cons true t ion  of  Bay  Div,  Pipe  Line  No.  3, 

98-960^00- Install  Pumps  and  Valves,  Booster  Pump; 
Crystal  Springs  Reservoir 

98-960-62  Pumps,  Valves  and  Piping,  Booster  Pump; 
Crystal  Springs  Reservoir 

98^976-00  Install  Pipe  and  Fittings,  Sunset  Supply 
Line;  Baden  to  Colma 


I  950,000. 

3,000. 

78,915. 
677,249. 

7,221. 
5, 108, 
7i,5i8f 


fe1.793.011 


To  Appropriation  No 


98-975-54 
98-975-56 

98-975-57 
98-975-59 

98-977-OO. 

98-977-62 

98-978-OO 
98,978-62 


Sunset  Supply  Line 

Administrative  Expense 
Plans  and  Specifications 
Inspection, Supervsn  &  Fid.  Engng. 
Lands  and  Rights  of  Way 

-Construction  of  Burl ingame-Mi librae  Section 
Purchase  of  Valves  and  Appurtenances  for 
Burl ingame-Ml  librae  Section 
Construction  of  Mi  librae-Bad en  Section 
Purchase  of  Valves  and  Appurtenances  for 
Millbrae-Baden  Section 


2,000. 

69,256. 

60,755. 
100,000. 
803,000. 

10,000. 
723,000. 

25.000. 


Si. 7Q3.011. 


REMARKS 

The  Commission  having  given  close  and  detailed  study  to 
the  proposed    budgets  for  the  fiscal  year  1951-195^  for  each 
utility  under  its  jurisdiction  conferred  with  the  Manager  of 
Utilities,  the  Bureau  of  Accounts  and  each  Department  Head. 
Following  said  studies  and  conferencew  the  Commission,  with 
the  concurrence  of  the  Onager  of  Utilities,  ordered  certain 
adjustments  made  in  the  several  budgets.  The  Commission, 
through  the  Manager  of  Utilities,  instructed  the  Bureau  of 
Accounts  to  complete  the  budgets  reflecting  said  adjustments 
and  present  the  completed  documents  at  the  public  hearing  to  be 
held  by  the  Commission  on  January  29,  1951,  at  5:00  PM. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


779th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JANUARY 
29,  1951. 

**************************************** 


Present:    Commissioners  Philip  F.  Landis,  Sam  Mc  Kee, 
Edw.  Bt  Baron  and  Donald  A.  Cameron 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  778th  regular  meeting  of  the  Com- 
mission held  January  22,  1951  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution   was  adopted  unanimously: 

—RESOLUTION  NO.  11.^6— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
$910.97;  under  Airport  Contract  No.  119,  Furnishing  and  In- 
stalling High  Intensity  Runway  Lights  at  San  Francisco  Airport, 
contractor,  Manning  and  Whitaker,  Inc.,  covering  the  following: 

Install  32  feet  of  3-inch  underground  electrical 
ducts  and  related  work  under  Runway  LOL-28R;  and 

BE  IT  FURTHER  RESOLVED,  That  Resolution  No.  11,289  adopted 
January  2,  1951>  be  and  the  same  is  hereby  rescinded. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

'    —RESOLUTION  NO.  — 

WHEREAS,  SFWD  Contract  No.  534  for  the  Laying  of  6"  and  8{? 
Cast  Iron  rains  in  Kirkham  Heights  Subdivision,  contractor, 
The  Lowrie  Paving  Co.,  should,  in  accordance  with  the  time  limit 
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set  forth  in  said  contract,  be  completed  on  or  before  April 
20,  1950;  and 

WHEREAS    contractor  has  experienced  unavoidable  delay  due 
to  the  interference  of  other  contractors  bringing  streets  to 
grade  and  also  due  to  rainy  weather;  and 

WHEREAS »  said  Lowrie  Paving  Co.  prosecuted  the  work  of  the 
contract  diligently: 

THEREFORE,  BE  IT  RESOLVED    That  this  Commission  hereby 
grants  an  extension  of  two  hundred  fifty  eight  (258)  days  for 
the  completion  of  SFWD  Contract  No.  534,  and  liquidated  damages 
for  the  resulting  days  of  delay  are  hereby  waived. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  MO.  11.^8— 

RESOLVED,  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  to  enact  ordinance, 
appropriating  the  sum  of  $10,000.00,  from  Water  Department 
Unappropriated  Balance  of  Funds  to  credit  of  Appropriation  No* 
066-804-00,  to  provide  additional  funds  for  Injuries  and 
Damages  required  in  connection  with  personal  injury  in  an 
accident  on  August  30,  1950,  involving  a  loose  meter  concrete 
box  cover  on  sidewalk  in  front  of  2298  Chestnut  Street. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11. ^Q— 

RESOLVED,  That  this  Commission  approves  Recommendation  for 
Contract  Payment  in  amount  $5,897.22,  in  favor  of  J,  Walter 
Thompson  Company,  for  services  in  conducting  a  public  informa- 
tion and  business  promotion  campaign  for  the  Municipal  Railway 
of  the  City  and  County  of  San  Francisco. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. ^0— 

RESOLVED,  That  the  following  public  work  to  be  performed 
for  the  Public  Utilities  Commission  of  the  City  and  County  of 
San  Francisco  in  pursuance  of  the  Charter  of  said  City  and 
County,  to-wlt: 
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Modernization  of  Street  Lighting  System 
on  Anza  Street ,  from  Parker  Avenue  to 
Arguello  Boulevard-BLH&P  Contract  No. 
10J 

be  and  the  same  is  hereby  awarded  to  Pfenning  and  Whi taker,  Inc., 
the  lowest  regular  and  responsible  bidder,  for  the  sum  of 

$3, 284,00 • 

And  all  other  bids  for  the  work  are  hereby  rejected. 

Funds  for  the  work  are  available  in  Appropriation  No. 
063-599-07 . 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  II.34I— 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  6-Inch  and  8- Inch  Cast  Iron 
Mains  in  Bright  and  Shields  Streets,  SFWD 
Contract  No.  565 

a  pufelic  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

F.  T.  Fairey 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Five  Thousand  Sight  Hundred  and  Seven 
Dollars  and  Eighty  Cents  (£5,807.80)  said  sum  toeing  the  total 
price  for  the  lowest  bid  submitted  on  the  basis  hereinabove 
stated* 

AND  BE  IT  FURTHER  RESCLVED    The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.^42— 

RESOLVED   That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Onager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this  Com- 
mission hereby  approves  and  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  non-litigated  and  litigated  cases  as  follows: 


Claimant  Date  of  Accident  Settlement 
Non-litigated  cases: 
Current  Year:L 

Robert  L.  Ward  December  2,  1950      $       126. 84 

Maria  Pop  August  10,  1950  3*000.00 

Randa  Johnson  Noverriber  %  1950  265. 00 

Nello  Marchetti  December  2J,  1950  109.40 

Agnes  Danuet  November  10,  1950  750.00 

Alice  Lofaso  November  10,  1950  3*50.00 

Amelia  J,  Brocklehurst  September  2%  1950  &50.OO 

Steven  Peck  January  6,  1951  212.61 
Founders9  Fire  &  Purine 

Ins.  Co.  September  25,  1950  250.OO 

Joseph  T.  Mouille  July  31,  1950  600,00 

John  P.  Ward  July  31,  1950  7^0.00 

Appropriation  No.  O65-804-OI  S7.062.8s 

Prior  Years: 

Eugenia  Merkouloff  April  8,  1950  600.00 

Anne  L.  Siegel  April  13,  1950  200.00 

Victor  Titoff  January  27,  1950  312.50 

Jennie  D'Acquisto  August  12,  1950  500.00 
Rescinding'portions  of  Resolution  No.  IO847,  as 
follows: 

Providence  Washington  Ins.  Co.  -1,494.71 

Fred  Thielmeyer  -2,500.00 

Litigated  settlements 

Catherine  B.  Grant  December  30,  194.9  600.00 

Sophie  Werchick  February  13,  1950  3,000,00 

Mary  A.  Wilson  October  26,  1949  950.OO 

Lawrence  D.  Benamati  May  20,  1943  275. 00 

Appropriation  No.  065-804-02  S2.442.8Q 

Adjust  interest,  my  Drake,  Resolution  No.  11248  52.06 

Appropriation  No.  065-804-03  |     52. 06 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.ffi>~ 

RESOLVSD,  That  Aviation  Activities,  Inc.,  occupying  an 
unpaved  area  at  the  San  Francisco  Airport,  and  upon  which  they 
have  erected  a  building,  and  under  Resolution  No,  10,300  were 
granted  permission  to  share  the  property  with  Air  Express 
International,  is  hereby  granted  additional  permission  to  share 
said  property  with  Consolidated  Flower  Shipments,  Inc. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.^44— 

RESOLVED,  That  this  Commission  approves  Traveling  Ex- 
pense Voucher,  in  amount  &19.68,  conference  expenses  of 
Harold  S.  Messersmith,  Superintendent  of  Airport  Operations, 
during  the  period  of  October  2-November  3,  1950. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.ffi>~ 

RESOLVED,  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolutions  accepting  deeds  to  real 
property,  as  follows: 

Bay  Division  Pipe  Line  No.  5j 

Deed  from  Richard  Johnsen  et  ux,  8o?  strip,  approximately 
2000 *  in  length,  near  Irvington,  Alameda  County,  and  that 
the  sum  of  $4,490.00  be  paid  for  said  parcel-Appropriation 
No.  90-600-66. 

Sunset  Supply  Line: 

Deed  from  Giuseppe  Armanino  et  ux,  in  exchange  for  a  right 
of  way  easement  over  certain  real  property  in  San  Mateo 
County,  and  that  the  sum  of  #1,200.00  be  paid  for  said  ex- 
change, Appropriation  No.  90-600-66. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.  ^46— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
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troll er's  certification  of  Modification  of  Contract,  in  amount 
$439.00;  under  Municipal  Railway  Contract  No.  344-Trolley 
System  for  No.  30  (F)  Line,  contractor,  Abbett  Electric  Cor- 
poration, covering  the  following: 

Furnish  all  labor,  materials  and  equipment  required  to 
remove  eyebolt  and  patch  brick  wall  on  Milner  Hotel  at 
4th  and  Mission  Streets  and  transfer  wires  from  eyebolt 
to  new  pole. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


RESOLVED t  That  this  Commission  hereby  requests  the 
Controller's  certification  of  the  following: 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$7,500.00,  from  Appropriation  No.  97-530-08,  to  credit  of 
Appropriation  No.  97-610-93,  to  provide  for  payment  to  the 
Water  Department  for  land,  Assessor's  Blocks  7222A  and  7222B, 
located  at  southwest  corner  of  Junipero  Serra  and  Sloat 
Boulevards  to  be  acquired  from  the  Department  of  Public  Works 
in  exchange  for  property  belonging  to  the  Water  Department  and 
located  west  of  Laguna  Honda  Boulevard,  being  Lots  1  in  Block 
2044  and  portion  of  Lot  1  in  Block  2734. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$50,000.00,  under  Appropriation  No.  065-804-03,  Passenger  and 
Damage  Claims-Prior  Years-Additional. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$11,500,00,  under  the  following  appropriations: 


—RESOLUTION  NO.  11. ^47~ 


Appropriation  No%  97-510-09-57  Geary 
Offices-Field  Engineering 


$1,500.00 


Appropriation  N0,  97-510-21-57,  Remodeling 
Shops-Field  Engineering 


2,500.00 


Appropriation  No.  97-520-II-57  Van  Ness 
Avenue-Potrero  Street,  Trolley  Coach  Over- 
head Construction,  Field  Engineering 


7,500.00 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.^8— 


RESOLVED,    That  since  the  California  Street  Cable  Railway 
Company  has  failed  by  their  discontinuance  of  the  Hyde  Street 
Bus  Line  to  supply  service  heretofore  afforded  the  residents 
of  the  area,  this  Commission  directs  that  the  Municipal  Railway 
provide  motor  bus  service  along  such  route  and  on  such  schedule 
as  nay  be  determined  to  be  to  the  best  interests  of  public 
convenience  and  necessity. 


On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  11.  ^Q— 

WHEREAS,  Philippine  Air  Lines,  Inc.,  has  by  written 
communication  under  date  of  January  2,  1951*  applied  to  this 
Commission  for  a  permit,  effective  as  of  the  date  of  the 
issuance  of  such  permit,  and  for  a  period  of  one  year  thereafter 
under  the  terms  of  Part  X,  Section  2  of  the  Schedule  of  Rates 
and  Charges  of  the  San  Francisco  Airport,  which  permit  would 
authorize  it,  for  said  period  of  one  year,  to  operate  petroleum 
company  equipment  on  the  San  Francisco  Airport,    molely  for  the 
purpose  of  effecting  delivery  of  fuels  to  aircraft  operated  by 
said  Philippine  Air  Lines,  Inc.: 


NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  Manager  of 
Utilities  is  hereby  authorized  to  execute  and  deliver  said  per- 
mit to  said  applicant;  said  permit  shall  not  be  effective 
until  formal  acceptance  thereof  by  said  proposed  permittee 
endorsed  upon  said  permit;  said  permit  shall  be  in  the  form 
now  submitted  to  this  Commission  by  the  City  Attorney. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  ll.¥SQ— 

WHEREAS ,  the  Manager  and  Chief  Engineer  of  the  Hetch 
Hetchy  Water  Supply,  Power  and  Utilities  Engineering  Bureau 
of  this  Commission  has  recommended  the  granting  of  a  certain 
revocable  permit  for  use  and  occupancy  of  land  and  property 
under  control  of  that  Bureau,  as  hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  Couftty  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  the  said  revocable  permit 
and  authorizes  the  execution  of  >tfce  same  as  follows: 

To:    The  Pacific  Gas  and  Electric  Company 

Permit  to  install,  maintain  and  use  a  480  volt  electric 
line  crossing  the  Hetch  Hetchy  Queduct  and  Transmission  Line 
Right  of  Way  in   Section  28,  Township  2  South,  Range  lo  East, 
MDB&M,  Stanislaus  County,  California* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.^1— 

RESOLVED,  That  this  Commission  hereby  authorizes  incurrence 
of  expenses  in  an  estimated  amount  $125*00,  covering  trip  of 
Geo*  Baglin,  Deputy  City  Attorney  to  Los  Angeles,  for  purpose 
of  taking  deposition  in  the  claim  of  Helen  Alaimo  v  City  and 
County  of  San  Francisco  (Municipal  Railway),  Superior  Court 
Action  No.  382797. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  Jl,%)g~ 

RESOLVED,  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution,  transferring  jurisdiction 
of  certain  city  lands  at  Southwest  corner  of  Sloat  and  Junipero 
Serra  Boulevards  to  Municipal  Railway,  also,  transferring 
control  of  certain  city  owned  land  west  side  of  Laguna  Honda 
Boulevard  to  Department  of  Public  Works  and  authorizing  payment 
to  San  Francisco  Water  Department  of  $7,500*00. 
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Budget  Hearing: 


In  opening  the  hearing,  President  Philip  P.  Landis 
briefly  reviewed  the  budget  as  prepared  and  recommended  by  the 
Manager  of  Utilities, 

In  comparing  proposed  1951-1952  expenditure  budget  (less  dupli- 
cations) with  corresponding  figures  of  1950-1951  (plus 
supplemental),  there  is  an  Indicated  reduction  of  $435, 000,00. 


A  consideration  of  Public  Service  Enterprise  gross  budgets, 
excluding  Bureau  of  Light,  Heat  and  Power  and  Civilian  Defense, 
shows  an  over  all  decrease  of  $90,845.00. 

Total  utility  budget  shows  an  increase  of  $280,866.00,  which 
is  accounted  for  by  a  modest  program  of  improvements  to  the 
Street  Lighting  System,  which  the  Commission  feels  should  be 
provided  for;  however,  the  capital  improvements  approved  are 
referred  to  his  Honor  the  r^yor  for  final  determination. 

There  is  a  slight  increase  in  the  General  Office  budget,  re- 
flecting increased  costs  of  materials  and  supplies  and  con- 
tractual services. 

There  is  a  reduction  of  $1,393,682.00  in  the  Airport  section 
which  is  accounted  for  principally  through  reduction  of  bond 
interest  and  redemption. 

In  the  Railway  section  it  is  noted  that  there  is  an  increase  of 
$256,017,00,  principally  reflecting  an  increased  29,046  vehicle 
hours  of  operation  during  I951-I952.    The  president  noted  with 
particular  interest  the  decrease  of  $1,735,360.00  in  the  pro- 
vision for  operation  and  maintenance  as  compared  with  the 
budget  for  the  fiscal  year  1948-1949. 

Water  Department  section  shows  an  increaase  of  $830^317^00,  of 
which  sum,  $635,774.00  is  appropriated  to  Surplus. 

The  Hetch  Hetchy  Project  shows  an  increase  of  $211,289,00, 
$82,744.00  of  which  is  appropriated  to  Surplus. 

The  following  increases  of  Revenues  and  Receipts  were  noted: 

Bureau  of  Light,  Heat  and  Power  $  5,000.00 

San  Francisco  Airport  126,721. 00 

Municipal  Railway  65,539.00 

Water  Department  846,000.00 

Hetch  Hetchy  Project  lbQT 500.00 

Total  estimated  increase  $1,213,560.00 
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The  President  further  noted  that  no  additional  tax 
support  will  be  necessary  to  finance  the  total  budget  as 
submitted. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was  adopted — voting  as 
follows: 

Aves:   Voting  as  Present 

Commissioner  Landis  Commissioner  Cameron 

Commissioner  Mc  Kee 
Commissioner  Baron. 

--RESOLUTION  NO.  ll.^V 

RESOLVED'  That  the  budget  estimates  for  the  fiscal  year 
I95I-I952  as  frepared  by  the  Onager  of  Utilities  and  which  has 
been  filed  by  said  executive  with  the  Public  Utilities  Com- 
mission and  acted  upon  by  said  Commission  and  upon  which  budget 
proposals  and  estimate,  public  hearing  has  been  held  by  said 
Commission,  be  and  the  same  is  hereby  approved  and  it  is  hereby 
ordered  that  copies  of  said  budget  estimates  be  filed  with  the 
Controller  for  check  as  to  form  and  completeness,  said  budget 
estimates  being  as  follows: 


Index: 


62 

Public  Utilities  Commission 

$  188,135*00 

62-78 

"         ,f         "  Civilian  Defense 

12,630.00 

63 

Bureau  of  Light,  Heat  and  Power 

3,207,293.00 

64 

San  Francisco  Airport 

2,493,004.00 

65 

Municipal  Railway 

19,820,734.00 

66 

San  Francisco  Vfeter  Department 

11,562,800.00 

68 

Hetch  Hetchy  Project 

7^87,303^0 

Total  Budget  : 

$44,571,899.00 

Other  Hearing; 


Mr.  H.  S.  Foley  of  the  C.  I.  0.  Carmens'  Union  and  Chas. 
Woods  of  the  A.  F.  of  L.  Carmens*  Union  appeared  before  the 
Commission,  protesting  present  schedules  of  the  Municipal  Railway 
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They  reiterated  statements  of  a  previous  complaint  on  the 
matter  and  requested  that  the  whole  matter  of  scheduling  be 
reviewed,  to  the  end,  that  platform  personnel  be,  in  effect, 
guaranteed  an  8  hour  day,  thus  reducing  trippers. 

President  Philip  P.  Landis  stated  that  at  the  time  of  original 
complaint,  the  Commission,  the  mnager  of  Utilities,  conferred 
with  Mr,  Mills,  Consultant  and  Mr.  Scott,  General  mnager,  and 
Municipal  Railway  Staff;  as  a  result  of  such  conference, 
traffic  checks  and  operating  analysis  are  being  conducted  on 
all  lines  and  necessary  adjustments,  if  necessary  and  consistent 
with  budgetary  requirements,  will  be  made,    The  Union  Presidents 
were  advised  that  it  was  their  privilege  to  confer  with  Mr. 
Mills  and  Railway  Management  at  any  time.      In  the  natter  of  a 
guaranteed  8  hour  day  employment,  delegates  were  advised  that 
the  natter  was  now  in  the  Courts  for  adjudication  as  to  pro- 
visions of  the  Charter. 


Thereupon  the  meeting  adjourned. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


780th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  FEBRUARY 

5.  1951. 


Present:  Commissioners  Philip  P.  Landis,  Sam  Mc  Keef  Victor  S. 
Swans on,  Edw.  B.  Baron  and  Donald  A.  Cameron 

President  Philip  P.  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  779th  regular  meeting  of  the  Com- 
mission held  January  29,  1951  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.^-- 

WHEREAS,  the  contract  time  for  completion  of  work  under 
BLH&P  Contract  No.  101-Modernization  of  Street  Lighting 
System  on  Bayshore  Boulevard,  from  Third  Street  to  the  County 
Line^  mnning  and  Whitaker,  Inc.,  contractor,  will  expire  on 
February  8,  1951;  and 

WHEREAS ,  due  to  delay  in  delivery  of  pole  extensions,  and 
also  the  recent  bad  working  weather,  it  will  not  be  possible  for 
the  contractor  to  complete    the  contract  work  within  the  speci- 
fied time;  and 

WHEREAS    the  delay  is  not  due  to  negligence  on  the  part  of 
the  contractor: 

NOW,  THEREFORE,  BE  IT  RESOLVED'  That  the  time  for  com- 
pletion of  work  under  this  contract* is  hereby  extended  for  30 
days  to  mrch  9,  1951  and  liquidated  damages  for  delay  in  com- 
pletion are  hereby  waived. 
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On  motion  of  * Commissioner  Swanson,  seconded  by  Commissioner 
Cameron*  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.  W>— 
WHEREAS,  SFWD  Contract  No,  553  for  the  laying  of  0"  CI 

Mains  in   Wisconsin,  22nd  Street  and  Southern  Heights  Avenue. 

contractor.  Water  Department, should,  in  accordance  with  the  time 

limit  set  forth  in  said  contract,  be  completed  on  or  before 

December  12,  1951;  and 

WHEREAS,  contractor  has  experienced  unavoidable  delay  due 

to  rain,  connections  and  interference  of  other  contractors;  and 

WHEREAS,  said  W&ter  Department  prosecuted  the  work  of  the 
contract  diligently: 

THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  hereby 
grants  an  extension  of  35  days  for  completion  of  SPWD  Contract 
No.  553  and  liquidated  damages  for  the  resulting  days  of  delay 
are  hereby  waived. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  ll.¥56— 

WHEREAS,  under  the  terms  of  HHWS  Contract  No.  225,Access 
Road  South  Fork  to  Mather,  KleinSmid  Construction  Co.  and  Frank 
Goodrick,  Jt.Lic,  contractors,  were  required  to  complete  all 
work  in  Section  A  of  the  road  and  as  much  as  practicable  of  the 
work  on  Section  B    on  January  29,  1951;  and 

WHEREAS,  unprecedented  storm  conditions  during  November  and 
December,  1950,  together  with  flood  flows  in  the  Middle  Fork  of 
the  Tuolumne  River  caused  much  delay  and  great  damage  to  the 
work  in  progress;  and 

WHEREAS,  continued  snow  and  water  conditions  make  it  im- 
possible to  continue  the  work  effectively  until  June  1,1951: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  contract  time  for 
performing  the  work  under  Section  A  of  said  HHWS  Contract  No. 225 
be  and  is  hereby  extended  for  a  period  of  one  hundred  and  sixty 
seven  (167)  days  until  July  15,  1951,  and  that  liquidated  damage 
by  reason  of  such  extension,  are  hereby  waived;  and 

BE  IT  FURTHER  RESOLVED,  That  the  grant  of  extension  of  time 
is  conditioned  upon  the  understanding  that  no  further  work  re- 
maining to  be  done  on  Section  B  of  the  road,  referred  to  in 
Section  77  of  the  contract,  is  to  be  performed. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.^57— 

RESOLVED,  That  on  recommendation  of  the  Manager  of  Utilities 
the  General  Manager  of  the  Municipal  Railway,  the  General 
Claims  Agent  thereof,  and  the  City  Attorney,  this  Commission 
approves  and  hereby  requests  the  Controller  to  draw 
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warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  and  litigated  cases,  as 
follows: 


Claimant 

Non-litigated  oases: 
Current  Year: 
Jack  Y.  Long 
Angeline  Schostaric 
Alice  Proulx 
Annella  Lemmon 
Rose  Lally 
Alfred  E.  La  Croix 
James  &  Clara  Denton 
Lorraine  D.  Roberts 
Dora  Mae  Haines 
Luke  P.  Liuzza 
Moon  Gim  Yick 
William  G.  Martin 
Corel  D.  Schubert 
Pfery  Campbell 
Nicholas  D'Acquisto 
Sadie  D'Acquisto 

Appropriation 


Date  of  Accident 


November  27,  1950 
November  11,  1950 
August  10,  1950 
September  4,  1950 
November  22,  1950 
November  11,  1950 
October  2,  1950 
January  3»  1951 
November  13»  195° 
September  20,  1950 
December  14,  1950 
September  4,  1950 
January  8,  1951 
December  3>  195° 
October  lb,  1950 
October  16,  1950 
No*  065-804-OI 


$  144.31 
700.00 

750.00 

350.00 

250.OO 

II7.87 

25O.OO 

275.OO 

200.00 

129.75 

142.82 

250.00 

106.16 

250.00 

675.OO 

67S.OO 


I  5,265.91 


Prior  Years:: 
Samuel  Ban 
Julia  Ann  Tompkins 
Paulette  Herman 

Litigated  Settlements 
Robert  E,  Halsing 
Beverly  Tracey  Terry 
Paula  Schuldt 

Judgments: 
Richard  J.  Finn 
David  James  Leary 
Elizabeth  F  Sears 
Ethel  Robbins 


April  2,  1950 
June  3,  1950 
June  20,  1950 


February  24,  1949 
June  20,  1949 
February  8,  1950 


June  20,  1949 

March  3,  1949 

July  16,  1949 

June  28,  1950 


Amending  that  portion  of  Resolution  No.  11,312, 
to  provide  for  interest  on  judgment,  claimant 
John  Viggiano 

Appropriation  No.  065-804-O3 


8,500.00 
975.00 
3,500.00 


2,025.00 
11,250.00 
250.OO 


3,000.00 
1,195.83 
3,646.65 
6,562.30 


1Q6,36 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  ms  adopted  unanimously: 

— RESOLUTION  NO.  11  . ^8— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Controller's  certification  of  the  following: 

Municipal  Railway  Request  for  transfer  from  Compensation  Re- 
serve in  amount  $296.68,  to  provide  for  payment  of  military 
leave  for  Harold  H.  Stammerjohn. 

Municipal  Railway  Request  for  Additional  Allotment,  as  follows: 

Under  Appropriation  No.  97-530-06-Track  Recon- 
struction in  Twin  Peaks  Tunnel  -  $52,000.00 
Under  Appropriation  No.  97-530-57- Track  Recon- 
struction in  Twin  Peaks  Tunnel-Field  Engineering 
in  amount  $3,000.00 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$9.60,  from  Appropriation  No.  66-925-OO,  to  credit  of  Appro- 
priation No,  66-944-OO,  to  provide  necessary  additional  funds 
for  liquidation  of  encumbrance  in  appropriation  for  replacing 
of  drinking  fountains  at  425  mson  Street a 

Airport  Request  for  Additional  Allotment  in  amount  $2,000.00 
under  Appropriation  No.  96-924-OO,  to  provide  for  purchase  of 
equipment  (transformers)  required  by  changes  in  operating 
procedure  on  Runway  IOR-28L  and  IL-I9R. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11  .^Q— 

RESOLVED'  That  this  Commission  approves  the  following 
traveling  expense  vouchers: 

Expense  Voucher  in  amount  $19.65,  covering  expenses  of  Wm.  H. 
Scott,  General  Onager  of  Municipal  Railway,  covering  conferen- 
ces with  James  Allen  of  Chicago  and  with  Wm,  E.  Curtis  of  Denver 
re  trolley  and  diesel  coach  operation  and  design. 

Expense  Voucher  in  amount  $4.65,  covering  expenses  of  C.  D. 
Miller,  Operating  Manager  of  the  Municipal  Railway,  covering 
conference  with  Mr.  Farnan,  President  of  the  South  Mission-Po- 
trero  Improvement  Club,  re  coach  storage  in  vicinity  of  24th  and 
Utah  Streets. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

-RESOLUTION  NO.  ll.foO-- 


RESOLVED,  That  this  Commission  approves  Recommendation  for 
Contract  Payment  in  amount  $1,666.66*  in  favor  ot  Marmion  D. 
Mills,  for  minimum  forty  hour  week  services  as  transportation 
expert  and  co-ordinator  for  operations  of  the  Municipal  Railway, 
January  1-31,  1951  • 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  ll.fol— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $87.54, 
being  the  additional  difference  between  estimated  certified 
contract  and  final  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $1,955.14,  in  favor  of 
Lowrie  Paving  Co.,  under  SFWD  Contract  No.  534- Laying  of  6" 
and  8"  CI  Mains  in  Kirkham  Heights  Subdivision. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.^62— 

RESOLVED,  That  Part  IV,  Section  2  of  the  former  San 
Francisco  Airport  Rates  and  Charges,  previously  in  effect, 
reading: 

"Basic  Operating  Fee:    Scheduled  air  carrier 
operators  shall  pay  a  basic  operating 
fee  of  $300.00  per  month  in  addition  to 
all  other  charges" 

is  hereby  interpreted  as  follows:  Any  flying  operation  non-pro- 
ductive of  revenue  for  the  reason  that  the  carrier  is  prohibited 
from  generating  any  revenue  to  or  from  the  San  Francisco  Airporl 
is  to  be  charged  only  upon  a  per  diem  basis,  based  on  a  thirty- 
day  period,  of  #300.00  per  month,  when  landing  is  solely  for  the 
purpose  of  acquisition  of  petroleum  products  through  the  Airport 
Department  Dealership  Agreement,  as  set  forth  in  Part  Xll  of  San 
Francisco  Airport  Rates  and  Charges. 
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HEARING: 

Mr.  Walter  Prehn  of  1595  Junlpero  Serra  Boulevard, 
appeared  before  the  Commission  in  the  matter  of  leasing  a 
small  parcel  of  land,  fronting  on  Junipero  Serra  Boulevard, 
immediately  north  of  Belle  Avenue;  he  was  advised  that  a  recom- 
mendation from  the  Water  Department  was  in  the  mail,  and  would 
be  duly  considered  by  the  Commission. 

Remarks: 

The  Commission  acknowledged  receipt  of  recommendation 
from  Marmion  D.  Mills  Consultant  relative  to  a  system  of 
Municipal  Railway  express  service  conditioned  upon  a  fare  of 
fifteen  cents — the  report  was  taken  under  study  by  the  Com- 
mission. 


During  the  week  the  Commission  received  plans  and  specifications 
for  new  Terminal  Building  at  the  San  Francisco  Airport. 


Reflecting  increased  January,  1951  revenues  of  the  Municipal 
Railway,  the  Manager  of  Utilities  was  directed  to  increase 
service  to  approximately  b%  on  *jO%  of  the  Municipal  Railway 
lines. 


The  Commission  noted  compensation  schedules  proposed  to  the 
Board  of  Supervisors  by  the  Civil  Service  Commission  and  that 
the  salary  of  its  Secretary  was  the  lowest  of  any  Commission 
or  Board;  the  Onager  of  Utilities  was  directed  to  address  a 
communication  to  the  Board  of  Supervisors,  calling  their 
attention  to  the  inequity. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTE  S 


PUBLIC  UTILITIES  COMMISSION 


78lst  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  FEBRUARY 
13,  1951. 

***************************************************************** 


Present:  Commissioners  Philip  F.  Landis,  Sam  Mc  Kee,  Victor 
S.  Swanson  and  Edw.  B.  Baron. 

President  Philip  F.  Landis  presided* 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  780th  regular  meeting  of  the 
Commission  held  February  5>  1951  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.ffii-- 

RESOLVED,  That  this  Commission  hereby  requests  the  I^yor 
to  recommend  to  the  Board  of  Supervisors,  enactment  of  ordi- 
nance, appropriating  the  sum  of  $10,000,00,  from  the  Hetch 
Hetchy  Project  Operating  Fund,  to  credit  of  Appropriation  No. 
068-399""00*  t0  increase  the  Hetch  Hetchy  Stores  Revolving  Fund 

from  $55,000.00  to  $65,000.00. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 364— 

RESOLVED,  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $19,60,  expenses  of  Robert  Rockwell, 
Assistant  Director  of  Bureau  of  Public  Service,  attending  con- 
ferences with  various  advertising  clubs,  chambers  of  commerce, 
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radio  stations  and  district  associations. 

Expense  Voucher  in  amount  $21. 75,  expenses  of  Myles  Smith, 
Assistant  Director  of  the  Bureau  of  Public  Service,  month 
of  January,  1951?  attending ^conferences  with  Peninsula  news- 
papers, aviation  writers,  chambers  of  commerce  and  airline 
meetings. 

Expense  Voucher  in  amount  $28,01,  expenses  of  Geo.  M,  Dixon, 
Manager  and  Chief  Engineer-San  Francisco  Airport,  month  of 
October,  1950,  attending  conferences  with  airline  officials, 
contractors;  rescinding  Resolution  No.  11,105  of  October,  1950, 
which  approved  said  expense  voucher  of  Mr.  Dixon  in  amount 

$33 -65* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,    the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.  ^65— 

RESOLVED,  That  on  recommendation  of  the  Onager  of 
Utilities,  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrant,  against  such  funds  are  or  will  be  legally  available 
in  favor  of  Patrick  Conway,  in  amount  $135.55,  in  full  satis- 
faction for  damage  to  side  sewer  at  1405-1405A  Guerrero  Street, 
which  damage  was  discovered  on  or  about  June  3°»  195°>  anc3  was 
the  result  of  certain  operations  of  the  San  Francisco  V&ter 
Department. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 366— 

RESOLVED,  That  this  Commission  approves  the  following 
contract  payment  recommendations: 

Contract  Payment  in  amount  $16,752.72,  in  favor  of  Ira  H. 
Larsen  Co.,  under  Muii.  Ry.  Contract  No.  339-Construction  of 
Substation  at  West  Portal. 

Contract  Payment  in  amount  $19,001.76,  in  favor  of  Severin 
Electric  Co.,  under  Mun.  Ry.  Contract  No.  343-Trolley  System 
for  Nos.  I-3-4  Lines. 

Contract  Payment  in  amount  $21,240.61,  in  favor  of  Abbett 
Electric  Co.,  under  Mun ,  Ry.  Contract  No.  344- Trolley  System 
for  No.  30  (F)  Line. 
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Contract  Payment  in  amount  $2,856*46,  in  favor  of  Geo.  P. 
Brayer,  under  Mun.  Ry.  Contract  No.  381-West  Portal  Feeders. 

Contract  Payment  in  amount  $7,249.50,  in  favor  of  United  Con- 
crete Pipe  Corporation,  under  HHWS  Contract  No.  231-Con- 
struction  of  San  Joaquin  Pipe  Line  No.  2-Section  A-l. 

Contract  Payment  in  amount  $11,460.02,  in  favor  of  Chas.  I. 
Cunningham  Co.,  under  HHWS  Contract  No.  223-Construction  of 
Residences  at  Moccasin. 

Contract  Payment  in  amount  $8,438.13,  in  favor  of  KleinSmid 
Construction  Co.  and  Frank  Goodrick,  Jt.  Lie,  under  HHWS 
Contract  No.  225-Constructlon  of  Access  Road-Mather  to  South 
F.'ork. 

Contract  Payment  in  amount  $26,065.28,  in  favor  of  Morrison- 
Knudsen  Co.,  under  Airport  Contract  No.  120-Paving  Runways, 
Other  Paving,  Grading,  Drainage,  Electrical  and  Related  Work. 

Contract  Payment  in  amount  $6,835.72,  in  favor  of  Carrico  and 
Gautier,  under  Airport  Contract  No.  123-Field  Lighting  Building 
and  Related  Work. 

C  ontract  Payment  in  amount  $17,803.21,  in  favor  of  Manning  and 
Whitaker,  Inc.,  under  Airport  Contract  No.  119-Furnishing  and 
Installing  High  Intensity  Runway  Lights  at  San  Francisco  Air- 
port. 

Contract  Payment  in  amount  $7,650.00,  in  favor  of  miming  and 
Whitaker,  Inc.,  under  BLH&P  Contract  No.  101-Street  Lighting 
System  on  Bay  Shore  Boulevard,  Third  Street  to  County  Line. 

Contract  Payment  in  amount  $283,168.18,  in  favor  of  Security 
First  National  Bank  of  Los  Angeles,  account  of  United  Concrete 

Pipe  Corporation,  under  SFWD  Contract  No.  524-Construction  of 

Bay  Division  Pipe  Line  No.  3-Section  AC. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.^67— 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  con  tract  for  the  following 
public  work  to  be  performed  for  the  Public  Utilities  Commission 
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of  the  City  and  County  of  San  Francisco,  to~wit: 

Electrical  Installations  at  Mason- 
Washington  CamoHsa-MuiLisiP&l  Railway- 
Contract  No.  589  _ 

be  and  the  same  is  hereby  awarded,  subject  to  Controller's  cer- 
tification of  funds  to 

Enterprise  Electric  Works 

they  being  the  lowest  regular  and  responsible  bidder  therefor 
at  the  lump  sum  price  of  $19,312,00. 

And  all  other  bids  for  the  above-described  work  are  hereby 
rejected. 

Funds  for  this  work  are  available  in  Appropriation  No. 
97-5IO-I9  of  the  1947  Municipal  Railway  Rehabilitation  Bond 
Fund. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.^68— 

RESOLVED,  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities,  the  contract  for 

The  Construction  of  Retaining  Wall,  Curb  and 
Fence  Around  Potrero  Heights  Reservoir  in  San 
Franc isco-SFWD  Specification  No.  540 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities  of 
work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Lowrie  Paving  Co. 

they  being  the  lowest  regular  and  responsible  bidders  for  the 
work  aforesaid  at  Nine  Thousand  Four  Hundred  Thirty  Dollars 
and  Sixty  Five  Cents  ($9,430.65)  said  sum  being  the  total  price 
for  the  lowest  regular  bid  submitted  on  the  basis  hereinabove 
stated. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swans on,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  ll.foQ— 

WHEREAS,  under  the  terms  of  Municipal  Railway  Contract 
No,  351,  West  Terminal  Loop  for  No.  30  (F)  Line,  Ab^ett 
Electric  Corporation,  contractor,  was  required  to  complete  all 
of  the  work  specified  on  January  5,  1951*  and 

WHEREAS    the  contractor  was  forced  to  suspend  operations 
on  November  iz),  1950  by  reason  of  the  change  in  the  alignment 
of  the  line  ordered  by  this  Commission  on  November  13,  1950  and 
was  unable  to  resume  operations  until  December  8„  195°!  and 

WHEREAS '  the  contractor  expeienced  further  unavoidable 
delays  in  his  contract  work  while  awaiting  the  installation 
of  joint  poles  and  the  rearranging  of  existing  facilities  by 
both  the  Pacific  Telephone  and  Telegraph  Company  and  the 
Pacific  Gas  and  Electric  Company;  and 

WHEREAS,  said  contractor  has  been  diligent  in  his  attempt 
to  complete  the  work  within  the  specified  tim  e: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  contract  time  for 
performing  all  the  work  specified  under  Municipal  Railway 
Contract  No.  351,  be  and  is  hereby  extended  fora  period  of  27 
days  until  February  1,  1951  and  that  liquidated  damages,  by 
reason  of  such  extension,  are  hereby  waived. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.^70— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $1,130.55 
being  the  credit  difference  between  certified  estimated  con- 
tract and  final  performance;  approves  Certificate  of  Acceptance 
and  Final  Payment  in  amount  $15,172*22    in  favor  of  Abbett 
Electric  Corporation,  under  Municipal  Railway  Contract  No.  351- 
West  Terminal  Loop  for  No.  30  (F)  Line, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.37I-- 
RESOLVED t  That  this  Commission  hereby  requests  the  Con- 
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troller's  certification  of  Modification  of  Contract  in  amount 
$890.12;  under  Municipal  Railway  Contract  No.  365-Trolley 
System  for  No.  47  (H)  Line,  contractor,  Severin  Electric  Co., 
covering  the  following: 

Furnish  and  install  II-459  class  3  butt 

treated  fir  poles  at  designated  locations  $1,546.12 

Delete  Contract  Item  No.  19,  furnishing  and 
installing  8-4C  class  3  wood  poles  -656. 00 

$'  890.12 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.372— 

RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  non-litigated  and  litigated  cases,  as  follows: 


Claimant 

Non-lltlgated  settlements 
Current  Year: 

Sadie  Parker 

Gisuppina  Viola 

Julia  Waldron 

C.  E.  Upham 

Terri  Andre 


Date  of  Accident 


September  10,  1950 
November  27,  1950 
January  10,  1951 
January  19,  1951 
November  11,  1950 


Appropriation  No.  065-804-OI 


Settlement 


500.00 

317.50 
277.65 
IOQ.05 


"Yior  Years: 
■Itigated  settlements 

Marie  A.  Hill 

Lloyd  Thomas 


my  31,  1950 

August  26,  1947 


250.OO 
50.00 


^udgments; 
Archie  Bacci 


May  11,  1949 


5,168.45 
plus  interest 


Amending  portion  of  Resolution  No.  11,324- 
claimant-Elenor  Poindexter,  interest  on 
judgment 

Appropriation  No.  065-804-03 


^2y04 


$  5,500,49 
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On  motion  of  Commissioner  Baron,  seconded  by  Coianrtes loner 
Swanson,  the  following  resolution  was  adopter!  unanimously: 

--RESOLUTION  NO.  11 37  V- 

WHEREAS f  Leslie  W.  Stocker,  Senior  Civil  Engineer  re- 
tired January  31,  1951,  after  forty-three  years  in  City 
service:  and 

WHEREAS,  for  the  past  forty-three  years,  nr.  Stocker  with 
conscientious  executive  and  engineering  ability  effectively 
planned  and  developed  San  Francisco's  water  supply  in  all  its 
ramifications,  including  acquisition  of  the  Spring  Valley 
Water  Company  properties  and  effectively  participated  in  the 
building  of  the  Treasure  Island  Exposition,  San  Francisco  Air- 
port, high  pressure  water  system  and  other  City  projects;  and 

WHEREAS,  Mr.  Stocker  in  all  his  City  service  exhibited  a 
high  degree  of  technical  skill  based  on  education  and  con- 
tinuous technical  study  reflecting  foresight  and  care  in  many 
important  projects;  and 

WHEREAS,  the  Public  Utilities  Commission  recognizes  the 
valuable  service  Mr.  Stocker  has  rendered  the  people  of  San 
Francisco: 

THEREFORE,  BE  IT  RESOLVED '  That  the  Public  Utilities 
Commission  on  behalf  of  the  people  of  the  City  and  County  of 
San  Francisco,  in  recognition  of  his  long  and  faithful  service, 
by  this  resolution,  expresses  its  appreciation  for  work  well 
done,  its  thanks  for  his  many  years  of  unselfish  service,  its 
recognition  of  his  splendid  achievements  and  its  best  wishes 
for  a  long  and  happy  life;  and 

BE  IT  FURTHER  RESOLVED,  That  the  Secretary  be,  and  he  is 
directed  to  prepare  a  copy  of  this  resolution  for  presentation 
to  Mr.  Leslie  W.  Stocker. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.374-- 

WHEREAS,  Lawrence  V.  Degnan,  Senior  Engineer,  Civil,  will 
retire  February  28,  1951,  after  30  years  in  City  service;  and 

WHEREAS,  for  the  past  thirty  years,  Mr.  Degnan  with 
characteristic  engineering  ability, ef f ectively  participated  in 
the  planning  and  development  of  San  Francisco ?s  railway 
system,  including  the  properties  acquired  from  the  Market  Street 
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Railway  Company;  the  Hetch  Hetchy  Power  Project  and  the 
street  lighting  system  of  San  Francisco:  and 

WHEREAS,  Mr.  Degnan  in  all  his  City  employment  gave 
unstinted  and  unselfish  devotion  to  his  work,  a  cheerful  and 
cooperative  attitude  to  all  he  came  in  contract  with,  through 
which,  notable  progress  was-  made  in  the  development  of  San 
Francisco* s  Transit  System  and  of  various  electrical  improve- 
ments; and 

WHEREAS,  the  Public  Utilities  Commission  recognizes  the 
valuable  service  Mr.  Degnan  has  rendered  thepeople  of  San 
Franc iscor 

THEREFORE,  BE  IT  RESOLVED f  That  the  Public  Utilities 
Commission  on  behalf  of  the  people  of  the  City  and  County  of 
San  Francisco,  in  recognition  of  his  long  and  faithful  ser- 
vice, by  this  resolution,  expresses  its  appreciation  for  work 
well  done,  its  thanks  for  his  many  years  of  unselfish  service, 
its  recognition  of  his  splendid  achievements  and  its  best 
wishes  for  a  long  and  happy  life;  and 

BE  IT  FURTHER  RESOLVED,  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  a  copy  of  this  resolution  for 
presentation  to  Mr,  Lawrence  V.  Degnan, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. ^7S— 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Airport  Request  for  Additional  Allotment  in  amount  $100.00, 
under  Appropriation  No.  064-llO-OO-Allowance  for  Overtime. 

Municipal  Railway  Request  for  Transfer  from  Compensation  in 
amount  $318.17,  to  provide  for  payment  of  military  leave  for 
Messrs.  Onstot  and  Bloom. 

Municipal  Railway  Request  for  Additional  Allotment,  in  amount 
$3,000.00,  under  Appropriation  No.  97-530-16-57,  to  provide 
for  work  order  to  Department  of  Public  Works  for  field  en- 
gineering in  connection  with  track  reconstruction  on  Ocean 
Avenue . 

Municipal  Railway  Request  for  Intra  Fund  Transfer  In  amount 
$5,000.00,  from  Appropriation  No.  97-5IO-OO,  to  credit  of 
Appropriation  No.  97-51O-I9,  to  provide  additional  funds  for 
electrical    installations  at  Mason-Washington  Carhouse. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
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$1,000, 000,00,  under  Appropriation  No,  97-400-03,  to  make 
available  funds  for  the  purchase  of  street  cars. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$20,000.00,  under  Appropriation  TJo.  065-32I-OO,  to  provide 
additional  funds  for  "Fuel  and  Lubricants", 

Hetch  Hetehy  Project  Request  for  Intra  Fund  Transfer,  in 
amount  $5,868.00,  from  Appropriation  No.  068-130-OO- Wages,  to 
credit  of  Appropriation  No,  068-200-00,  to  put  additional  funds 
into  the  proper  object  of  expenditure  appropriation,  esti- 
mated requirement  for  operation  and  maintenance  of  automotive 
equipment. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.376-- 

RESOLVED,  That  in  accordance  with  provisions  of  proposed 
agreement,  hereinafter  referred  to,  this  Commission  approves 
U-Drive  car  rental  rates,  submitted  to  this  Commission  by 
Airport  Limousine  Company,  as  being  competitive  with  other 
similar  services  in  San  Francisco;  and 

BE  IT  FURTHER  RESOLVED,  That  the  San  Francisco  Airport 
Concession  for  U-Drive  Rent  Car  Services  at  San  Francisco 
Airport,  for  a  two  year  period,  commencing  February  19,  195* » 
be  and  the  same  is  hereby  awarded  to  Airport  Limousine 
Company,  they  being  the  highest  and  responsible  bidder  there- 
for, under  bids  submitted  to  this  Commission  on  February 
6,  1951 »  for  a  fee  of  25-1/4%  of  the  gross  revenues  received 
each  month,  and  subject  to  execution  of  the  proposed  agree- 
ment heretofore  submitted  as  the  procedure  for  bids  for  said 
concession  and  subject  to  the  terms  thereof. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.377— 

RESOLVED,  That  this  Commission,  with  the  concurrence  of 
the  Controller,  approves  Rules  and  Regulations  for  Public 
Utilities  Commission  Revolving  Funds,  for  all  departments  under 
the  jurisdiction  of  the  Commission  as  presented  to  the  Com- 
mission and  amended. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11,^78 — 

RESOLVED    That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution,  granting  permission 
to  Geo.  W.  Pracy,  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  and  to  H.  C.  Medbery,  Purifica- 
tion  Engineer  of  said  Water  Department,  to  proceed  to  Miami, 
Florida,  to  attend  the  Annual  Conference  of  Waterworks  Men  to 
be  held  under  the  auspices  of  the  American  Water  Works  Asso- 
ciation, from  April  29  to  May  4,  1951,  inclusive;  and 

BE  IT  FURTHER  RESOLVED #  That  necessary  expenses  are 
deemed  contracted  in  the  performance  of  routine  duties, payable 
from   Appropriation  No.  066-200-00. 

Hearing: 

Miss  Warren  of  the  Seabright  Improvement  Association 
requested  information  concerning  proposed  express  services, 
as  it  affects  the  No.  16  and  No.  20  Lines. 

She  was  advised  that  it  is  proposed  that  the  No.  16- 
Sunset  Express  Line,  would  be  express  service  under  a  1 5- cent 
fare,  but  that  service  would  be  improved  through  the  elimina- 
tion of  stops  at  transfer  points;  the  present  routing  of  the 
No.  20  Line  was  referred  to  Marmion  D.  Mills,  Consultant,  to 
explore  the  possibility    of  shortening  its  run. 

Airport  Plans:       The  Commission  approved  the  following: 

CAA  Project  No.  9-O4-O34-IO4,  General  Plans  and  Construction 
Drawings  for  San  Francisco  Airport,  providing  for  paving 
aprons,  taxi ways,  lighting  system,  trestles,  power  plant, 
maintenance  storage  shed,  Pilots ?  building  and  other  grading, 
paving,  drainage,  electrical  and  miscellaneous  work. 
Federal  participation  in  amount  $875,000.00  ''recaptured  money" 
is  expected. 

CAA  Project  No,  9-04-O34-IO5,  General  Plans  and  Construction 
Drawings  for  San  Francisco  Airport-Construction  of  Terminal 
Building.    Federal  participation  in  costs  is  anticipated. 

Architectural  Drawings  for  Terminal  Building  at  San  Francisco 
Airport,  as  prepared  by  W.  P»  Day,  Architect,  Sheets  Nos,  Al- 
A-79. 


Thereupon  the  meeting  adjourned. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


782nd  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  FEBRUARY 
19,  1951, 

***************************************** 


Present:  Commissioners  Philip  F,  Land is,  Sam  Mc  Kee,  Victor  S, 
Swanson,  Edw.  B.  Baron  and  Donald  A*  Cameron. 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of    the  781st  regular  meeting  of  the 
Commission  held  February  1J,  1951  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11,^79 — » 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  w&ter  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE,   BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mr.  Robert  Cole,  210  Sycamore,  San  Carlos,  California 

Permit  to  use  Hetch  Hetchy  right  of  way  for  gardening 
purposes  through  Lots  13-14-15-16,  Block  1,  Oaks  Subdivision, 
Redwood  City. 
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On  motion  of  Commissioner  Swans  ©n,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  scdopted  unanimously: 

^--RESOLUTION  NO.  11.  ^80— 

WHEREAS,  SPWD  Contract  No.  563-For  the  Laying  of  8n  CI 
Mains  in  Industrial  Street  between  Revere  and  Charter  Oak 
Avenues,  contractor,  Fred  T.  Fairey,  should,  in  accordance 
with  the  time  limit  set  forth  in  said  contract,  be  completed 
on  or  before  January  29,  1951 ;  and 

WHEREAS,  contractor  has  experienced  unavoidable  delay 
due  to  the  interference  of  other  contractors;  and 

WHEREAS'  said  Fred  T.  Fairey  prosecuted  the  work  of  the 
contract  diligently: 

THEREFORE,  BE  IT  RESOLVED*  That  this  Commission  hereby 
grants  an  extension  of  one  (l)'day  for  the  completion  of  said 
SFWD  Contract  No.  563  and  liquidated  damages  for  the  resulting 
day  of  delay  are  hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.^8l~ 

RESOLVED*  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  mnager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  and  litigated  cases,  as 
follows: 


Claimant 

Non-litigated  settlements 

Current  Year: 

Kurt  Bohm  &  Dorothy  Bohm 

l^rie  Bohm 

Paul  Petrini,  minor 

Edna  Coleman 

Elizabeth  Phaff 

Arthur  M.  Hecht 

Gladys  Mae  Crosby 

Harvey  Gong,  minor 

Ruby  Parker 

Thekla  Heath 

Audrey  Word 

Danny  Curnutt,  minor 

Lawrence  Gaffin 


Date  of  Accident 


August  6,  1950 

September  16,  195° 

November  10,  1950 
?? 

October  21,  1950 
August  8,  1950 
September  7,'  1950 
January  8,  1951 
November  22,  1950 
December  15>  1950 
December  9,  1950 
December  25,  1950 


Settlement 


$    2, 500 e 00 

5,000.00 
450.00 
450. CO 
450.00 
400.00 

359.50 

350.00 

200*00 
200.00 
150.00 
150.00 
124.6S 


APPROPRIATION  NO.  O65-804-OI 


$10,784,15 
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Claimant  Date  of  Accident 

Non-litigated  settlements 


Settlement 


Prior  Years: 
Gertrude  Zatkin 
Thomas  V.  Kirk 


April  30,  1950 
January  3>  195° 


$  500.00 
104,69 


Amending  portion  of  Resolution  No.  11,342, 
claimant-William  A.  Gordon  and  Helen  A. 
Hurley,  interest  on  judgment 


276. a8 

I  881.17 


Appropriation  No.  065-804-O3 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED    That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mrs.  Delia  Leonetti-142  Leland  Avenue, 


Permit  to  occupy  for  gardening  purposes,  Lot  11, 
Assessor's  Block  6247,  City  and  County  of  San  Francisco,  said 
Lot  being  a    portion  of  the  Crystal  Springs  44f?  Pipeline 
through  said  block. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


RESOLVED,  That  on  recommendation  of  the  General  Manager 
and  Chief  Engineer  of  the  San  Francisco  V&ter  Department,  the 
Manager  of  Utilities,  the  City  Attorney,  this  Commission 
approves  and  hereby  requests  the  Controller  to  draw  warrants 


—RESOLUTION  NO.  11.^2— 


San  Francisco 


—RESOLUTION  NO.  ll.ffi— 


I  ■  1 


against  such  funds  as  are  or  will  be  legally  available  in 
payment  of  claims,  as  follows: 


Claimant  Date  of  Accident  Settlement 

Jesse  Doran                            October  2,  1950  I  126.89 
H.  W.  Gould                            September  25,  1950 

and  October  9,1950  146.81 

Mrs.  V.  L.  DeFigueiredo           August  30,  1950  155.68 

Antone  Dezerillo                     October  16,  1950  150.00 

Appropriation  No.  066-804-OO        $  579»38 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— 'RESOLUTION  NO.  11.^8d~ 

WHEREAS,  under  the  terms  of  HHWS  Contract  No.  221-Con- 
struction  of  the  Rock  River  Lime  Treatment  Plant  in  the  Foot- 
hill Division  of  the  Hetch  Hetchy  Aqueduct,  Chas.  I,  Cunningham 
Company,  contractor,  was  required  to  complete  all  of  the  work 
specified  on  September  23,  1950;  and 


WHEREAS ^  the  contractor  suffered  unavoidable  delays  by 
reason  of  the  failure  of  suppliers  to  deliver  certain  major 
items  of  materials  until  September  14,  1950#  which  date  was 
115  days  beyond  specified  date  of  delivery;  and 

WHEREAS,  such  failure  of  delivery  caused  deferred  work  to 
be  performed  during  the  unprecedented  storm  period  ot  November 
and  December,  thus  resulting  in  further  delay;  and 

WHEREAS,  all  work  required  to  be  performed  was  completed 
on  December  l6f  1950: 

NOW,  THEREFORE,  BE  IT  RESOLVED*  That  the  contract  time 
for  performing  all  work  specified  uftder  Hetch  Hetchy  Vfoter 
Supply  Contract  No.  221,  be  and  is  hereby  extended  for  a 
period  of  84  calendar  days  until  December    l6f  1950  and  that 
liquidated  damages  by  reason  of  such  extension  are  hereby 
waived. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11^8s~ 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specif ica- 
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tions;  approves  Credit  Modification  of  Contract  in  amount 
$1,791.82,  being  the  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of 
Acceptance  and  Final  Payment  in  amount  18,869.74,  in  favor  of 
Chas.  I.  Cunningham  Co.,  under  HHWS  Contract  No.  221-Rock 
River  Lime  Treatment  Plant. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.^86— 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract,  in 
amount  $73.56,  under  Municipal  Railway  Contract  No.  344-Trolley 
System  for  No.  30  (F)  Line,  contractor,  Abbett  Electric  Cor- 
poration, covering  the  following: 

Furnish  all  labor  and  material  to  transfer 
span  wires  from  existing  poles  Nos.  521  and  553 
to  two  adjacent  wooden  joint  poles,  all  as 
shown  on  Drawing  CL-4209-Revision  No.  6. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.ffi/-- 

RESOLVED,  That  this  Commission  hereby  requests  the 
Controller's  certification  of  the  following: 

Water  Department  Request  for  Intra  Fund  Transfer,  in  amount 
$25.00,  from  Appropriation  No.  066-815-OO-Other  Insurance,  to 
credit  of  Appropriation  No.  066-854-OO,  to  provide  additional 
funds  in  appropriation  for  Membership  Dues, 

Hetch  Hetchy  Project  Operating  Fund  Request  for  Additional 
Allotment  in  amount  $660.00,  under  Appropriation  No.  068-204- 
00,  to  provide  for  hire  of  autos  and  trucks. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $1,475.00,  under  Appropriation  No.  068-350-OO-Foodstuf f s, 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$250.00,  from  Appropriation  No.  065-95 0-OO-S ervi c e s  of  Other 
Departments,  to  credit  of  Appropriation  No.  065-80O-OO,  to 
provide  for  deficiency  in  appropriation  for  Rents. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$4,700.00,  under  Appropriation  No.  065-112-00,  Allowance  for 
Holidays- third  quarter  of  fiscal  year. 
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Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$20,000.00,  from  Appropriation  No.o65-321-O0-Fuel  and 
Lubricants,  to  credit  of  Appropriation  No.  065-399~321-Fuel 
and  Lubricants-Revolving  Fund. 

Municipal  Railway  Request  for  Transfer  from  Compensation  Re- 
serve Appropriation  in    amount  $203.65,  to  provide  for 
military  leave  pay  for  Messrs.  Campillo  and  For&. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11.^88— 

RESOLVED    That  this  Commission  hereby  requests  the 
Mayor  to  recommend  to  the  Board  of  Supervisors  enactment  of 
ordinance,  appropriating  the  sum  of  $1,620,900,00-1949  Airport 
Bond  Fund,  as  follows: 

From: 

Unappropriated  Balance  in  the  1949  Airport 

Bond  Fund  Sl.620.QOO.00 
To  Appropriation  No. 

I93-056-OO- Plans  and  Specif ications-Cen. Of f ice  $  35,000.00 
193-057-00- Inspection  &  Supervision-Fid .Engng.  55,000.00 
193-55°-°3-Roads  and  automobile  parking  space  165,000.00 
193-55°-H~New  Terminal  Building,  superstructure 

and  concourses  1,334,900.00 
193-550-15-Landscaping  ^0. 000.00 

Sl.620.Q00.00 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11^8?— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Ffeyor  to  recommend  to  the  Board  of  Supervisors  enactment  of 
ordinance,  appropriating  the  sum  of  $1,628,760,00,  Airport 
Bond  Funds,  as  follows: 

From: 

Funds  from  Federal  Grants  Si. 628.760,00 
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To: 

Airport  Bond  Fund 
Appropriation  No, 

96-900-56-Plans  and  Specifications-Gen. Off Ice  $  53,000,00 
96-9CO-57-Inspection, Supervision  &  Pld.  Engng.  70,000,00 
96-914-OO- Improvements  to  Runways,  Taxiways  and 

Aprons  627,OOOfOO 
96-915-OO-Landing  Field  Lighting  and  Marking  37,000,00 
96-921-OO-Roads,  Walks,  Parking  Areas  and 

Appurtenances  Q5»000*00 
96-924-OO-Power  Supply  &  Street  Lighting  Systems  104,000,00 

IQ4Q  Airport  Bond  Fund 

193-550-ll-New  Terminal  Building,  superstructure 

and  concourses  562.760.00 

$1.628.760.00 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  ll.^QO— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Controller  to  recommend  to  the  Board  of  Supervisors,  sale  of 
1949  Airport  Bonds,  in  amount  $2,100,000.00. 

On  motion  of  Commissioner  Mc  Kee,,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.^Ql— 

RESOLVED f  That  for  the  improvement  of  service  upon  the 
Municipal  Railway  of  the  City  and  County  of  San  Francisco,' 
it  is  recommended  by  this  Commission  that  there  be  an  abandon- 
ment of  service  on  the  No,  47  (Potrero)  line  to  the  following 
extent:  Commencing  at  the  intersection  of  Hampshire  and  25th 
Streets  easterly  along  25th  Street  to  Potrero  Avenue;  and 

BE  IT  FURTHER  RESOLVED,  That  it  is  intended  by  this  Com- 
mission that  in  lieu  of  said  abandoned  service,  there  be  sub- 
stituted on  the  route  of  the  loop  at  the  southern  terminus 
of  said  line,  service  northerly  on  Hampshire  Street  from  25th 
Street  to  24th  Street;  thence  along  24th  Street  easterly  to 
Potrero  Avenue;  and 

BE  IT  FURTHER  RESOLVED    That  this  Commission  requests  the 
Board  of  Supervisors  of  the'City  and  County  of  San  Francisco 
to  enact  resolution  approving  of  said  partial  abandonment,  pur- 
suant to  Section  132.I  of  the  Charter  of  the  City  and  County  of 
San  Francisco* 
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On  motion  of  Commissioner  Mc  Kee#  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO»  11.^2— 

RESCLVED,  That  this  Commission  approves  Contract  Payment 
Recommendation  in  amount  $905.85,  in  favor  of  Wenrick  and 
Associates,  under  SFWD  Contract  No.  554-Construction  of  San 
Andres  Outlet  No.  1  Chlorina'tion  Plant. 

Used  P.C.C.  Cars: 

Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  proposed  that  the  Public  Utilities  Commission  verify 
the  condition  of  the  P.C.C. -San  Diego-cars  by  having  an 
appraisal  made,  and  if  it  meets  with  approval  of  the  Commission, 
and  the  price  is  justified,  the  Commission  then  approve  purchase 
of  the  cars;  voting  on  the  motion  was  as  follows: 

Ayes:  Noes 
Commissioner  Baron  Commissioner  Landis 

Commissioner  Cameron  Commissioner  Mc  Kee 

Commissioner  Swanson 

California  Street  Cable  Railroad  Company-Exchange  of  Transfers: 

Mr.  Edward  M.  Berol,  Attorney-at-law,  IO95  Market  Street  and 
Mr.  J.  DeMoor,  Manager  of  the  California  Street  Cable  Railroad 
Company  appeared  before  the  Commission  in  the  matter  of  trans- 
fers between  the  Company  and  the  Municipal  Railway. 

Mr,  Berol  stated  that  a  great  inequity  existed,  based  on  the 
years  1948-49-50  exchange  of  transfers,  the  Company  receiving 
1,544,723    -    1,353,314    -    1,288,612  against  the  Municipal 
Railway  of  1,303,827    -    1,185,937    -    867,326,  and  because  of 
this,  contended  that  they  were  giving  more  service,  because  of 
the  greater  number  of  transfers  received,  than  the  Municipal 
Railway  (the  larger  system)  was  giving,  a  situation  that  the 
Company  could  ill  afford.    He  suggested  that  a  formula  be 
adopted,  using  a  differential  of  5  cents.    In  answer  to  the 
query  of  Mr.  Landis  as  to  how  a  differential  of  5  cents  was 
arrived  at,  Mr.  Berol  stated  that  his  Company  was  willing  to 
confer  with  Municipal  Railway  staff  and  the  Commission  and  to 
come  out  with  a  reasonable  formula  to  compensate  each  other  for 
the  difference.     On  motion  of  Commissioner  Swanson,  the  matter 
was  taken  under  advisement. 

THEREUPON  THE  MEETING  ADJOURNED. 


-7344 


MINUTES 


PUBLIC  UTILITIES  COMMISSION 


783rd  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  FEBRUARY 
26,  1951 • 


Present:  Commissioners  Philip  F.  Landis,  Sam  Mc  Keef  Victor 
S.  Swanson,  Edw.  B.  Baron  and  Donald  A*  Cameron, 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  782nd  regular  meeting  of  the 
Commission  held  February  19,  1951  were  approved ♦ 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.ffi— 

RESOLVED  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  8- Inch  Cast  Iron  Main  in  23rd 
and  Minnesota  Streets-SFWD  Specification  N  0. 
568 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
Hmty  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

H,  T.  Treacy,    he  being  the 
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lowest  regular  and  responsible  bidder  for  the  work  aforesaid 
at  Three  Thousand  Three  Hundred  ^nd  Fifty  Five  Dollars  and 
Fifty  Gents  (13,355.50)  said  sum  being  the  total  price  for  the 
lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  Be  It  Further  Resolved,  The  Controller  is  hereby 
requested  to  approve  the  allocation  of  funds  necessary  to 
fully  accomplish  the  aforementioned  extension  of  water  mains 
and  services. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

RESOLUTION  NO.  Uj3$&— 

WHEREAS    the  regulations  for  administering  of  the  Federal 
Airport  Act,*Public  Law  377  of  the  79th  Congress  of  the  United 
States,  requires  that  the  offer  of  the  United  States  Govern- 
ment to  amend  the  Grant  Agreement  for  Civil  Aeronautics  Ad- 
ministration Project  No.  9-04-034-OO2  by  changing  the  described 
paved  length  of  Runway  10L-2oR  from  9*050  feet  to  8,870  feet 
In  order  to  provide  proper  clearance  for  the  instrument  landing 
system  transmitter,  be  accepted  by  a  resolution  of  the 
Sponsor's  governing  body: 

NOW,  THEREFORE,  BE  IT  RESOLVED    That  the  Board  of  Super- 
visors of  the  City  and  County  of  San  Francisco  is  respectfully 
requested  to  adopt  a  resolution  accepting  the  offer  of  the 
United  States  Government,  which  acceptance  is  to  be  executed 
by  the  Mayor  of  the  City  and  County  of  San  Francisco,  and  the 
Manager  of  Utilities  of  the  City  and  County  of  San  Francisco., 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.  Wi— 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  In  accordance  with  plans  and  specifica- 
tions; approves  Credit  Modification  of  Contract  in  amount 
$17.75,  being  the  difference  between  certified  estimated  con- 
tract and  actual  performance;  approves  Certificate  of  Acceptance 
and.  Final  Payment,  in  amount  $698055,  in  favor  of  Fred  T. 
Fairey  under  SFWD  Contract  No.  563-Laying  of  8?f  CI  Mains  in 
Industrial  Street  between  Revere  and  Charter  Oak  Avenues. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11  .^6— 

RESOLVED*  That  in  accordance  with  the  recommendations  of 
the  mnager  of  U  tilities  for  the  extension  of  water  mains  and 
services,  the  contract  for: 

The  Laying  of  6- Inch  Cast  Iron  Main  in 
Harkness  Avenue  between  Alder  and  Sparta 
Streets-SFWD  Specification  No.  567 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specif i ca- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

H.  T.  Treacy 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Three  Thousand  Three  H  undred  and  Forty  Six 
Dollars  and  Seventy  Cents  (53,346,70)  said  sum  being  the  total 
price  for  the  lowest  bid  submitted  on  the  basis  hereinabove 
stated, 

AND  BE  IT  FURTHER  RESOLVED'  The  Controller  is  hereby 
requested  to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.W7~ 

RESOLVED^  That  the  following  public  work  to  be  performed 
for  the  Public  Utilities  Commission  of  the  City  and  County  of 
San  Francisco  in    pursuance  of  the  Charter  of  said  City  and 
County,  to-wit: 

Modernization  of  Street  Lighting  System  on  Laguna 
Honda  Boulevard  from  Lawton  Street  to  Plaza  Street, 
BLH&P  Contract  No,  104 

be  and  the  same  is  hereby  awarded  to  Dahl-Beck  Electric  Co., 
the  lowest  regular  and  responsible  bidder,  for  the  sum  of 
#11,400*00. 


7347- 


And  all  other  bids  for  the  work  are  hereby  rejected. 

Funds  for  the  work  are  available  in  Appropriation  No. 
063-599-08. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron*  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 398 — 

RESOLVED'  That  on  recommendation  of  the  Manager  of 
Utilities,  th6  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  and  litigated  settlements 
as  follows: 


Claimant 

Litigated  settlements: 


Date  of  Accident 


Settlement 


Wayne  Rux,  a  minor 

Judgments: 

Antonia  Rivera 
Elizabeth  Duff 
Rose  Hani on 
Mildred  L.  Jones 
Arthur  Mc  Evoy  and  Bernice 

Mc  Evoy 

Thomas  Rodney 


November  25,  1949  $13,500.00 


April  28,  1949 
August  9,  1949 
December  1,  1949 
September  8,  1949 

June  21,  1948 
December  21,  1948 


Amending  portions  of  Resolution  No.  11,312,  as 
follows: 

Claimant 

Pearl  Finley- interest  on  judgment 
Frank  Finley-interest  on  judgment 


2,085.20 
2,000.00 

3,923-90 
1,642.20 

15,024.25 
3,585-00 


53-83 
15-82 


Appropriation  No.  065-804-03 


$41,830.20 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,    the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11. ^QQ — 

RESOLVED,  That  the  General  Manager  and  Chief  Engineer 
of  the  San  Francisco  Water  Department  is  hereby  authorized 
for  and  on  behalf  of  the  City  and  County  of  San  Francisco 
and  this  Commission,  to  execute  a  proposed  Modification  of 
Lease  with  Jackson  and  Perkins  Co.  of  California,  a  corpora- 
tion, submitted  to  this  Commission,  under  which  certain  proper- 
ty shall  be  eliminated  from  said  Lease  with  consequent  reduction 
in  rental,  all  of  which  are  specified  in  said  Modification 
Agreement. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,400— 

RESOLVED'  That  this  Commission  rejects  as  being  excessive 
in  amount  for'the  work  contemplated  to  be  performed,  bids 
received  February  20,  1951,  for  the  work  of  SFWD  Contract  No. 
539-Cons true t ion  of  Caretaker's  Cottage  at  Crystal  Springs 
Dam-San  Mateo  County. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  11.ZL01— 


RESOLVED,  That  this  Commission  approves  the  following 
traveling  expense  vouchers: 

Expense  Voucher  in  amount  $13.51,  expenses  of  Harold  S. 
Messersmith,  Superintendent  of  Airport  Operations,  covering 
conferences,  month  of  December,  1950,  with  Airline  Officials 
and  with  representatives  of  the  National  Security  Resources 
Board. 

Expense  Voucher  in  amount  $12.75,  expenses  of  Wm.  H.  Scott, 
Manager  of  Municipal  Railway,  covering  conference  with 
John  L.  Foraker,  Manager  of  Vallejo's  Transit  Lines  and  with 
0.  P.  Cromwell,  General  Motors  Corporation,  re  motor  coach 
operations  in  Civilian  Defense. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11,402— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$76,563.00,  under  Appropriation  No.  065-135-OO,  Per  Diem-Sick 
Leave. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $2,730.00,  under  Appropriation  No.  068-130-50,  Temporary 
W&ges. 

Water  Department  Request  for  Intra  Fund  Transfer,  in  amount 
$2,500.00,  from  Appropriation  No.  66-925-OO,  to  credit  of 
Appropriation  No.  66-949-06,  to  provide  for  relocation  and 
realigning  water  services  where  track  removal  or  recon- 
struction of  street  pavement  necessitates  the  same. 

Water  Department  Request  for  Additional  Allotment  in  amount 
$14,000.00,  under  Appropriation  No.  066-200-00,  Contractual 
Services. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$7,604*02,  from  Appropriation  No.  66-925-OO-Reconstruction  and 
Replacement  Fund,  to  credit  of  Appropriation  No.  66-946-OO,  to 
provide  for  replacement  of  obsolete  meters. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.403-- 

RESOLVSD,  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $5,838.79,  in  favor  of  Harold  T. 
Treacy,  under  SFWD  Contract  No.  559-Laying  of  4",  6f?  and  8"  CI 
Mains  in  Golden  Gate  Heights. 

Contract  Payment  in  amount  $6,111.37,  in  favor  of  Artukovich 
Bros,  and  Steve  Rados,  under  SFWD  Contract  No.  524B-Construction 
of  Bay  Division  Pipe  Line  No,  3-Section  B. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  II.404-- 

RESOLVED'  That  this  Commission  approves  Contract  Payment 
Recommendation  in  amount  $138,000,00,  in  favor  of  w.  P.  Day, 
for  Preparation  of  Plans  and  Specifications  for  the  Con- 
struction of  Terminal  Facilities  at  San  Francisco  Airport. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swans on,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  II.405— 

RESOLVED,  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  January,  1951 ;  and 

BE  IT  FURTHER  RESOLVED,  That  report  of  said  appointments 
and  removals  be  transmitted  to  the  Civil  Service  Commission  and 
to  the  Controller. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.4r)6~ 

RESOLVED,  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution,  granting  permission  to 
Wm.  H.  Scott,  General  Vhmger  of  the  Municipal  Railway  to 
attend  meeting  of  the  Board  of  Directors  of  the  American 
Transit  Association,  Columbus,  Ohio,  March  13,  1951,  to  con- 
sider the  problem  of  Civilian  Defense  with  particular  regard 
to  procurement  of  materials  and  conserving  manpowerjand 

BE  IT  FURTHER  RESOLVED,  That  necessary  expenses  are 
deemed  contracted  in  performance  of  routine  duties^  payable  fron 
Appropriation  No.  065- 200-00. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.437  — 

RESOLVED,  That  in  the  event  that  the  Board  of  Supervisors 
of  the  City  and  County  of  San  Francisco  enacts  legislation 
directing  the  addition  of  fluoride  content  to  the  water  suppliec 
by  the  Water  Department  of  the  City  and  County  of  San  Fran- 
cisco, this  Commission  recommends  it  do  so  in  the  form  of  an 


ordinance  reading  substantially  as  follows: 

"PROVIDING  FOR  THE  ADDITION  OF  FLUORIDE  TO  THE  WATER 
SUPPLIED  BY  THE  WATER  DEPARTMENT  OF  THE  CITY  AND 
COUNTY  OF  SAN  FRANCISCO  TO  THE  INHABITANTS  OF  THE  CITY 
And  COUNTY  OF  SAN  FRANCISCO. 

"Be  it  ordained  by  the  People  of  the  City  and  County  of 
San  Francisco: 

"Section  1*    As  a  measure  in  conservation  of  the  health 
of  the  inhabitants  of  the  City  and  County  of  San  Francisco, 
this  Board  approves  of  the  addition  of  fluoride,  in 
restricted  and  reasonable  amount,  to  a  portion  of  the  water 
furnished  to  the  customers  in  the  City  and  County  of  San 
Francisco  of  the  San  Francisco  W&ter  Department, 

"Section  2«    The  Public  Utilities  Commission  of  the  City 
and  County  of  San  Francisco,  through  its  Manager  of 
Utilities  and  its  Water  Department,  is  hereby  vested  with 
authority  to  construct  necessary  facilities  for  the  opera- 
tion of  the  program  outlined  in  Section  1  hereof.  Said 
program  for  the  time  being  is  to  be  confined  to  the  San 
Andres  54  inch  P*Pe  line  within  the  City  and  County  of 
San  Francisco  and  to  the  Alemany  Pumping  Station  when  said 
Pumping  Station  is  being  operated. 

"Section  3.    The  Department  of  Public  Health  of  the 
City  and  County  of  San  Francisco  is  vested  with  exclusive 
authority  in  the  administration  of  said  program.  Said 
Department  shall  purchase  the  necessary  quantity  of 
chemical  and  shall  attend  to  said  addition  to  said  waters 
upon  completion  of  said  facilities. 

"Section  4.    The  City  and  County  of  San  Francisco  will 
indemnify  and  save  harmless  its  officials  in  general,  the 
members  of  the  Public  Utilities  Commission  of  the  City 
and  County  of  San  Francisco,  the  officials  of  the  V&ter 
Department,  and  the  officials  of  the  Public  Health  Depart- 
ment, and  all  of  the  subordinates,  agents,  servants  and 
employees  of  any  of  the  above-named,  from  and  against  any 
and  all  liability  arising  or  claimed  to  have  arisen  from 
the  construction  of  said  facilities  or  the  administration  of 
said  program. 

"Section  5.  The  cost  of  construction  of  said  facilities 
and  the  operating  costs  in  the  administration  of  said  program 
shall  be  provided  for  out  of  the  general  funds,  or  any  other 
funds,  which  nay  legally  be  made  available  in  accordance 
with  the  fiscal  provisions  of  the  Charter." 
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The  Commission  of  this  date  held  a  meeting  with 
Marmion  D.  Mills,  Municipal  Railway  Consultant 
re  preliminary  planning  for  the  Municipal  Railway. 


Mr,  Chas.  Woods,  President  of  the  A,  P.  of  L. 

Carmens  Union   appeared  before  the  Commission 
in  the  matter  of  delayed  receipt  of  Sick  Leave 
Pay  for  operating  personnel;  the  natter  was 
referred  to  R.  P.  Scott,  Director  of  the  Bureau 
of  Accounts  for  study  and  report. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


784th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  MARCH  5, 

1951  • 


Present:  Commissioners  Philip  P.  Landis,  Sam  Mc  Kee,  Victor 
S,  Swanson,  Edw.  B.  Baron  and  Donald  A.  Cameron 

President  Philip  P.  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  783rd  regular  meeting  of  the 
Commission  held  February  26,  1951  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  II.408-- 

RESOLVED,  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  12- Inch  Cast  Iron  Main  in 
Newhall,  Palou  and  Keith,  from  Topeka  to 
Newcomb,  SPWD  Specification  No.  569 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Walter  Lenkeit 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
aforesaid  at  Thirty  Three  Thousand  Two  Hundred  Pour  Dollars  and 
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Forty  Cents  ($33,204*40)  said  sum  being  the  total  price  for 
the  lowest  bid  submitted  on  the  basis  hereinabove  stated, 

AND  BE  IT  FURTHER  RESOLVED,  The  Controller  is  hereby 
requested  to  approve  the  allocation  of  funds  necessary  to 
fully  accomplish  the  aforementioned  extension  of  water  mains 
and  services • 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.AOQ— 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for  Reconstructing 
Twin  Peaks  Tunnel  Track  and  Installing  Crossover  on  Market 
Street,  east  of  Castro  Street,  a  public  work  to  be  performed 
on  the  basis  of  the  unit  prices  submitted  and  regularly  on 
file  for  the  estimated  quantities  of  work  to  be  performed  as 
set  forth  in  the  related  specifications,  for  the  Public 
Utilities  Commission  of  the  City  and  County  of  San  Francisco 
be  and  the  same  is  hereby  awarded  to 

Eaton  and  Smith 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  $47,550.00,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated* 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

Funds  for  this  work  are  available  in  Appropriation  No. 
97-530-06  of  the  1947  Municipal  Railway  Rehabilitation  Bond 
Fund* 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  II.4IO-- 

WHEREAS,  SFWD  Contract  No.  558-Laying  of  6f'  and  8f<  Transit' 
and  12"  Cast  Iron  Mains  in  Everglade,  Middlefield  and  Eucalyptus 
Drive,  contractor,  Fred  T.  Fairey,  should,  in  accordance  with 
the  time  limit  set  forth  in  said  contract,  be  completed  on  or 
before  February  1,  1951;  and 

WHEREAS (  contractor  has  experienced  unavoidable  delay  due 
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to  interference  of  other  contractors  in  not  having  streets 
ready  for  laying  of  mains;  and 

WHEREAS,  said  Fred  T.  Fairey  prosecuted  the  work  of  the 
contract  diligently: 

THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  hereby 
grants  an  extension  of  13  days  for  completion  of  SFWD  Con- 
tract No.  558  and  liquidated  damages  for  the  resulting  days  of 
delay  are  hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously; 

--RESOLUTION  NO.  11.411— 

RESOLVED,  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications and  hereby  approves  Certificate  of  Acceptance  and 
Final  Payment  in  amount  $1,350,00,  in  favor  of  Manning  and 
Whitaker,  Inc.,  under  BLH&P  Contract  No.  101-Construction 
of  Street  Lighting  System,  Bayshore  Boulevard,  from  Third 
Street  to  County  Line. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 412— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $10, 000 4 00- Water  Department 
Funds,  to  credit  of  Appropriation  No.  066-804-OO,  to  provide 
for  deficiency  in  the  appropriation  for  Injuries  and  Damages. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  II.4IV- 

RESOLVED,  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution,  accepting  deed  from 
Marion  Patron,  as  executrix  of  the  last  will  and  testament  of 
Mary  Cardoza,  to  a  parcel  of  land  in  Santa  Clara  County,  re- 
quired for  the  Bay  Division  Pipe  Line  No.  3  and  that  the  sum 
of  $3,000.00  be  paid  for  said  real  property  from  Appropriation 
No.  98-950-59. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  11. 414— 

RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  an  d  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  non-litigated  and  litigated  settlements,  as 
follows: 


Claimant 
Npn-lltigated. 

Current  Year; 


settlements 


Lily  S.  Alberts 

Sol  Silverman 

Pac.  Gas  and  Elec.  Co, 

Henrietta  Lewis 

r&rie  Snead 

Richard  Peart 


Date  of  Accident 


August  10,  1950 
January  27,  1951 
December  15,  195° 
January  24,  1951 
February  16,  1951 
February  13,  1951 


Appropriation  No.  065-804-03 


Settlement 


$  9^0,00 

31O5 
315.00 
140.83 


I  2.^78.0^ 


Prior  Years: 
Nina  Christensen 
Phillip  A.  Wood-minor 

Litigated  settlement 
Marie  Mulcahy 


April  26,  1950 
June  16,  1950 


June  30,  1946 


Amending  portion  of  Resolution  No.  11, 372, 
claimant,  Archie  Bacci,  for  payment  of  interest 
on  judgment 

Appropriation  No.  065-804-03 


%  350.00 
150.00 


750.00 


32f71 


$  it28g,7i 


On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  II.415-- 

RESOLVED,  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $25.61,  expenses  of  G.  M.  Dixon,  General 
Manager  and  Chief  Engineer  of  the  San  Francisco  Airport,  cover- 
ing conferences,  month  of  January,  1951,  with  officials  of 
various  airlines,  airport  contractors,  governmental  officials 
and  representatives  of  Municipal  Airports. 


7357- 


y 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  II.416-- 

RES0LV3D,  That  this  Commission  hereby  approves  the 
following  Recommendations  for  Contract  Payment, 

Contract  Payment  in  amount  $1,666.66,  in  favor  of  Marion  D. 
Mills,  for  minimum  forty  hour  week  services  as  transportation 
expert  and  co-ordinator  for  operations  of  the  Municipal 
Railway,  period  February  1-28,  1951 • 

Contract  Payment  in  amount  $4,159.55,  in  favor  of  J,  Walter 
Thompson  Company  for  services  in  conducting  a  public  informa- 
tion and  business  promotion  campaign  for  the  Municipal  Railway. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.417-- 

RESOLVED,  That  this  Commission  approves  the  following 
Contract  Payments: 

Contract  Payment  in  amount  $6,955.52,  in  favor  of  Geo,  F, 
Brayer,  under  Municipal  Railway  Contract  No,  381-West  Portal 
Feeders. 

Contract  Payment  in  amount  $12,759.37,  in  favor  of  Severin 
Electric  Co.,  under  Municipal  Railway  Contract  No.  3£>5-Trolley 
System  for  No.  47  (H)  Line. 

Contract  Payment  in  amount  $1,270.77,  in  favor  of  Severin 
Electric  Co,,  under  Municipal  Railway  Contract  No,  343-Trolley 
System  for  Nos,  I-3-4  Lines. 

Contract  Payment  in    amount  $3,307.96,  in  favor  of  Ira  H.Larsen 
Co.,  under  Municipal  Railway  Contract  No.  339-Construction  of 
Substation  at  West  Portal. 

Contract  Payment  in  amount  $11,463.40,  in  favor  of  United 
Concrete    Pipe  Corporation,  under  HHWS  Contract  No.  230-Con- 
struction  of  San   Joaquin  Pipe  Line  No.  2-Section  Al 

Contract  Payment  in  amount  $13,776.07,  in  favor  of  P.  and  J, 
Artukovich  Co.,  under  HHWS  Contract  No.  230-Construction  of 
San  Joaquin  Pipe  Line  No.  2-Section  A2. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.Al8— ■ 

WHEREAS,  tiie  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  V&ter  Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Cormiission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    San  Mateo  County,  Redwood  City,  California 

Permit  to  construct  a  67t  sanitary  sewer  across  Parcel  324 
of  the  Bay  Division  Pipe  Line  No,  3  right  of  way;  said  Parcel 
being  also  Lot  3,  Block  1,  Tract  515,  Woodside  Heights,  San 
Mateo  County. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.419-- 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract,  in 
amount  $157.80,  under  HHWS  Contract  No.  223-Construction  of 
Residences  at  Moccasin,  covering  the  following: 

Delete  from  contract,  smoothing  and  crowning  of  the  Main 
Street  and  the  construction  of  a  side  ditch  along  the 
East  Service  Road-Credit-$157.8o. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  mas  adopted  unanimously: 

—RESOLUTION  NO.  II.42O-- 

resolved f  That  this  Commission  hereby  requests  the 
Controller's  certification  of  tha  following: 

For  Military  Leaves  with  Pay:  Transfer  from  Compensation  Re- 
serve: 

Water  Department  Ralph  T.  Fry  $212.72 

Hetch  Hetchy  Project  Thomas  F.Burke  170.46 

ff  Jere  J.  Austin  193.18 

f?  Leonard  M.Jeffers  72.27 
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Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$2,000.00,  under  Appropriation  No.  97-510-00-57,  Field 
Engineering  for  Miscellaneous  Structures ♦ 

Water  Department  Request  for  Additional  Allotment,  in  amount 
$1,500.00,  under  Appropriation  No,  06680400,  to  provide  ad- 
ditional funds  for  Injuries  and  Damages, 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$663.00,  frcm  Appropriation  No.  068-87Q-OO- Taxes,  to  credit 
of  Appropriation  No.  068-204-OO-Hire  of  Autos  and  Trucks. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO*  II.42I-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution,  granting  permission  to 
G.  M.  Dixon,  Manager  and  Chief  Engineer  of  the  San  Francisco 
Airport  to  attend  the  annual  Airport  Operators  Council  Con- 
vention to  be  held  in  Memphis,  Tennessee,  April  18-19-20-21, 

1951. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.422— 

1 1  1  u  »   m  *  v 

WHEREAS 9  the  Elkton  Shops  Building  of  the  Municipal  Railway 
is  in  such  a  state  of  deterioration  as  to  require  immediate  re- 
inforcement of  foundations,  repair  of  walls  and  roof;  and 

WHEREAS    unless  said  building  is  immediately  repaired, 
further  damage  may  occur  because  of  weather  conditions,  creating 
a  situation  that  will  endanger  the  property  of  the  City  and 
County  of  San  Francisco;  and 

WHEREAS'  repairs  and  reconstruction  of  equipment  of  the 
Municipal  Railway  are  made  at  the  Elkton  Shops;  and 

WHEREAS,  necessary  repairs  to  this  building  must  be  carried 
on  at  hours  and  under  conditions  that  will  permit  normal 
operations  for  repairs  to  rolling  stock  and  provide  for  the 
interrupted  operation  of  the  equipment  upon  the  Municipal  Rail- 
way and  which  would  be  impossible  to  achieve  under  the  letting 
of  a  contract;  and 

WHEREAS,  until  the  work  is  actually  done  it  is  not  possible 
to  determine  the  type  and  extent  of  necessary  work  and  there- 
fore it  is  not  now  possible  to  prepare  plans  and  specifications 
comprehending  said  work: 
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THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  hereby 
respectfully  requests  the  Board  of  Supervisors  to  adopt  a 
resolution  declaring  the  existence  of  an  emergency  in  con- 
nection with  emergency  repairs  to  said  Elkton  Shops  Building 
and  authorizing  the  performance  of  said  repairs  in  the  most 
expeditious  manner  and  to  authorize  the  Controller  to  allocate 
an  estimated  sum  of  $10,000.00,  from  Appropriation  No.  97-510- 
21  for  said  repairs  to  the  Elkton  Shops  Building. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  11,42  V- 

WHEREAS,  the  Controller's  Form  362,  entitled  "Encumbrance 
Request"  provides  for  the  approval  of  the  Public  Utilities 
Commission;  and 

WHEREAS    said  encumbrance  request  form  is  designed  to  en- 
cumber budgeted  funds  on  a  quarterly,  semi-annual  and  annual 
basis;  and 

WHEREAS,  all  expenditures  through  the  medium  of  an  en- 
cumbrance request  have  been  approved  by  the  Commission  in  the 
annual  budget  or  supplements  thereto: 

THEREFORE,  BE  IT  RESOLVED    That  the  Onager  of  Utilities 
be  and  he  is  hereby  authorized* to  approve  all  encumbrance 
requests  submitted  to  the  Controller  for  and  on  behalf  of  the 
Commission, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,424— 

RESOLVED,  That  this  Commission  directs  G.  M.  Dixon, 
Onager  and  Chief  Engineer  of  the  San  Francisco  Airport  and 
Geo.  D.  Burr,  Senior  Engineer,  to  proceed  to  Los  Angeles, 
to  consult  with  the  District  Office  of  the  Civil  Aeronautics 
Authority,  in  the  matter  of  early  approval  of  the  Airport 
Terminal  Building  Project  and  such  Federal  aid  as  may  be 
available  for  that  purpose;  and 

BE  IT  FURTHER  RESOLVED,  That  necessary  expenses  are  deemed 
contracted  in  the  performance  of  routine  duties,  payable  from 
Appropriation  No.  064- 200-00. 
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On  motion  of  Commissioner  Baron,  seconded  by  Corrniissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  11.425-- 

Resolved,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 

To:    Slick  Airways,  lncf 


Effective:  January  1,1951 

Area         Chg.  per  Sq#     Amount  per 
Property  Description  Sq.  Ft.       Ft.  per  Yr.  Year 

Unimproved  area  14,741  $  O.Ol  $  147*41 

Paved  area  39>250  O.075  2.943.75 

$  3,091,16 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11 .426— 


RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit  as  follows: 

To:    Trans    World  Airlines,  Inc. 

Effective:    January  1,  1951 

Area  Chg.  per  Sq#     Amount  per 

Property  Description  Sq.  Ft.     Ft.  per  Yr.  Year 

International  Term.Bldg. 

Main  Floor  40  $  5. 00  $  200,00 

Hangar  No.  g  Area 

First  Floor  3,755  O.80  3,004,00 

Second  Floor  1,344  0*8°  1,075.20 

Wash  House  36I  O.80  280. 80 

Compressor  House  36  O.80  28. 80 

Paved  area  103,262  0,075  7,744.65 

Unimproved  area  16,494  0,01  164.94 


$12,506.39 
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On  motion  of  Commissioner  Cameroh,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


--RESOLUTION  NO.  11.427— 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 

To:    Airborne  Flower  and  Freight  Traffic,  Inc. 
Effective:    January  1,  1951 

Area  C 

Property  Description         Sq.  Ft.  F 

Engng.  Bldg.  and  Area 
Entire  building,  less  space 
required  by  Engng.  Dpt.  2,304 
Uncovered  platform  space 
considered  as  paved 
area  576 
Three  paved  areas  ad- 
jacent to  Eng.  Bldg.  4*464 
Area  South  of  Hangar  5 

Paved  area  1,984 

Unimproved  area  2*016 


Inc. 

,  per  Sq. 

Amount  per 

per  Yr. 

Year 

0.80 

$  1,843.20 

O.075 

43.20 

0,075 

334.80 

O.075 

148.80 

0.01 

20.16 

$  2,390.16 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

RESOLUTION  NO.   11. 428-- 

RESOLVED,  That  this  Commission  approves  the  terms  and  con- 
ditions and  hereby  authorizes  issuance  of  Airport  Space  Rental 
Permit,  as  follows: 

To:    United  Air  Lines,  Inc.  (Custodian,  U.S,Airmail  and  Air 

Cargo  Building  and  Area) 

Effective:  January  1,1951 

Area  Chg.  per  Sq.     Amount  per 

Property  Description  Sq.  Ft.        Ft.  per  Yr.  Year 

Entire  Building: 
Floor  area  15*425  $°'8°  $12,340.00 

Paved  area  30>992  O.075  2.^24.40 

$14,664.40 

Permittee  shall  be  permitted  to  make  arrangements  for  the 
use  of  the  premises  by  other  air  carriers,  the  Government, 
freight  and  express  companies,  for  the  handling  of  air  mail  and 
other  air  cargo. 
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On  motion  of  Commissioner  Swan son,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11 .429— 

RESOLVED'  That  pursuant  to  the  power  in  this  Commission 
to  interpret  the  provisions  of  the  Schedule  of  Rates  and 
Charges  in  effect  at  the  San  Francisco  Airport,  under 
Section  2    of  Part  I  of  said  Schedule,  the  following  inter- 
pretation is  adopted  of  Part  IX,  Section  1,  of  said 
Schedule  of  Rates  and  Charges, 


Part  IX,  Section  1,  Subsection  (a),  reads  as 
follows: 

"Section  1,  Rental  Rates  for  Domestic  and  In- 
ternational Passenger  Air  Terminal  building 
office  space  shall  be  as  follows: 


(a)  Including  Heat  &  Janitorial 

Service  as  Per  Yearly  Charge  for  Sq.Ft, 
Section  5  below  of  Floor  Area  

Main  Floor  Area  Contiguous 

to  Main  Lobby  $5.00 

Other  min  Floor  and  Second 

Floor  Areas  3<>00 

Third  and  Fourth  Floor  Area  2«00?? 

The  provisions  of  said  section  hereinabove  quoted  are 
hereby  interpreted  to  mean  as  follows: 

That  the  portions  of  the  first  floor  which  are  not 
separated  from  the  main  lobby  by  a  partition  or  door  are  to 
be  subjected  to  the  35. 00  charge;  the  portions  of  the  first 
floor  which  are  separated  from  the  main  lobby  by  a  partition 
or  door  are  to  be  subjected  to  the  $^900  charge. 

This  interpretation  shall  apply  both  to  the  Domestic 
and  International  Passenger  Air  Terminals. 
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On  motion  of  Commissi  oner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


- -RESOLUTION  NO.  11.450-- 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 

To:    Western  Air  Lines,  Inc. 

Effective:    January  1,  1951 

Area  Chg.  Per  Sq.     Amount  per 

Property  Description  Sq.  Ft.  Ft.  per  Yr.  Year 

Domestic  Terminal  Bldg. 

min  Lobby-Room  109  291  $3.00  $  873,00 

Ticket  Counter  258  5. 00  1,290.00 

Butler  Building  on  Apron 

Entire  Building  960  ,8o  768. 00 

Hangar  No.  3 

Entire  Building  12,109  .80  9,687.20 

Paved  Area  26,760  .075  2.007.00 

$14,625.20 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.45I-- 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 

To:    The  Flying  Tiger  Line,  Inc. 

Effective:    January  1,  1951 

Area  Chg.  per  Sq.    Amount  per 

Property  Description          Sq.  Ft.  Ft.  per  Yr.  Year 

Paved  area                         37,288  $0,075         $  2,796.60 

Unimproved  area  12,336  0.01  123.^6 

$2,919.96 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  11. 432— 

RESOLVED.  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 


To:    Southwest  Airways  Company 
Effective  January  1,  1951 

Area  Chg.  per  Sq,    Amount  per 

Property  Description  Sq.  Ft.  Ft.  per  Yrf  Year 

Entire  Hangar  No.  1 

First  Floor                   10,051  $  .80             $  8,040.80 

Entire  Hangar  No.  2 

First  Floor                  12,097  .80  9,677.60 

Second  Floor                  1,977  .80               1,501. 60 

Entire  Fire  House 


Paved  Area 


778  .80  622.40 

33.420                .075  2,506.50 

Unimproved  area                73,756                .01  737.56 

Domestic  Terminal  Bldg, 

Main  Lobby                          82  5. 00  410.00 

Other  rain  Floor                74  3000  222.00 

$23,798.46 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO .11. 43^- -> 

RESOLVED,  That  this  Commission  approves  the  terms  and  con- 
ditions and  hereby  authorizes  issuance  of  Airport  Space  Rental 
Permit,  as  follows: 


To:  United  Air  Lines,  Inc. 
Effective:    January  1,  1951 

Area  Chg.  per  Sq.     Amount  per 

Property  Description  Sq.  Ft.     Ft.  per  Yr.  Year 

International  Ter.Bldg. 

rain  Lobby                        165  $5#00            $  825*00 

Other  rain  Floor               711  3.00  2.133.00 

$  2,958.00 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


--RESOLUTION  NO.  11, AM— 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 

To:    American  Airlines,  Inc. 

Effective:    February  1,  1951 

Area  Chg.  per  Sq,    Amount  per 

Property  Description:  Sq .  Ft.  Ft.  per  Yr.  Year  

Area  South  of  Hangar  No. 5 

Unimproved  area  11,559  $  .01  $  115*59 

Paved  area  48,685            .075  3,651.38 

Building  960             .80  768. 00 

$  4.534-97 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.A¥)~ 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 

To:    R.  D.  Rasmussen 

Effective:    December  1,  1950 

Area        Chg.  per  Sq.     Amount  per 

Property  Description:  Sq.  Ft.     Ft.  per  Y  r.  Year 

Maintenance,  Field  Service 
and  Fire  Dpt.  Building 

Room  121-Storage  345  $1.50         |  517.50 

Effective:  January  1,  1950 
Room  121-Storage  345  I.50         $  414.OO 
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Remarks 


The  Commission  noted  the  Three  Year  Progress  Report, 
January  8,  1948-January  8,  1951,  filed  with  his  Honor, 
myor  Elmer  E,  Robinson,  covering  the  operations  and 
activities  of  the  Public  Utilities  Commission  during 
its  term  of  office  under  the  present  Administration, 


Thore  was  noted  an  increase  of  b%  service  added  to  the 
Municipal  Railway,  affecting  Lines  B-C-N-l-5-19-30; 
as  surveys  are  completed,  other  lines  may  have  increased 
servi ce. 


In  approval  of  Airport  Space  Rental  Permits  of  this 
meeting,  it  was  noted  that  there  will  be  an  increase 
annually  of  $33,369.16,  reflecting  new  rates  and 
charges,  effective  January  1,  1951 . 


The  Commissioners  toured  San  Francisco  Bay  (today) 
as  guests  of  Commissioner  Swanson. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


785th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  MARCH  12, 
1951. 


Present:    Commissioners  Philip  F.  Landis,  Sam  Mc  Kee,  Victor 
S.  Swanson,  Edw.  B.  Baron  and  Donald  A.  Cameron 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  784th  regular  meeting  of  the  Com- 
mission held  March  5,  1951  were  approved. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.436— 

WHEREAS,  SFWD  Contract  No#  560-Laying  of  8"  CI  Main  in 
Willard  Street  between  Parnassus  and  Belmont  Avenues,  con- 
tractor, San  Francisco  Water  Department,  should,  in  accordance 
with  the  time  limit  set  forth  in  said  contract,  be  completed 
on  or  before  February  12,  1951;  and 

WHEREAS,  contractor  has  experienced  unavoidable  delay  due 
to  the  fact  that  street  was  too  wet  to  pave;  and 

WHEREAS,  said  San  Francisco  Water  Department  prosecuted 
the  work  of  the  contract  diligently: 

THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  hereby 
grants  an  extension  of  17  days  for  completion  of  SFWD  Contract 
No.  560  and  liquidated  damages  for  the  resulting  days  of  delay 
are  hereby  waived. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO .  11 .4^7— 

WHEREAS ,  the  time  for  completion  of  work  under  BLH&P  Con- 
tract No.  88-Construction  of  Street  Lighting  System  on  Eddy, 
Ellis  and  0?Farrell  Streets,  mson  Street  to  Van  Ness  Avenue, 
Dahl-Beck  Electric  Company,  contractor,  as  extended  under  Reso- 
lution No.  11,325,  will  expire  on  March  6,  1951 ;  and 

WHEREAS,  the  contractor  is  still  unable  to  complete  his 
work  on  account  of  inclement  weather  and  the  fact  that  the 
Pacific  Gas  and  Electric  Company  has  not  completed  its  work 
on  existing  lighting  fixtures;  and 

WHEREAS,  these  delays  are  not  due  to  negligence  cr  any 
fault  of  the  contractor: 

NOW,  THEREFORE ,  BE  IT  RESOLVED,  That  this  Commission  ex- 
tends for  a  period  of  16  calendar  days  to  mrch  22,  1951,  the 
time  allowance  for  completion  of  the  work  required  under 
said  Contract  No.  88  and  liquidated  damages  for  delay  in 
completion  are  hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11 .4^8— 

WHEREAS,  the  General  mnager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED^  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mr.  George  Wright,  195  Farley  Street, 

Mountain  View,  Calif. 

Permit  to  utilize  for  gardening  purposes  a  portion  of  Bay 
Division  Pipe  Line  No.  3,  Parcel  203H;  said  portion  being  a 
triangular  tract  of  land  adjacent  to  and  southerly  of  Lot  6, 
Block  2,  Meadow  Glenn  Subdivision  Unit  No,  1,  Mountain  View, 
Santa  Clara  County. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

-^RESOLUTION  NO.  ll.Z^Q— 

RESOLVED,  that  in  accordance  with  the  recommendations  of 
the  mnager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  6f?  Cast  Iron  rfein  in  Slmira 
Street,  between  Helena  Street  and  Shafter 
Avenue-SFWD  Specification  No.  572 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  nereby  awarded 
to: 

Fred  T.  Fairey 

he  being  the  lowest  regular  responsible  bidder  for  the  work 
aforesaid  at  Three  Thousand  Four  Hundred  Ninety  Two  Dollars 
($3,492.00)  said  sum  being  the  total  price  for  the  lowest  bid 
submitted  on  the  basis  hereinabove  stated. 

AND  BE  IT  FURTHER  RESOLVED    The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.44O-- 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution,  accepting  deed 
from  Joseph  H.  Leal,  to  an  area  of  land  (8o?  strip  about  655 ? 
in  length)  Warm  Springs,  Alameda  County,  required  for  the 
Bay  Division  Pipe  Line  No.  3  and  that  the  suim  of  #4,340.00 
be  paid  for  said  real  property  from  Appropriation  No.  98-950- 

59- 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  ll.44.l-- 

RESOLVED,  That  on  recommendation  of  the  rfenager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  settlements,  as  follows: 


Claimant-Current  Year 
Non-litigated  settlements 

Patricia  A.  Ward 

Marie  Lawson 

Betty  Underwood 


Date  of  Accident 

February  10,  1951 
Odtober  17,  1950 
September  11,  1950 


Claudia  Moholy-Nagy,  minor  September  11,  1950 


Wayne  E.  Clark 
Clara  I,  Stone 
S.  H.  Bolton 
Harry  Rabinovich 
Merry  D.  Day 
Freda  Kuhl 
Lillie  Puleo 
Geo.  W.  Morton 
Jean  Chiste-minor 
Iva  V.  Ross 
Francis  Hoop 
Agnes  R,  Wilk 
Dorothy  Savatieff 
Amending  portion  of 
settlement  of  claim 
♦00  to  $900.00 

Appropriation 


November  24,  1950 
September  12,  1950 
August  4,  1950 
January  25,  1951 
November  1,  1950 
December  17,  1950 
October  l8,  1950 
February  A,  I951 
October  2b,  1950 
October  6,  1950 
November  24,  1950 
February  21,  1951 
January  4,  1951 
Resolution  No.  II312,  increasing 
of  Neil  Mc  Auliff e-minor,  from 


Settlement 


142.74 
625.OO 
500 < 00 
450.00 
318.85 
300.00 
122.23 
270.57 
700,00 
700,00 
65O.OO 
43I.9O 
350,00 
300.00 
200.00 

152.43 
120.00 


100.00 


N 


«  * 


065-804-01      S  6.ZR^.70 


Litigated  Settlements- Prior  Years 

Iva  Arms  June  30,  1950 

Eugene  Booth  December  27,  1948 

Elizabeth  P.  Child  February  2,  1949 

Rescinding  portion  of  Resolution  No.  10847, 

claimant-Frieda  Kootz 

Appropriation  No.  065-804-O2 

Judgments: 

Mrs.  Martha  Bolger  February  22,  1947 

Adelina  Jordan  September  27,  IQ48 

Cornelius  L.  Loraine  January  23,  1948 

Edward  Rowland  December  30,  1948 

Appropriation  No.  065-804-03 


100.00 
250.00 
1,000.00 

-4^00 


I  Q00.00 


1,000.00 

775.00 
1,408.50 
500.00 
I  ^.68^.50 
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motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 442— 

RESOLVED t  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $0,77 
being  the  credit  difference  between  certified  estimated  con- 
tract and  final  performance;,  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $1,295.48,  in  favor  of 
Fred  T.  Fairey,  under  SFWD  Contract  No.  558-Laying  of  6f?  and 
8<?  Transite  and  12"  CI  Mains  in  Everglade,  Middlefield  and 
Eucalyptus  Drives. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 44V - 

RESOLVED'  That  this  Commission  approves  the  following 
contract  payment  recommendations: 

Contract  Payment  in  amount  $277,639.50,  in  favor  of  Security 
First  National  Bank:  of  Los  Angeles,  account  of  United  Con- 
crete Pipe  Corporation,  under  SFWD  Contract  No.  524-Con- 
struction  of  the  Bay  Division  Pipe  Line  No.  3,  Section  AC. 

Contract  Payment  in  amount  $16, 002.06,  in  favor  of  Manning 
and  Whitaker,  under  Airport  Contract  No.  119-Furnishing  and 
Installing  High  Intensity  Runway  Lights. 

Contract  Payment  in  amount  $25,818.98,  in  favor  of  Carrico 
and  Gautier,  under  Airport  Contract  No.  123-Construction  of 
Field  Lighting  Control  Building. 

Contract  Payment  in  amount  $15,270.64,  in  favor  of  Morrison- 
Knudsen  Co*,  under  Airport  Contract  No.  120- Paving  Runways, 
Other  Paving,  Grading,  Drainage,  Electrical  and  Related  Work. 

Contract  Payment  in  amount  $3,830.40,  in  favor  of  Scott-Buttner 
Electric  Co.,  under  Airport  Contract  No.  127-Substation  F  and 
Power   Supply  for  Administration  Building. 

Contract  Payment  in  amount  $3,168.40,  in  favor  of  Decker 
Electrical  Construction  under  Municipal  Railway  Contract  No. 
380-Motorization  of  Machine  Tools  at  Elkton  Shops. 

Contract  Payment  in  amount  $12,556.41,  in  favor  of  Abbett 
Electric  Co.,  under  Municipal  Railway  Contract  No.  344- Trolley 
System  for  No.  30  (F)  Line. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  11 .444~ 

RESOLVED,  That  this  Commission  hereby  requests  the 
Director  of  Property  to  prepare  necessary  legislation  for 
submission  to  the  Board  of  Supervisors,  accepting  grants  of 
easements  from  the  Metropolitan  Life  Insurance  Company,  for 
the  laying  of  water  mains  by  the  San  Francisco  Water  Depart- 
ment, supplying  water  service  to  the  commercial  district  of 
the  Parkmerced  Tract* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  U*M5r~ 

RESOLVED#  That  Resolution  No.  11,406,  adopted  February 
26,  1951,  in  which  the  Board  of  Supervisors  was  requested  to 
grant  p  ermission  to  Wm,  H.  Scott,  General  Onager  of  the 
Municipal  Railway  to  attend  meeting  of  the  Board  of  Directors 
of  the  American  Transit  Association*  Columbus,  Ohio,  Mkrch  13, 
195i#  be  and  the  same  is  hereby  rescinded. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 446— 

RESOLVED,  That  this  Commission  hereby  requests  the  rfeyor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $90,000.00-Municipal  Railway 
Funds,  to  credit  of  Appropriation  No.  065-I35-OO,  to  provide 
additional  funds  for  payment  of  sick  leave  pay  to  per  diem 
employees  for  balance  of  fiscal  year. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 447— 

RESOLVED,  That  those  portions  of  Resolution  No.  9408, 
adopted  November  29,  1948,  approving  litigated  settlements  of 
the  claims  of  Peter  Balich  in  amount  $250.00  and  of  Steven 
Balich  in  amount  $250.00,  be  and  the  same  are  hereby  rescinded, 
crediting  Appropriation  No.  865-804-OO-I . 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11, 448— 

WHEREAS'  under  the  terms  of  Airport  Contract  No.  117, 
Construction' of  Fire  House  and  Crew  Chief's  Building  and 
Related  Work  at  San  Francisco  Airport,  Cafrico  and  Gautler, 
contractor,  the  completion  date,  as  extended,  was  specified 
as  November  1,  1950;  and 

WHEREAS    the  contractor  has  since  suffered  additional 
unavoidable  cielay  due  to  the  failure  of  the  supplier  of  the 
Overhead  Doors  to  obtain  and  deliver  the  electric  motors 
necessary  for  the  door  operation  until  February  27,  1951 »  and 

WHEREAS,  the  building  was  partially  occupied  on  November 
14,  1950  and  completely  occupied  and  put  into  service  on 
December  27,  I95O;  and 

WHEREAS,  all  work  required  to  be  performed  was  completed 
on  Mkrch  6,  1951: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  that  the  contract  time 
for  performing  all  work  specified  under  Airport  Contract 
No-  117,  be  and  it  is  hereby  extended  for  an  additional  period 
of  125  calendar  days  until  I^ferch  6,  1951,  and  that  liquidated 
damages  by  reason  of  such  extension  are  hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.44Q-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Transfer  from  Compensation 
Reserve,  to  credit  of  Appropriation  No.  065-I26-OO,  to  provide 
for  payment  of  military  leave  pay  for  Messrs.  C.S.Patania, 
A,  J.  Campillo,  H.  Ce  Bloom,  U  A,  Dessauer  and  F.  M.  Soto. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$2,327.15,  from  Appropriation  No,  97-400-07- Pure  ha  se  of  Tower 
Trucks  to  credit  of  Appropriation  No.  97-400-08,  to  provide 
additional  funds  for  purchase  of  money  truck. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$51.50,  from  Appropriation  No.  97-5IQ-17,  to  credit  of  Appro- 
priation No.  97-510-17-62,  to  provide  additional  funds  for 
purchase  of  equipment  for  Mission-Alemany  Substation. 
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Municipal  Railway  Request  for  Additional  Allotment  In  amount 
$62,500*00,  under  Appropriation  No,  065-804-Ol-Fourth  quarter 
Allotment  Tor  Passenger  and  Damage  Claims-Current  Year, 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$1,800,00,  from  Appropriation  No,  66-925-OO-Reconstruction  and 
Replacement  Fund,  to  credit  of  Appropriation  No*  66-944-Ol-Re- 
construction  of  Room  410-425  Mason  Street, 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $1,479,00 
from  Appropriation  No.  196-952-01,  to  credit  of  Appropriation 
No,  196-952-03-I,  to  provide  for  Modification  of  Contract 
under  Contract  No.  126-Reconstruction  of  Seaplane  Port  Area 
Apron, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.450— 

RESOLVED,  That  this  Commission  directs  G,  M,  Dixon, 
Manager  and  Chief  Engineer  of  the  San  Francisco  Airport  and 
Geo.  D,  Burr,  Senior  Engineer,  to  proceed  to  Washington,  D.C., 
to  consult  with  the  Civil  Aeronautics  Authority,  in  the  matter 
of  early  approval  of  the  Airport  Terminal  Building  Project 
and  such  Federal  aid  as  may  be  available  for  that  purpose;  and 

BE  IT  FURTHER  RESOLVED,  That  necessary  expenses  are 
deemed  contracted  in  the  performance  of  routine  duties,  payable 
from  Appropriation  No,  064-20O-OO. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.45I— 

RESOLVED,  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $4.40,  expenses  of  Wm.  C.  Eggert,  Senior 
Engineer  of  the  Bureau  of  Light,  Heat  and  Power  Department, 
attending  conference  of  the  Technical  Committee  of  the  San 
Francisco  Committee  on  Corrosion. 


\ 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  ll.fffe- 

WHEREAS,  the  San  Francisco  Public  Utilities  Commission 
under  the  Charter  of  the  City  and  County  of  San  Francisco  is 
charged  with  the  duty  and  responsibility  of  administering 
the  San  Francisco  Airport  together  with  all  other  matters  of 
air  commerce  which  come  within  the  jurisdiction  of  the  City 
and  County  of  San  Francisco;  and 

WHEREAS,  the  Public  Utilities  Commission  deems  that  the 
public  interest  and  necessity  of  the  people  of  the  City  and 
County  of  San  Francisco  require  that  they  be  provided  with  all 
possible  and  necessary  facilities  for  air  commerce  between  San 
Francisco  and  other  cities  of  the  United  Stated,  and  that  such 
air  commerce  facilities  be  operated  by  the  shortest  possible 
route  and  in  the  minimum  of  time;  and 

WHEREAS,  it  is  to  the  immediate  benefit  of  the  people  of 
San  Francisco  that  all  possible  facilities  for  transport  of 
air  passengers,  air  mail  and  air  express  be  maintained;  and 

WHEREAS f  Eastern  Air  Lines  has  made  application  to  the 
Civil  Aeronautics  Board  under  Docket  No.  1102  et  al  for  an 
extension  of  one  carrier  air  service  between  San  Francisco 
and  the  south  and  southeast  cities  and  communities  of  the 
United  States;  and 

WHEREAS,  the  Civil  Aeronautics  Board,  in  a  split  de- 
cision, denied  the  application  of  said  Eastern  Air  Lines;  and 

WHEREAS    through  such  denial  San  Francisco  will  suffer 
an  economic  loss  due  to  the  unavailability  of  the  particular 
air  service;  and 

WHEREAS,  the  City  and  County  of  San  Francisco  firmly 
believes  that  the  granting  of  one  carrier  service  between  the 
points  denied  by  the  Civil  Aeronautics  Board,  merits  recon- 
sideration, and  if  approved  would  bebeneficial  to  trade  and 
commerce  in  the  United  States  and  of  particular  value  to  the 
areas  involved: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  recognizing 
that  the  establishment  of  one  carrier  service  would  prove  of 
great  benefit  to  San  Francisco  and  its  environs,  hereby 
authorizes  the  Manager  of  Utilities  to  take  such  action  as  to 
effectuate  a  reconsideration  of  the  decision  of  the  Civil 
Aeronautics  Board  so  as  to  provide  satisfactory  one  carrier 
service  between  San  Francisco  and  the  cities  of  the  south 
and  southeast  areas  of  the  Ufoited  States. 
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Remarks : 


To  relieve  traffic  congestion  at  Battery  and  Market 
Streets  and  to  afford  additional  service  to  patrons  on  the 
lower  part  of  Market  Streets,  the  Commission  authorized 
re-routing  of  the  No,  45  Van  Ness  Coach,  as  follows: 

North  on  Sansome  to  California,  east  on  California 
to  Davis,  south  on  Davis  to  Market,  southwest  on 
Market  to  Sutter. 

This  would  enable  people  in  the  offices  in  the  vicinity 
of  Market  and  Davis  Streets  to  board  the  No.  45  motor  coach 
at  this  point  with  service  on  Sutter  Street  as  far  as  Van 
Ness  Avenue  or  to  transfer  without  effort  at  Sansome  and 
Sutter  to  the  Nos.  1-2-3  coaches,  if  desired. 


The  Commission  authorized  a  six  percent  increase  of 
service  on  the  Nos.  6  and  7  Lines, 


The  Commission  authorized  consolidation  of  General  Store 
room,  covering  the  removal  of  the  storeroom  now  located  at 
Bryant  and  Division  Streets,  to  space  available  in  the  Elkton 
Shops , 


Hearing: 

Mr.  Shelly  R.  Cothran  of  Los  Gatos,  appeared  before 
the  Commission,  contending  in  his  address,  that  the  City  and 
County  of  San  Francisco  is  in  violation  of  Section  6  of  the 
Raker  Act,  through  the  selling  of  Hetch  Hetchy  Water  to  the 
California  Water  Service  Company;  the  matter  was  referred  to 
the  City  Attorney  for  study  and  report. 


THEREUPON  THE  MEETING  ADJOURNED, 
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MINUTES 


PUBLIC  UTIL ITIES  COMMISSION 


786th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  MARCH  19, 
1951  . 


Present:  Commissioners  Philip  P.  Landis,  Sam  Mc  Kee,  Victor 
S.  Swanson,  Edw,  B.  Baron  and  Donald  A»  Cameron. 

President  Philip  P.  Landis  presided* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  785th  regular  meeting  of  the  Com- 
mission held  mrch  12,  1951  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11,4^— 

RESOLVED,  That  this  Commission  accepts  the  work  performed 
by  the  Hetch  Hetchy  Water  Supply,  Power  and  Utilities  En- 
gineering Bureau,  contractor,  under  HHWS  Contract  No,  231-Con- 
struction  of  electrical  services  to  the  Moccasin  Cottages 
Nos.  58  to  43,  as  being  satisfactorily  completed  in  accordance 
with  the  plans  and  specifications. 

> 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

 RESOLUTION  NO.  11. 4^4  

RESOLVED,  That  the  General  Manager  or  the  General  Claims 
Agent  of  the  Municipal  Railway  is  hereby  authorized  for  and 
on  behalf  of  the  Public  Utilities  Commission  and  of  the  City 
and  County  of  San  Francisco,  to  sign  necessary  forms  in  filing 
claims  against  the  United  States  of  America,  for  damages  to 
equipment  of  the  Municipal  Railway. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution   was  adopted  unanimously: 

--RESOLUTION  NO.  11.455— 

RESOLVED,  That  on  recommendation  of  the  General  Onager 
and  Chief  Engineer  of  the  San  Francisco  Water  Department, 
the  Onager  of  Utilities  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrant  in  amount  $1,100.00,  payable  to  Mrs.  my  Louie,  in 
full  satisfaction  for  all  damages  sustained  and  expense  in- 
curred as  result  of  accident  occurring  on  or  about  September 
9,  I95O1  on  Adele  Court,  approximately  48  feet  south  of  Jackson 
Street,,  San  Francisco,  and  as  result  of  said  accident  sus- 
tained certain  injuries. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11.456— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution  accepting  deed  from 
John  A,  Silvera  et  ux,  to  an  area  of  land  (8o?  strip  about 
717f  in  length),  fronting  on  Bayshore  Highway,*  Santa  Clara 
County,  required  for  the  Bay  Division  Pipe  Line  No.  3  and 
that  the  sum  of  $4,000.00  be  paid  for  said  real  property  from 
Appropriation  No.  98-950-59. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 457— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller to  certify  Modification  of  Contract  in  amount  $1,575,00 
under  Airport  Contract  No.  126-Constructing  Improvements  for 
Seaplane  Port  Area  Loading  Apron  at  San  Francisco  Airport, 
contractor,  Bragato  Paving  Co.,  covering  the  following: 

Drill  Holes  (not  to  exceed  100)  in  existing 
concrete  pavement  and  force  hot  asphalt  under 
pressure  into  the  holes  so  as  to  form  an  as- 
phaltic  seal  under  the  pavement  slab  and  fill 
any  voids  that  may  exist. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  signed  by  Commissioners 
Land  is,  Mc  Kee,  Swanson  and  Baron  on  March  14*1951  was 
ratified. 

—RESOLUTION  NO.  11.4*58- - 

RESOLVED,  That  the  President  of  this  Commission  is 
hereby  authorized  to  execute  for  and  on  behalf  of  this  Com- 
mission and  of  the  City  and  County  of  San  Francisco  that  cer- 
tain document  consisting  of  Modification  No,  4  of  the  contract 
between    City  and  County  of  San  Francisco,  by  this  Commission 
and  W.  P.  Day,  for  the  rendition  by  said  W.  P.  Day  of  archi- 
tectural services  on  Terminal  Facilities  at  the  San  Francisco 
Airport,  under  date  of  October  7,  1946,  said  Modification  No. 
4  in  substance  providing  that  said  W.  P.  Day  is  to  be  paid 
an  additional  sum  of  $29,760.00  for  the  performance  of  all 
additional  services  required  to  prepare  plans  and  specifica- 
tions for  the  enlarged  concourses  and  the  enlarged  Air  Mail 
and  Cargo  Building; 

BE  IT  FURTHER  RESOLVED,  That  the  Controller  is  hereby 
requested  to  certify  Request  for  Intra  Fund  Transfer  in  said 
amount  of    $29,760.00  from  Unalloted  Balance  in  Appropriation 
No.  96-940-OO-Buildings  and  Appurtenances,  to  Allotted  Balance 
in  Appropriation  No#  96-900-55-l-Architectural  Services* 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.4SQ— 

RESOLVED  That  in  accordance  with  the  recommendations  of 
the  Onager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for: 

The  Laying  of  12- Inch  Cast  Iron  P&ins  Across  Golden 
Gate  Park  from  Lincoln  Way  and  45th  Avenue  to  Cabrillo 
Street  and  46th  Avenue-SFWD  Contract  No.  570 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco  be  and  the  same  is  hereby  awarded  to 

Harold  T.  Treacy 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
aforesaid  at  Thirty  Thousand  One  Hundred  and  Fifty  Que  Dollars 
and  Ten  Cents  ($30,151.10)  said  sum  being  the  total  price  for 
the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 
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AND  BE  IT  FURTHER  RESOLVED,  The  Controller  Is  hereby 
requested  to  approve  the  allocation  of  funds  necessary  to 
fully  accomplish  the  aforementioned  extension  of  water  mains 
and  services. 

AND    all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.46O-- ■ 

RESOLVED,  That  this  Commission  acknowledges  the  receipt 
of  and  approves  assignment,  from  Bragato  Paving  Co.,  to 
the  American  Trust  Company,  San  Mateo  Office,  Fourth  Avenue 
and  San  M&teo  Drive,  of  all  monies  and  claims  for  monies  due 
said  Bragato  Paving  Co.,  under  Airport  Contract  No.  126, 
Improvements  to  Seaplane  Port  Area  Loading  Apron  and  under 
Airport  Contract  No.  129-Service  Building  Entrance  Road. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  11,461— 

RESOLVED ,  That  in  accordance  with  Section  151  and 
Section  151.I  of  the  Charter,  this  Commission  approves  in- 
clusion in  the  1951-1952  Public  Utilities  Commission  budget 
estimates,  salary  schedules  adopted  by  the  Board  of  Super- 
visors. 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 462— 

RESOLVED,  That  on  recommendation  of  the  mnager  of  Utili- 
ties, the  General  rfenager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  non-litigated  cases,  as  follows: 

Claimant-Current  Year  Date  of  Accident  Settlement 

Florence  P.  Meyer  October  7,  1950'  I  185,50 

Victor  Koehler  March  1,  1951  187.78 

Agnes  Mc  Guire  December  23,  1950  250.0O 

Jean  Towns end  September  14,  1950  750.00 

Myron  A.  Hooke  March  1,  1951  145. 46 

George  Overton  November  22,  1950  300.OO 

Anita  &  Shelby  Dunning  November  4,  1950  200.00 


Appropriation  No.  065-804-OI  j  2.018.7A 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 46^— 

RESOLVED    That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $3,205. 15* 
being  the  credit  difference  between  estimated  certified  con- 
tract and  final  performance;  approves  Certificate  of  Ac- 
ceptance and  Pinal  Payment  in  amount  $10,403,97,  in  favor  of 
Carrico  and  Gautier,  under  Airport  Contract  No.  117-Con- 
struction  of  Fire  House  and  Crew  Chief's  Building, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.464— 

RESOLVED    That  this  Commission  approves  Traveling  Ex- 
pense Voucher* in  amount  $48,67,  covering  expenses  of  Geo.  H, 
Dixon,  Manager  and  Chief  Engineer-^an   Francisco  Airport,  for 
trip  to  Los  Angeles,  March  6-7,  1951,  consulting  with  District 
Office  of  the  Civil  Aeronautics  Authority  re  approval  of  Air- 
port Terminal  Building  Project , 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 46^— 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for  the  following  pub- 
lic work  to  be  performed  for  the  Public  Utilities  Commission  of 
the  City  and  County  of  San  Francisco,  to-wit: 

Airport  Contract  No.  131-Constructing  Extension  of 
Canopy  for  International  Terminal  Building 

be  and  the  same  is  hereby  awarded  to 

American  Tent  and  Awning  Co. 

they  being  the  lowest  regular  and  responsible  bidder  therefor 
at  the  lump  sum  price  of  $2,219. 00. 

And  all  other  bids  for  the  above-described  work  are  hereby 
rejected. 


Funds  for  this  work  are  available  in  Appropriation  No.  96. 
940-00.  7 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11. 466— 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
trollers certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Allotment  in  amount  $31,000. 
under  Appropriation  No.  068-40O-OO,  to  provide  for  purchase 
of  spare  parts  for  Moccasin  Power  Plant. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $925.00,  under  Appropriation  No.  068-112-00,  fourth 
quarter  allotment  for  Holiday  Pay. 

Bureau  of  Light,  Heat  and  Power  Request  for  Additional  Allot- 
ment, in  amount  $150.00,  under  Appropriation  No.  063-III-OO- 
fourth  quarter  allotment  for  Overtime  Allowance. 

Airport  Request  for  Additional  Allotment  in  amount  $38.00, 
under  Appropriation  No.  96-916-OO,  to  set  up  funds  for  purchase 
of  one  200  watt  insulating  transformer. 

1947  Hetch  Hetchy  Water  Bond  Fund  Request  for  Additional 
Allotment,  in  amount  $175,000.00,  under  Appropriation  No.  98- 
950-57-Bay  Division  Pipe  Line  No.  3-Field  Engineering,  In- 
spection and  Supervision* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  tie  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 467— 

RESOLVED    That  this  Commission  approves  Traveling  Expense 
Vouchers  as  fallows: 

Expense  Voucher  in  amount  $20.10,  expenses  of  Robert  Rockwell, 
Assistant  Director  of  Bureau  of  Public  Service,  month  of 
February,  1951,  covering  conferences  with  Advertising  Agencies, 
Radio  Stations,  Publishers  and  Junior  Chamber  of  Commerce. 

Expense  Voucher  in  amount  $23,10,  expenses  of  Myles  Smith, 
Assistant  Director  of  Bureau  of  Public  Service,  month  of 
February,  1951,  covering  conferences  with  Junior  Chamber  of 
Commerce,  Aviation  Writers,  Newspapers  and  Airline  Meetings. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  11,468— 

RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  mnager  and  Chief  Engineer  of  the  San  Francisco 
Water  Department  and  the  City  Attorney,  this  Commission  hereby 
requests  the  Controller  to  draw  warrant  in  amount  $2^.00t 
in  favor  of  Thor  Kongslie,  105  Front  Street,  as  full  compen- 
sation for  all  damages  sustained  and  expense  Incurred  as 
result  of  leak  in  defective  service  of  Water  Department,  at 
105  Front  Street,  San  Francisco,  on  or  about  November  12,1950. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  II.46Q-- 

RES0LVEDt  That  this  Commission  hereby  requests  the  Ilayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordinance, 
appropriating  the  sum  of  $5,900,QO-Municipal  Railway  Funds, 
to  credit  of  Appropriation  No.  065-120-00,  to  provide  for 
vacation  relief  or  employees  on  monthly  compensation  for  the 
balance  of  fiscal  year  ending  June  30,  1951. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.470-- 

RESOLVED,  That  this  Commission  approves  Recommendation 
for  Contract  Payment  in  amount  $7,459.30,  in  favor  of  J.  Walter 
Thompson  Company  for  services  in  conducting  a  public  inf or- 
mation  and  business  promotion  campaign  for  the  Municipal 
Railway. 


On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  ms  adopted  unanimously: 

--RESOLUTION  NO.  11,471— 

RESOLVED    That  in  accordance  with  provisions  of  Section 
l6o  of  the  Municipal  Code,  this  Commission  hereby  consents  to 
the  transfer  to  The  Recreation  and  Park  Commission,  that  cer- 
tain Water  department  property  situate  at  the  northeast  corner 
of  Van  Ness  Avenue  and  Beach  Street,  in  area  171?-105??  by 
123 '-O",  subject  to  the  condition  that  said  Recreation  and 
Parte  Commission  pay  to  the  Public  Utilities  Commission,  the  sum 
of  $36,995.00,  said  sum  being  the  fair  value  of  said  property 
as  reported  by  the  Director  of  Property. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,472— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Apartment,  as  hereinafter 
set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co. 

Permit  to  install  a  pole  line  anchor  within    San  Andres  54" 
pipe  line  right  of  way;  said  anchor  to  extend  10 ?  within  the 
right  of  way  opposite  Lots  13  and  14,  Block  35,  Bills  Park 
Subdivision,  San  Bruno. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.473— 

WHEREAS,  the  General  Manager  of  the  San  Francisco  Municipal 
Railway  has  recommended  the  granting  of  a  certain  revocable  per- 
mit for  use  and  occupancy  of    land  and  property  under  control 
of  that  bureau,  as  hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
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approve  the  terms  and  conditions  of  the  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 


To:    The  Pacific  Telephone  and  Telegraph  Company 

Permit  to  occupy  lands  owned  by  the  City  and  County  of 
San  Francisco  adjacent  to  it's  Municipal  Railway  bus  shelters 
at  the  following  locations: 


For  the  purpose  of  installing,  operating  and  maintaining 
public  telephone  booths ♦ 

Permittee  shall  pay  the  City  and  County  of  San  Francisco 
fifteen  percent  (1$%)  of  the  gross  revenue  from  the  tele- 
phone installed  in  the  booth. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was  adopted  unanimously: 


WHEREAS,  the  Manager  and  Chief  Engineer  of  the  Airport 
Department  of  this  Commission  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  that  Bureau,  as  hereinafter 
set  forth: 


THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  here 
by  approve  the  terms  and  conditions  of  the  said  revocable 
permit  and  authorizes  the  execution  of  the  same  as  follows: 

To:    The  San  Bruno  Park  School  District 


Permit  to  construct,  maintain  and  use  a  drainage  ditch  on 
San  Francisco  Airport  property  in  the  southwest 
one  quarter  of  Section  34,  Township  3  South,  Range 
5  West,  MDB&M-San  Mateo  County,  California, 


(1) 
(2) 

(3) 
(4) 


l8th  and  Church  Streets 
Ocean  and  San  Jose  Avenues 
48th  Avenue  and  Judah  Street 
Cabrillo  Street  and  Ocean  Highway 


—RESOLUTION  NO.  11. 474— 
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remarks: 


The  Commission  considered  and  approved  the  report 
of  David  Dm  Canning,  Superintendent  of  Traffic, 
dated  March  16,  1951 t  re  survey  of  the  Mission 
Street  Lines  9-II-14,  and  the  recommendations 
made  therein. 

The  Commission  considered  and  approved  the  report 
of  Marmion  D.  Mills,  Consultant,  re  cable  track 
reconstruction  on  Mason,  Powell,  Washington  and 
Jackson  Streets,  reported  dated  March  14,  1951. 

THEREUPON  THE  MEETING  ADJOURNED • 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


787th  REGULAR  MEETING-  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  MARCH  26, 
1951. 


Present:  Commissioners  Philip  F.  Landis,  Sam  Mo  Keet  Victor 
S.  Swanson,  Edw9  B.  Baron  and  Donald  A.  Cameron. 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  786th  regular  meeting  of  the  Com- 
mission held  March  19,  1951  were  approved. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11. 47[>~ 

WHEREAS ,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mrs.  Delia  Leonetti,  142  Leland  Avenue,  San  Francisco 

Permit  to  occupy  for  gardening  purposes,  including  fencing 
privileges,  Lot  12,  Assessor's  Block  6247,  city  and  County  of 
San  Francisco,  said  lot  being  a  portion  of  the  Crystal  Springs 
44?t  pipe  line  through  said  block. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 476— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  W&ter  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    r^s,  Pirola,  165  Raymond  Avenue,  San  Francisco 

Permit  to  occupy  for  gardening  purposes  Lots  30  and 
51  of  Assessor's  Block  6247,  City  and  County  of  San 
Francisco;  said  lots  being  a  portion  of  the  Crystal 
Springs  44"  pipeline  through  said  block. 

On  motion  of  Commissioner  He  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11,477— 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in 
amount  31,470.15  (Credit),  under  Water  Department  Contract 
No.  535-Sutro  Reservoir,  Lining  and  Roofing,  contractor, 
Granite  Construction  Co,,  covering  the  following: 

Substitution  of  cold  rolled  steel  in  lieu  of  bronze 
for  extension  stems  for  the  valves  under  contract 
Items  25  and  26-Cr ed i t-$l , 470 . 1 5 . 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 478— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
$38.87,  "under  Municipal  Railv\ay  Contract  No.  339-Construction 
of  Substation  at  West  Portal,  contractor,  Ira  H#  Larsen 
Co.,  covering  the  following: 
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Install  short  length  of  1/2"  conduit,  weld  junction 
of  the  wireway  and  conduit,  pull  one  No,  12  wire 
into  conduit  and  wireway  from  the  RN  terminal  box, 
seal  open  end  of  the  conduit  with  a  Crouse-Hinds 
series  connector. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 479.-- 

RE SOLVED,  That  Revocable  Permit  issued  to  Anderson  Bros., 
under  Resolution  No.  10,293  and  Revocable  Permit  issued  to 
Bay  Cities  Housing  Moving  Co.,  under  Resolution  No,  10,157* 
said  permits  providing  for  the  moving  of  houses  over  portion 
of  Airport  property,  be  and  the  same  are  hereby  rescinded. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.480— 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Onager  of  Utilities,  the  contract  for  the  following  public 
work  to  be  performed  for  the  Public  Utilities  Commission  of 
the  City  and  County  of  San  Francisco,  to-wit: 

Extension  to  West  Portal  Waiting  Station 
Municipal  Railway  Contract  No.  404 

be  and  the  same  is  hereby  awarded,  subject  to  Controller's  cer- 
tification of  funds  to 

Wellnitz  and  DeNarde,  1115-20th  Street 

they  being  the  lowest  regular  and  responsible  bidder  therefor 
at  the  lump  sum  price  of  $6,769.00. 

And  all  other  bids  for  the  above-described  work  are  here- 
by rejected. 

Funds  for  this  work  are  available  in  Appropriation  No. 
97-510-14  of  the  1947  Municipal  Railway  Rehabilitation  Bond 
Fund. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.48I— 

RESOLVED#  That  in  accordance  with  the  recommendation  of 
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the  mnager  of  Utilities,  the  contract  for  the  following 
public  work  to  be  performed  for  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco,  to-wit: 

One-Way  Trolley  System  on  Otis  Street 
Municipal  Railway  Contract  No,  403 

be  and  the  same  is  hereby  awarded  to 

Severin  Electric  Co.,  San  Francisco 

they  being  the  lowest  regular  and  responsible  bidder  therefor 
at  the  lump  sum  price  of  $2,166.90. 

And  all  other  bids  for  the  above-described  work  are  here- 
by rejected . 

Funds  for  this  work  are  available  under  Appropriation 
No.  97-520-08  of  the  1947  Municipal  Railway  Rehabilitation 
Bond  Fund. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 482— 

RESOLVED  That  in  accordance  with  the  recommendations  of 
the  I^nager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  8- Inch  Cast  Iron  Main  in  West  Side  of 
19th  Avenue,  South  of  Cardenas  Avenue,  SFWD  Contract 
No.  562 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

E.  J.  Treacy 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
aforesaid  at  Five  Thousand  Nine  Hundred  and  Nineteen  Dollars  an- 
Twenty  Cents  ($5,919.20)  said  sum  being  the  total  price  for  the 
lowest  bid  submitted  on  the  basis  hereinabove  stated. 

AND  BE  IT  FURTHER  RESOLVED,  The  Controller  is  hereby  requested 
to  approve  the  allocation  of  funds  necessary  to  fully  accomplisr 
the  aforementioned  extension  of  water  mains  and  services;  and 
all  other  bids  for  the  above  described  work  are  hereby  rejected. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution    was  adopted  unanimously: 


"RESOLUTION  NO.  ll.d8V- 

WHEREAS,  SFWD  Contract  No.  549-Laying  of  6"  Cast  Iron 
Mains  in  Apparel  Heights  Extension,  contractor,  E.J.Treacy, 
should,  in  accordance  with  the  time  limit  set  forth  in  said 
contract,  be  completed  on  or  before  August  28,  195O;  and 

WHEREAS,  contractor  has  experienced  unavoidable  delays 
due    to  the  fact  that  streets  were  not  brought  to  grade;  and 

WHEREAS,  said  E*  J.  Treacy  prosecuted  the  work  of  the 
contract  diligently: 

"THEREFORE ,  BE  IT  RESOLVED,  That  this  Commission  hereby 
grants  an  extension  of  one  hundred  seventy  two  (172)  days  for 
the  completion  of  SPWD  Contract  No.  549  and  liquidated  damages 
for  the  resulting  days  of  delay  are  hereby  waived. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.48/!— 

WHEREAS,  the  following  employees  have  retired  from  the 
City  and  County  of  San  Francisco,  after  serving  periods  in 
excess  of  twenty-five  years;  and 


WHEREAS t  the  Public  Utilities  Commission  recognizes  the 
valuable    service  these  employees  have  rendered  the  people  of 
San  Francisco  while  employed  in  the  Municipal  Railway  and  or 
the  F&rket  Street  Railway: 

THEREFORE,  BE  IT  RESOLVED    That  the  Public  Utilities 
Commission  on  behalf  of  the  people  of  the  City  and  County  of 
San  Francisco  in  recognition  of  their  long  and  faithful  ser- 
vice, by  this  resolution,  expresses  to  these  employees  its 
best  wishes  for  a  long  and  happ  y  life  and  the  assurance  of  its 
appreciation  of  work  well  performed;  and 

BE  IT  FURTHER  RESOLVED f  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  a  copy  of  resolution  for  presenta- 
tion ^each  of  the  following  employees: 

Louis  Angelous  Gordon  35  years  service 

Herman  Szabo  40  years  service 

June  Havens  Wiser  35  years  service 

Robert  P.  Clarke  33  years  service 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mo  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11. 48^-- 

RESOLVED,  that  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
G-eneral  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  fun  ds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  and  litigated  cases, 
as  follows: 


Claimant        Current  Year 
Non-litigated  settlements 
Mack  Dickers on 
Andres  Kopperud 
Gussie  Edens 
Theodore  Marcuse 
Elizabeth  Swing 


Date  of  Accident 

March  9,  1951 
February  4,  1951 
November  28,  1950 
March  6,  1951 
January  22,  1951 


Rescinding  that  portion  of  Resolution  No.  11,372, 
claimant,  C.  E.  Upham 

Appropriation  No.  065-804-OI 


Settlement 

$  150.00 
311,80 
310.00 
200.00 
150.00 


Prior  Year 
Soo  Hoo  Fay  Wah  Lim 
Hazel  Lim  (minor) 
Tressa  Lima  (minor) 

Litigated  settlements 

Gussie  S hens on 

E.  B.  Swope  and  Edna  Swope 

Judgments: 

Helen  Hanna 

misie  Polley 

John  D.  Swain 

Georgia  Anna  Mc  Laughlin 


April  24,  1950 


April  21,  1950 

May  16,  1948 
September  2,  1949 


August  12,  1949 
March  18,  1949 
March  30,  1950 
November  2,  1949 


1,000.00 
TO0.00 
85O.OO 


750.00 
60.00 


Amending  portion  of  Resolution  No. 
11,398,  claimant-Rose  Hani on 
Amending  portion  of  Resolution  No. 
11,441,  claimant-Cornelius  L.  Loraine 

Appropriation  No.  065-804-03 


2,000.00 
2,500.00 
183.13 

3.631-45 
plus  interest 

-86.95 


11.^4.15 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.Z1.86— 

WHEREAS ,  under  the  terms  of  HHWS  Contract  No.  223  for 
the  Construction  of  Residences  at  Moccasin,  Chas.  I. 
Cunningham  Company,  contractor,  was  required  to  complete  all 
of  the  work  specified  on  January  19,  1951 ;  and 

WHEREAS,  all  residences,  with  certain  minor  exceptions 
were  ready  for  occupancy  on  February  6,  1951 ;  and 

WHEREAS t  the  contractor  suffered  extensive  delay  due  to 
the  continued  and  unprecedented  storm  conditions  during 
November  and  December,  1950;  and 

WHEREAS'  the  contractor  was  unavoidably  delayed  by 
failure  of  suppliers  to  furnish  window  shades  and  screens;  and 

WHEREAS    all  work  required  to    be  done  under  the  terms  of 
said  contract  was  completed  as  of  Vhroh  12,  1951- 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  contract  time 
for  performing  all  work  specified  under  HHWS  Contract  No.  223, 
be  and  it  is  hereby  extended  for  a  period  of  52  calendar  days 
until  mrch  12,  1951  and  that  liquidated  damages  by  reason  of 
such  extension  are  hereby  waived. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 487— 

WHEREAS,  under  the  terms  of  Municipal  Railway  Contract 
No.  343,  Trolley  System  for  Nos.  1,3  and  4,  Severin  Electric 
Company,  contractor,  was  required  to  complete  all  of  the  work 
specified  on  December  20,  1950;  and 

WHEREAS,  all  work  necessary  for  putting  Trolley  Coach 
Lines  Nos.  1,  3  and  4  into  service  on  the  required  conversion 
dated  January  21,  195X1  was  completed;  and 

WHEREAS ^  the  contractor  experienced  unavoidable  delays  in 
his  con tract' while  awaiting  the  removal  of  street  lights  and 
the  rearranging  of  existing  facilities  by  the  Pacific  Gas  and 
Electric  Company;  and 

WHEREAS,  said  contractor  has  been  diligent  in  his  attempt 
to  complete  the  work  within  the  specified  time: 
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NOW,  THEREFORE,  BE  IT  RESOLVED #  That  the  contract  time  for 
performing  all  the  work  specified  under  Municipal  Railway 
Contract  No.  343,  be  and  it  hereby  extended  for  a  period  of  91 
calendar  days  until  March  21,  1951  and  that  liquidated  damages 
by  reason  of  such  extension  are  hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO*  11. 488— 

RESOLVED   That  this  Commission    accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions and  hereby  ap  proves  Certificate  of  Acceptance  and  Pinal 
Payment  in  amount  $6,301,50,  in  favor  of  Dahl-3eck  Electric 
Co.,  under  BLH&P  Contract  No.  88-C ons true t ion  of  Street 
Lighting  System  on  Eddy,  Ellis  and  O'Farrell  Streets,  from 
Mason  Street  to  Van  Ness  Avenue. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.480— 

RESOLVED,  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  specifi- 
cations and  hereby  approves  Certificate  of  Acceptance  and 
Final  Payment  in  amount  $12,151,10,  in  favor  of  Chas.  I, 
Cunningham  Co.,  under  HHVS  Contract  No,  223-Construction  of 
Residences  at  Moccasin, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.4QO— 

RESOLVED,  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $41.50,  expenses  of  Geo,  D.  Burr, 
Senior  Engineer,  trip  to  Los  Angeles,  March  7,  1951,  con- 
ferring with  C.  A.  A.  Regional  Office  regarding  new  Airport 
Terminal  Building. 

Expense  Voucher  in  amount  $19.49,  expenses  of  Geo.  M.  Dixon, 
Manager  and  Chief  Engineer-San  Francisco  Airport,  month  of 
February,  1951,  covering  conferences  with  Airline  Officials, 
Chamber  of  Commerce,  Newspapers,  students  of  City  College  re 
security  measures  and  shippers  re  air  freight  problems. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  II.4QI-- 

RESOLVED,  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  February,  I951;  and 

BE  IT  FURTHER  RESOLVED f  That  report  of  said  appointments 
and  removals  be  transmitted* to  the  Civil  Service  Commission 
and  to  the  Controller® 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO,  11.492-- 


RESOLVED,  That  this  Commission  requests  the  Controller's 
certification  of  the  following: 

Municipal  Railway  Request  for  Transfer  from  Compensation 
Reserve,  to  provide  for  payment  of  military  leave  pay  to 
Messrs.  Bianchi,  Colbert,  Goodsell  and  Leithold. 

1947  Municipal  Railway  Rehabilitation  Bond  Fund  Request  for 

Additional  Allotment,  under  Appropriations — 

97-51 0-20-Geneva  Carhouse  $4,589.00 
97-510-20-57  "  -  Field  Engng.  300.00 
97-510-21 -Remodeling  Shops  26,500.00 

1947  Municipal  Railway  Rehabilitation  Bond  Fund  Request  for 
Additional  Allotment,  under  Appropriation  No.  97-51O-OO,  in 
amount  $3,000.00,  to  provide  additional  funds  required  for 
construction  work  at  the  West  Portal  Substation  and  Waiting 
Station, 

Airport  Request  for  Additional  Allotment,  under  Appropriation 
No*  064-lll-OO-Allowance  for  Overtime  in  amount  $133,00  and 
under  Appropriation  No.  064-112-00-Holiday  Relief,  in 
amount  $700.00-f ourth  quarter  allotment. 

Airport  Request  for  Intra  Fund  Transfer,  in  amount  $8,000.00, 
from  Appropriation  No.  196-901-57-Field  Engineering,  to 
credit  of  Appropriation  No.  196-902-57-Field  Engineering,  to 
conform  with  requirements  of  Federal  Government,  Civil  Aero- 
nautics Administration  Project  CAA  9-04-034-OO3. 
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Water  Department  Request  for  Additional  Allotment  in  amount 
$1,588.00,  under  Appropriation  No.  066-112-OO-Fourth  Quarter 
Allowance  for  Holiday  Pay. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in 
amount  $13,400.00,  from  Appropriation  No.  068-231-OI-75, 
Purchase  of  Power  for  Resale  outside  of  San  Francisco,  to 
credit  of  : 

Appropriation  No.068-200-00-Contr.  Services-$2,000.00 

068-300-OO-Materials  & 

Supplies  5,750.00 
068-350- 00-F  ood  s  t uf  f  s  5 , 650 . 00 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 49^— 

RESOLVED '  That    E.  J«  White,  Senior  Accountant,  San 
Francisco  Water  department  is  hereby  authorized  on  behalf  of 
the  City  and  County  of  San  Francisco,  Public  Utilities  Com- 
missi on*  to  execute  proofs  of  loss  and  other  documents  in 
connection  with  repairs  to  glass  in  Control  Tower  of  the  San 
Francisco  Airport  and  repairs  to  two  waiting  stations  at  said 
Airport. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 494-- 

RESOLVED,  That  this  Commission  hereby  requests  the  I^ayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $215.00,  Public  Utilities 
Commission-General  Office  Funds,  to  credit  of  Appropriation 
No.  062-Hl-OO,  to  provide  funds  for  payment  of  overtime  worked 
during  the  balance  of  fiscal  year  ending  June  30,  1951,  by 
employees  whose  compensation  is  fixed  on  a  monthly  basis. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 495— 

RESOLVED,  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $1,100.00-Municipal  Railway 
Funds,  to  credit  of  Appropriation  No.  065-II2-OO,  to  provide 
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for  holiday  pay  for  balance  of  the  fiscal  year,  for  monthly 
employees  required  to  work  on  holidays  due  to  seven  day  week 
operation. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.AQ6— 

RESOLVED.'  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance/ appropriating  the  sum  of  $40,000.00-Wiater  Department 
Funds,  to  credit  of  Appropriation   No.  066-300-00,  to  provide 
additional  funds  for  materials  used  in  the  operation  and 
maintenance  of  the  Vfoter  Department. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  II.4Q7— 

WHEREAS,  on  March  19>  1951,  a  landslide  on  W&ter  Depart- 
ment property  damaged  approximately  150  feet  of  the  Crystal 
Springs-San  Andres  Flume,  necessitating  a  shutdown  of  the 
Crystal  Springs  Pumping  Station;  and 

WHEREAS,  it  is  Imperative  that  necessary  repairs  be  made 
to  said  flume  to  insure  continuous  delivery  of  water  to  con- 
sumers of  the  San  Francisco  Water  Department: 

THEREFORE,  BE  IT  RESOLVED    That  in  consonance  with 
Section  46-Chapter  X,  Article  2  of  the  Municipal  Code,  time 
being  of  the  essence,  and  to  safeguard  the  property  of  the 
City  and  County  of  San  Francisco  and  to  maintain  the  public 
welfare  through  the  continuous  delivery  of  water  to  consumers 
of  the  San  Francisco  Water  Department,  this  Commission  hereby 
declares  the  existence  of  an  emergency  to  cover  necessary 
emergency  repairs  to  the  Crystal  Springs-San  Andres  Flume, 
and  the  mnager  of  Utilities  be  and  he  is  hereby  directed  to 
provide  in  the  most  expeditious  manner  for  said  necessary 
repairs  to  said  flume; 

BE  IT  FURTHER  RESOLVED,  That  the  Controller  is  hereby 
requested  to  certify  Allotment  of  Funds  and  Work  Order,  in 
an  estimated  sum  of  $9,000.00,  to  provide  for  said  emergency 
repairs  to  said  flume; 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee*  the  following  resolution  was  adopted  unanimously: 

-tRKROltttton  no.  u*4S&-- 

RESOLVED'  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Reconstructing  Cable  Car    Tracks  on  Mason  Street 
and  Columbus  Avenue-Municipal  Railway  Contract 

No.  393 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities  of 
work  to  be  performed  as  set  forth  in  the  related  specifications, 
for  the  Public  Utilities  Commission  of  the  City  and  County  of 
San  Francisco,  be  and  the  same  is  hereby  awarded  to 

San  Francisco  Municipal  Railway 

they  being  the  lowest  regular  and  responsible  bidders  for  the 
work  aforesaid  at  $44,581.30,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above-mentioned  work  are  here- 
by rejected . 

Funds  for  this  work  are  available  in  Appropriation  No. 
65-925-OO-235, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  11>4QQ — 

RESOLVED,  That  this  Commission  hereby  requests  the 
Mayor  to  recommend  to  the  Board  of  Supervisors  enactment  of 
ordinance,  appropriating  the  sum  of  $60,000.00- Water  Depart- 
ment Funds,  to  credit  of  Appropriation  No.  66-925-00,  to 
provide  additional  funds  for  installation  of  services  and 
meters  for  balance  of  fiscal  year. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.500— 

RESOLVSD    That  Mrs.  A.  J.  Townsend,  recent  widow  of  A.J. 
Townsend.  Foreman  Lineman,  killed  in  automobile  accident  on 
February  10,  1951,  and  herself,  recovering  from  fractured  knee, 
is  hereby  given    permission  to  occupy  Moccasin  Cottage  No.  25 
for  the  period  of  February  16,  1951  to  May  15,  1951,  at  a 
rental  charge  of  $25.00  per  month,  said  time  being  necessary 
for  said  rfra.  Townsend  to  find  a  suitable  place  to  live,  or  to 
make  definite  plans  for  moving. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.501-- 

RESOLVED,  That  this  Commission  approves  and  hereby  re- 
quests the  Board  of  Supervisors  to  adopt  resolution,  granting 
permission  to  George  D.  Burr,  Senior  Engineer  of  the 
Utilities  Engineering  Bureau,  to  proceed  to  Memphis,  Tenn,, 
to  attend  meeting  of  the  Airport  Operator's  Council,  April 
18-19-20-21,  1951,  for  the  purpose  of  conferring  with 
officials  of  the  Civil  Aeronautics  administration,  who  will 
be  present  at  said  Council's  Meeting,  in  order  to  secure 
additional  Federal  Funds  f5r  the  San  Francisco  Airport. 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.  SO 2— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  enact  legislation,  authorizing 
deed  to  City  of  Daly  City  of  Easement  for  Widening  Knowles 
Avenue,  east  of  Junipero  Serra  Boulevard,  said  easement 
being  in  area  16  feet  in  width  by  about  175  feet  in  length, 
over  the  southerly  portion  of  the  Water  Department's  property, 
east  side  of  Junipero  Serra  Boulevard,  south  of  the  County 
Line, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted,  the  voting 
being:  — 

A  ves:  Noes 

Commissioner  Landis  Commissioner  Swanson 

Commissioner  Mc  Kee  Commissioner  Baron 

Commissioner  Cameron 

— RESOLUTION  NO.  ll.SO>- 

RESOLVED,  That  this  Commission  hereby  requests  the 
Mayor  to  recommend  to  the  Board  of  Supervisors  enactment  of 
ordinance,  appropriating  the  sum  of  $40, OOO. 00- Water  Depart- 
ment Funds,  to  credit  of  Appropriation  No,  066-500-OO,  to 
provide  for  cost  of  construction  and  operation  of  a  Fluoridatici 
Plant,  to  enable  the  addition  of  fluoride  to  a  portion  of  the 
water  furnished  to  the  citizens  of  the  City  and  County  of 
San  Francisco. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11 . 504— 

RESOLVED  $  That  this  Commission  hereby  confers  upon  the 
State  of  California,  Department  of  Natural  Resources, 
Division  of  Fish  and  Game,  the  right  to  occupy  and  use,  for 
the  purpose  hereinafter  named,  and  subject  to  the  terms  and 
conditions  hereinafter  appearing,  the  following  described 
real  property  in  ownership  by  the  City  and  County  of  San 
Francisco,  and  under  the  jurisdiction  of  this  Commission. 

All  that  parcel  of  land  located  near  Moccasin,  Tuolumne 
County,  California,  in  Sections  27  and  34,  T.  IS.,  R.  15  E., 
within  the  boundary  line  described  as  follows: 

Beginning  at  a  point,  hereinafter  referred  to  as 
point  "A",  located  N...570  05*  30"  W.  177  feet  from  a 
point  in  the  axis  line  of  Citv's  lower  Moccasin  Dam, 
distant  along  said  axis  N,  32°*54?  30"  E.  295  feet 
from  a  concrete  monument  set  in  tfie    ground  marking  the 
intersection  of  said  axis  with  the  center  line  of  City's 
main  aqueduct  tunnel  leading  southwesterly  from  Moccasin 
Reservoir;  and  running  from  point  ?TA??  N.  290  E.  375  feet; 
thence  N  700  W.  21 5  feet;  thence  N.  400  W.  330  feet?  thence 
N.  90  W.  425  feet;  thence  N.  470  30?  W.  1,030  feet;  thence 
N.  50°  W.  305  feet,  morer  or  less,  to  a  point  in  the  north 
line  of  the  SW  1/4  of  the  SW  1/4  of  said  Section  27, 
which  line  is  also  the  north  line  of  land  of  City;  thence 
along  said  north  line  of  said  quarter-quarter  section 
westerly  780  feet,  more  or  less,  to  the  northeasterly  line 
of  the  public  road  right  of  way  easement  40  feet  in  width 
conveyed  by  the  City  and  County  of  San  Francisco  to  the 
County  of  Tuolumne  by  deed  dated  March  12,  1930,  recorded 
April  25,  1930,  in  Book  A,  Volume  95  of  deeds,  page  341 
Tuolumne  County  Records;  thence  along  said  northeasterly 
line  of  said  easement,  in  a  general  southeasterly  direction, 
2,930  feet,  more  or  less  to  a  point  which  bears  S.  470  W. 
from  point  ffAM;  thence  N,  470  E  90  feet,  more  or  less,  to 
point  "A",  the  point  of  beginning. 

Containing  33  acres,  more  or  less. 

State  shall  have  the  right  to    construct,  maintain  and  use 
structures  on  land  of  City,  outside  of  the  above-described 
boundary  of  land,  as  follows:  (1)  a  pump  station,  to  be 
located  near  the  northeasterly  end  of  the  existing  steel  foot- 
bridge used  for  access  to  the  drainage  gate  tower  in  Moccasin 
Reservoir;  (2)  suction  pipe  lines  to  extend  from  said  pump 
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station  southwesterly  to  a  suitable  intake  location  in 
Moccasin  Reservoir;  (3)  discharge  pipe  lines  to  extend  from 
said  pump  station  northerly,  northwesterly,  westerly  and 
southwesterly,  passing  north  of  the  spillway  of  the  Moccasin 
Dam,  to  a  point  in  the  above-described  boundary  of  land; 
(4)  a  power  circuit  and  supporting  structures  for  electric 
power  service  to  the  pump  station.    The  precise  location  and 
extent  of  the  land  to  be  occupied  by  said  pump  station,  the 
precise  locations  and  grades  for  said  pipe  lines,  and  the 
precise  location  of  said  power  circuit  and  supporting 
structures,  shall  be  as  mutually  agreed  upon  by  representa- 
tives of  State's  Division  of  Pish  and  Game  and  representa- 
tive of  Cityfs~Public  Utilities  Commission  as  suited  to  the 
purposes  of  State  and  not  in  any  way  adversely  affecting  the 
interests  of  City,  (The  term  ?fCity?f  is  used  throughout  as 
inclusive  both  of  the  City  and  County  of  San  Francisco  and 
its  Public  Utilities  Commission) , 

Said  real  property  hereinabove  described,  together  with 
said  facilities  hereinabove  mentioned,  shall  be  used  by  State 
for  fish  cultural  purposes. 

All  rights  of  State  hereby  conferred  are  subject  to  the 
following  terms  and  conditions, 

1.  The  land  and  ^purtenant.  rights  above  described  shall  be 
used  by  State  for  the  purpose  of  constructing,  operating  and 
maintaining  a  fish  hatchery,  with  buildings  and  other  structures 
ponds,  and  appurtenances  necessary  or  proper  in  connection 
with  such  hatchery,  including  housing  for  hatchery  employees 
and  their  families,  and  a  pump  station,  pipe  lines  and  power 
circuit  to  supply  water  and  electricity  to  said  land  as 
necessary  for  the  operation  of  the  hatchery  and  for  domestic 
purposes, 

2.  State  shall  not  Interfere  with  the  flow  of  water  in 
Moccasin  Creek  in  any  way  that  would  cause  interference  with 
the  free  discharge  of  water  from  the  spillway  of  the  Moccasin 
Dam,  or  from  the  conduit  which  carries  the  water  of  Moccasin 
Creek  beneath  Moccasin  Reservoir  and  Dam,  or  cause  gravel  and 
boulders  carried  through  the  conduit  to  accumulate  in  such 
manner  as  to  interfere  with  free  discharge  of  water  from  the 
conduit, 

3»    Details  of  construction  of  State's  pipe  and  power 
lines  on  land  not  included  in  the  above-described  realty  shall, 
prior  to  the  undertaking  of  any  such  construction,  meet  with 
the  written  approval  of  the  Onager  and  Chief  Engineer  of  the 
Hetch  Hetchy  Water  Supply,  Power  and  Utilities  Engineering 
Bureau  under  the  jurisdiction  of  City's  Public  Utilities 
Commission, 
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4.  No  building,  bridge,  fence  or  other  structure  shall  be 
erected  by  the  State  on  the  above-described  realty  or  on 
other  adjacent  land  of  City,  as  hereinabove  set  forth,  unless 
the  design  and  proposed  location  thereof  shall  first  have 
been  submitted  to  the  City's  Public  Utilities  Commission  and 
approval  in  writing  by  City's  Art  Commission  and  its  Public 
Utilities  Commission* 

5.  State  shall  have  the  right  to  take  water  from 
Moccasin  Reservoir,  through  the  pipe  lines  hereinabove 
mentioned,  for  use  on  the  said  area,  or  in  any  connection 
with  said  adjacent  facilities,  in  such  quantity  as  may  be 
necessary  in  connection  with  the  operation  of  the  hatchery 
and  for  domestic  purposes,  provided  that  the  rate  of  flow  of 
water  so  taken  shall  not  at  any  time  exceed  20  cubic  feet 
per  second*    State  shall  provide  means  for  measuring  an  d 
recording  continuously,  with  reasonable  accuracy,  the  rate 
of  flow  of  water  so  taken,  and  shall  furnish  to  the  General 
Manager  and  Chief  Engineer  of  the  Hetch  Hetchy  Water  Supply, 
Power  and  Utilities  Engineering  Bureau,  under  the  juris- 
diction of  City's  Public  Utilities  Commission,  full  infor- 
mation for  CityTs  records  with  respect  to  the  rate  of  flow 
and  the  quantity  of  water  taken. 

6.  State  shall  have  the  right  to  allow  return  water  to 
flow  from  the  above-described  realty  to  Moccasin  Creek  across 
adjacent  land  of  City,  in  pipes  or  ditches  or  natural  water- 
courses, at  locations  to  be  mutually  agreed  upon  by  represen- 
tatives of  City's  Public  Utilities  Commission  and  representa- 
tives of  State's  Fish  and  Game  Commission. 

7.  City  reserves  the  right  to  operate  its  Moccasin 
Reservoir  in  any  manner  necessary  or  expedient  at  any  time  for 
City's  purposes     It  is  understood    that  the  water  level  in 
the  reservoir  is  subject  to  wide  fluctuations,  and  that  it  may 
be  necessary  under  unusual  circumstances  to  discontinue  flow 
into  the  reservoir  and  to  empty  the  reservoir. 

8.  The  taking  of  water  from  Moccasin  Reservoir  by  State 
as  herein  provided  for  shall  not  any  time  become  a  basis  for 
establishing  a  permanent  right  in  that  water  adverse  to  City's 
water  rights  so  as  to  diminish  the  quantity  of  water  that  may 
ultimately  be  diverted  from  the  Tuolumne  River  watershed  by 
City.    State  shall  take  all  steps  necessary  and  use  its  best 
efforts  to  enforce  the  provisions  of  Sec,  7075  of  the  l^ter 
Code  and  to  prevent  any  other  party  from  appropriating  water 
discharged  by  State  into  Moccasin  Creek  and  becoming  a  part  of 
the  flow    of  Moccasin  Creek  and  of  the  Tuolumne  River. 
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9«    City  shall  furnish  electrical  energy  to  State  for  use 
in  the  above-described  realty  in  connection  with  the  operation 
of  the  hatchery  and  for  domestic  purposes,  and  for  the 
operation  of  the  pump  station.    The  delivery  point  for  such 
electrical  energy  shall  be  near  point  ?tA",  hereinabove 
described,  at  which  delivery  point  City  will  install  metering 
equipment*    The  energy  shall  be  three  phase,  60  cycles,  at 
approximately  2,200  volts.    State  shall  provide  all  necessary 
distribution  facilities  between  said  delivery  point  and  the 
points  of  use  or  at  said  delivery  point.    State  shall  pay  for 
electrical  energy  received  at  the  rate  of  one-half  cent 
($0,005)  per  kilowatt  hour,  bills  to  be  rendered  monthly  by 
City. 

10*    City  shall  not  be  responsible  to  State  for  any  damage 
or  loss  that  may  result  from  operation  of  the  reservoir,  or 
from  the  discharge  of  water  from  the  reservoir  through  the 
spillway  or  through  the  drainage  conduit  into  Moccasin  Creek, 
or  from  electric    power  failure. 

11.  City  reserves  the  right  to  cross  over  the  northerly 
portion  of  the  above-described  realty  for  the  purpose  of  in- 
gress to  and  egress  from  lands  owned  or  controlled  by  City 
adjacent  to  the  northeasterly  portion  of  the  above~described 
realty,  over  an  existing  road  between  State  Highway  Route  49 
and  said  adjacent  lands,  or  over  such  substitute  route  as  may 
be  agreed  upon  between  representatives  of  State  and  of  City 
when  State's  development  of  the  above-described  realty  requires 
the  closing  of  the  existing  road. 

12.  City  reserves  the  right  to  operate,  maintain,  repair 
and  reconstruct  existing  pipe  lines  in  the  above-described 
realty  as  long  as  the  use  of  said  pipe  lines  is  necessary  for 
the  purpose  of  supplying  water  to  points  outside  of  the  above- 
described  realty;  provided  that,  when  necessary  to  avoid  inter- 
ference with  State's  development  of  the  above-described  realty, 
any  part  or  all  of ~said  pipe  lines  shall  be  suitably  replaced, 
at  State's  expense,  in  a  new  location  to  be  agreed  upon  by 
representatives  of  State  and  of  City. 

13 #    State  shall  have  the  right  to  remove  the  improvements 
placed  by  State  upon  the  above  described  realty,  or  elsewhere, 
under  this  agreement,  in  the  event  that  the  right  of  cancella- 
tion, hereinafter  provided  for,  is  exercised,  and  in  the  same 
manner  as  provided  for  in  Section  17,  hereinafter. 

14.    State  shall  indemnify  and  save  harmless  City,  the  members 
of  the  Public  Utilities  Commission,  and  all  officers,  servants, 
agents  or  employees  of  either  City  or  Commission,  from  any 
liability  for  property  damage  or  personal  injury  of  death  arising 
from  the  operations  by  State  or  its  subordinate  agencies  under 
this  agreement. 
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15.  State  agrees  that  if  City  shall  suffer  any  loss  or 
damage  arising  out  of  the  enjoyment  or  use  of  said  premises 
hereunder,  State  shall  be  liable  therefor  and  State  will 
render  City  all  lawful  and  proper  assistance  in  presenting 
and  prosecuting  to  fruition  a  claim  therefor  under  the  pro- 
vision of  Section  16021  of  the  Government  Code. 

16.  The  rights  hereby  granted  shall  expire  twenty  years  from 
the  date  of  this  agreement,  unless  earlier  terminated  as 
herein  provided,  or  may  be  renewed  by  State  upon  written  no- 
tice to  April  1,  1981,  provided,  however,  on  or  after  April 
1,  1971,  City  shall  have  the  right  to  terminate  this  agree- 
ment upon  written  notice  of  90  days  in  advance  to  the  extent 
deemed  necessary  by  City  to  provide  space  for  the  construction 
of  hydraulic  or  electric  facilities  essential  for  the  opera- 
tion of  the  Moccasin  Creek  power  plant  and  water  works,  pro- 
vided that,  in  the  judgment  of  City,  such  facilities  cannot 

be  reasonably  constructed  or  maintained  at  locations  else- 
where than  on  the  property  covered  by  this  resolution. 

17.  On  expiration  of  the  period  of  time  herein  provided  for, 
or  on  termination  of  this  agreement  by  either  party,  State, 
at  its  own  expense,  shall  remove  the  improvements  placed  by 
State  on  the  above-described  realty  and  elsewhere  under  this 
agreement,  shall  fill  ponds  and  level  embankments,  and  shall 
leave  the  ground  surface  smooth,  clean  and  in  appearance  con- 
forming as  nearly  as  possible  to  the  surrounding  area. 

18.  State  shall  give  priority  to  locations  in  the  vicinity 
of  the  City's  recreational  facilities  in  Tuolumne  County,  in 
stocking  streams  and  lakes  with  fish  from  said  hatchery,  pro- 
vided that  State  reserves  the  right  to  plant  fish  in  such 
numbers  and  in  such  waters  as  it  deems  proper. 

19.  Notwithstanding  anything  herein  contained  to  the 
contrary,  the  rights  here  created  and  the  conditions  here 
expressed  may  be  terminated,  altered,  changed  or  amended 
by  mutual  consent  of  the  parties  hereto. 

20.  In  full  consideration  of  the  rights  hereby  conferred, 
State  shall  pay  to  City  the  sum  of  $1.00  per  year. 

21.  The  rights  hereby  conferred  shall  become  effective  and 
vest  in  State  upon  endorsements  by  officers  thereunto  duly 
authorized,  on  behalf  of  State,  in  acceptance  of  the  terms 
of  this  resolution,  upon  a  copy  thereof,  and  delivery  of  the 
same  to  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NOT  11.505 

RESOLVED    That  this  Commission  hereby  requests  the  Mayor 

to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $825,433.00-1947  Municipal 
Railway  Rehabilitation  Bond  Fund,  as  follows: 

From  Appropriation  No. 

97-400-03      Street  Cars  $  95,295.00 

97-400-04      Trolley  Coaches  3,499.42 

97-400-04-57            "        Field  Engng.  529.66 

97-400-05-64  Mtr, Coaches-Unit  Assmbly  Replcments  IO4.52 

97-4OO-IO      Purchase  of  Automobiles  3,596.50 

97-510-00       Building  and  Their  Equipment  4,000.00 

97-510-15      Wtg. Stations  ©  Var.Loctns.  36,000.00 

97-510-15-57                            "        Fid.  Engng.  2,000.00 

97-510-22      Bridge  Terminal  8,000.00 

97-5IO-22-56              »        Office  Engng.  500.00 

97.510-22-57              ff        Field  Engng,  500.00 

97-520-00      Overhead  Construction  1,909.59 

97-520-02       Mc  Allister-Hayes  Lines  5  &  21  1,030.77 

97-520-04      Haight-Parnassus  Lines  6  &  7  1,000.0b 

97-520-06      Market  Street  Line  8  1,247.45 

97-520-09      Sutter  St.  Lines  1,  3  and  4  4,038. 00 

97-520-10      Stockton-4th  Street  Line  5,784.00 

97-520-11      Van  Ness  Ave-Potrero  St, Lines  13,306,00 

97-520-12       Underground  Duct  Lines  9,720.00 

97-520-18-56  Geary  Lines^B&C-Of f ice  Engng.  5,288.00 

97-520-19      West  Portal  Feeder  System  4,523,00 

97-520-24       Van  Ness-Sutter  St.  Line  45  40,000.00 

97-520-24-57                         »          Fid.  Engng.  2,000f00 

97-530-07       Track  Reconstn. -Mason  &  Bdway  816.03 

97-550-14                  "           Market  at  Van  Ness  41,500.00 

97-530-14-56               >?                   "     Off.  Engng.  1,000.00 

97^550-14-57               "                   "     Fid.  Engng.  1,500.00 

97-530-15      Broad-San  Jose  Connctn.  42,000.00 

97-530-15-56  "  Office  Engng.  1,000.00 
97-530-15-57                   «           Fid.  Eng.  fty>2.688.  1.000.00 

Unappropriated  Bal.  of  Mun.Ry. Opera ting  Fund  160,000.00 

Unappropriated  Bal.  of  Real  Property  Fund  10,987.00 

Proceeds  from  Sale-Mc  Allister  Yard  109,917.00 

Proceeds  from  Sale-Sutro  Car  House  211. 041 .00 

Total  Available  or  to  be  Available  $825,433.00 
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To  Appropriation  No, 


Structures  and  Their  Equipment  $168,588.00 

97-510-09-56  Geary  Of f ices-Off .Engng.  $1,000. 

97-5IO-O9-57              ?f        Fid.  Engng.  1,000. 

97-510-14      West  Portal  Substa.  6,388. 

97-510-14-56                "      Off.  Sngng.  1,000, 

97-510-23       Ocean  &  Pheleyi  Ave.  140,000. 

97-5IO-23-56             "           Off,  Engng.  9,000. 

97-5IO-23-57             "           Fid,  Engng.  6,000. 

97-510-24      Air  Condtng*Offce-24th  Garage  4. OOP. 

Track  Removal  and  Reconstruction  656,845-00 

97-530-OO       Trk.Reconstn.Var.Locatns  31,000. 

97-53O-OO-56                      <?           Off. Eng.  4,000. 

97-53O-OO-57                      "           Fid.  Eng.  2,500. 

97-530-11       Mkt. St. Track  Removal  8l,000, 

97-530-11-56              ft           off.  Engng.  8,000. 
97-530-16      Recstn.Trks. Ocean  Ave-Jun.Ser. 

|WU  to  Phelan  336,345. 

97-530-16-57  "  "  Fid.  Engng.  9,000. 
97-530-18       Reconstn. Cable  Trks-Powell  St.  4b, 000. 

97-530-18-56                     ??        "    Off  .Eng.  2,500. 

97-530-18-57                     »        "    Fid, Eng.  1,500. 

97-530-19       Wash.  &  Jcksn  Cable  Recon.  96,000. 

97-530-19-56                  "          "    Off. Eng.  5,000a 

97-530-19-57                 »          »   Fid. Eng.  3,000. 

97-530-19-62                 ??          "  Materials  20,000. 
97-530-20       Recnstn.Trks.lst.  &  Miss.  & 

Fremont  &  Miss.  10,000. 

97-530-20-56              f?          ?f     f?  Off  .Eng.  600. 

97-53O-2O-57               "          "      "  Fid  .Eng.  400.  jfc^Mg 


HEARING: 

Mr.  Chas.  M.  Bufford,  of  the  Transportation  Committee  of 
the  Central  Council  of  Civic  Clubs  appeared  before  the  Com- 
mission, claiming  a  lack  of  transportation  service,  from 
north  of  Market  Street  to  the  busy  areas  in  the  neightborhood 
of  7th  and  Mission  Streets;  the  matter  was  referred  to  the 
Manager  of  Utilities  and  the  Municipal  Railway  for  study  and 
report: 

Remarks : 


The  Commission  noted  the  Public  Service  Bureau  report 
of  complaints  and  recommendations-Municipal  Railway  operation, 
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as  follows: 


Complaints 


February.  1Q51 


294 


Commendations 


923 


725 


The  Commission  noted  with  considerable  interest, 
letter  dated  March  11,  1951,  from  the  Laurel  Heights 
Improvement  Association  of  San    Francisco,  thanking 
the  Commission  for  the  improved  service  of  the 
district,  and  with  particular  reference  to  the  No, 
2  Bus  Line  and  its  express  service  over  Bush  St.  in 
the  morning  peak  hours.    The  service  was  particularly- 
gratifying  to  the  Association  in  the  known  man-power 
shortage  affecting  present  operations  of  the  Railway. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


788th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  APRIL  2, 

1951* 

******************************************************* 


Present:  Commissioners  Philip  F.  Landis,  Sam  Mc  Kee, 
Edw.  B,  Baron  and  Donald  A.  Cameron. 

President  Philip  F,  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  787th  regular  meeting  of  the  Com- 
mission held  March  26,  1951  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  signed  by  Commissioners 
Landis,  Mc  Kee  and  Cameron  on  March  28,  1951  was  ratified,. 
Commissioner  Baron  voting  "NO??. 

--RESOLUTION  NO.  11.506-- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co. -San  Francisco,  Calif. 

Permit  to  install  a  3"  HP  gas  main  across  the  southerly 
40  feet  of  the  former  Millbrae  Reservoir  Tract,  said  crossing 
being  opposite  Broadway,  Meadow  Glen  Subdivision,  Millbrae, 
San  Mateo  County. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.507— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following  Modification  of 
Contract,  under  Airport  Contract  No.  120- Paving  Runways,  Other 
Paving,  Grading,  Drainage,  Electrical  and  Related  Work  at 
San  Francisco  Airport,  contractor,  Morrison-Knudsen  Co., Inc. 

Modification  No.  4,  in  amount  $2,408.58,  adjusting  Items  59 
and  60  to  reflect  value  of  the  material  retained  by  City  and 
to  compensate  contractor  for  work  performed  on  Items  65,  66 
and  67  in  fabrication  and  delivery  of  materials  which  were  not 
installed  by  reason  of  deletion  of  certain  parts  of  the  work 
under  these  items  after  the  material  had  been  purchased  by 
C  on t  ra  c  t  or-$2 , 408 . 58 . 

Modification  No.  9-CREDIT,  in  amount  $137,620.37,  adjusting 
the  estimated  unit  quantities  of  the  contract  to  agree  with 
actual  unit  quantities  as  perf ormed-credit-$137,620.37. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.508— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
$113.86;  under  Municipal  Railway  Contract  No.  365- Trolley 
System  for  No.  47  (H)  Line,  contractor,  Severin  Electric  Co., 
covering  the  following: 

Furnish  and  install  a  down  guy  and  anchor 
as  shown  on  Drawings  BL-2927  and  CL  4278. 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.50Q— 

RESOLVED f  That  on  recommendation  of  the  Manager  of  Utili- 
ties, the  General  Manager  of  the  mnicipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw- 
warrants  against  such  funds  as  are  or  will  be  legally  available 
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in  payment  of  non-litigated  and  litigated  cases  as  follows: 


Claimant  CURRENT  YEAR     Date  of  Accident  Settlement 

Non-litigated  cases: 

Harry  L.  Wilson  March  1,  1951  $  164.25 

Howard  Carr  March  4,  1951  130.71 

Sadie  Levin  February  2,  1951  I25.OO 

Grace  Aileen  Killin  January  30,  1951  250.OO 

Merle  J.  Watson  March  6,  1951  158,, 55 

Lena  Mae  Bevard  January  15,  1951  1,500,00 

Warren  C.  Bolton  March  4,  1951  '  1.125. 47 

Appropriation  No.  065-804-OI         |  % 461.98 
PRIOR  YEAR 

Alma  P.  Mack  April  19,  1950  $  1,500.00 

Amending  portion  of  Resolution  No.  11,342, 
claimant-Victor  Titoff ,  to  read  $375.00 

instead  of  $312.50  62. 50 

Litigated  settlements 

Joseph  Weissberger  August  14,  1948  75*00 

Judgments: 

Francis  E.  Coghlan  November  l8t  1949  332.83 

Wong  H.  Foo  April  25,  1949  TO, 00 

Appropriation  No.  065-804.-O3        |  2.470.^ 

On  motion  of  Commissioner  Baron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.510— 

RESOLVED^    That    this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications; approves  Modification  of  contract  in  amount  $779,16 
being  the  credit  difference  between  certified  estimated  con- 
tract and  actual  performance;  approves  Certificate  of  Ac- 
ceptance an  d  Final  Payment  in  amount  #441.69,  in  favor  of 
E.  J.  Treacy,  under  SFWD  Contract  No.  549-Laying  6n  CI  Mains 
in  Apparel  Heights  Extension. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.511— 

RESOLVED    That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications; approves  Modification  of  Contract  in  amount 
$981.96,  being  the  additional  difference  between  certified 
estimated  contract  and  actual  performance;  approves  Certifi- 
cate of  Acceptance  and  Final  Payment  in  amount  $l6,367«72» 
in  favor  of  Severin  Electric  Co.,  under  Municipal  Railway 
Contract  No.  343- Trolley  System  for  Nos.  1,  3  and  4  Lines. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.512— 

RESOLVED.  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $18,588.36,  in  favor  of  Artukovich 
Bros,  and  Steve  Rados,  under  SFWD  Contract  No.  524- Con- 
struct ion  of  the  Bay  Division  Pipe  Line  No.  3-Section  Btf 

Contract  Payment  in  amount  $462. 95*  in  favor  of  Electrical 
Communications,  Inc.,  under  Municipal  Railway  Contract  No. 
386- Intercommunication  System  for  Geary  Offices. 

Contract  Payment  in  amount  $7,573.92,  in  favor  of  Decker 
Electrical  Construction  Co.,  under  Municipal  Railway  Con- 
tract No.  380-Motorization  of  Machine  Tools  at  Elkton  Shops. 

Contract  Payment  in  amount  $277,594.53,  in  favor  of  P.  and  J. 
Artukovich  Co.,  under  HHWS  Contract  No.  230-Construction  of 
San  Joaquin  Pipe  Line  No.  2-Section  A-2. 

Contract  Payment  in  amount  $17,072.91,  in  favor  of  United 
Concrete  Pipe  Corporation,  under  HnWS  Contract  No.  230-Con- 
struction of  San  Joaquin  Pipe  Line  No.  2-Section  A-l. 

Contract  Payment  in  amount  $1,666.66,  in  favor  of  Marmion  D. 
Mills,  for  minimum  forty  hours  per  week  services  as  a  Trans- 
portation Expert  and  Co-Ordinator  for  Operations  of  the  Muni- 
cipal Railway-March  1  to  March  31,  1951. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO .  11. 51V- 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

San  Francisco  Airport  Request  for  Additional  Allotment  in 
amount  $1,150.00,  under  Appropriation  No,  96-924-OO,  to  pro- 
vide for  replacement  and  relocation  of  two  joint  poles*  east 
side  of  Bayshore  Highway  by  joint  pole  association  order  for 
service  or  work. 

1947  H.  H#  Water  Bond  Fund  Request  for  Additional  Allotment 
in  amount  $69,256.00,  under  Appropriation  No,  98-975-56,  to 
make  available  funds  for  expenditures  and  certification  of 
work  orders  in  connection  with  plans  and  specifications  for 
the  Sunset  Supply  Line, 

1949  Cherry  Valley  Dam  Bond  Fund  Request  for  Additional  Allot- 
ment in  amount  $835*000.00,  under  various  sub-appropriations, 
to  make  available  funds  for  expenditures  and  certification  of 
work  orders  and  contracts  in  connection  with  construction  of 
Cherry  Valley  Dam. 

1947  Municipal  Railway  Rehabilitation  Bond  Fund  Request  for 
Additional  Allotment  in  amount  ,,14,634.52,  under  Appropriation 
No.  97-51O-OO,  to  make  available  funds  for  expenditures  and 
certification  of  contract  in  connection  with  construction  work 
for  miscellaneous  buildings  and  their  equipment. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
^259,645.00,  from  Appropriation  No.  065-321-OO-Fuels  and 
Lubricants  to  credit  of  Appropriation  No.  065-399-321-Fuel  and 
Lubricants-Revolving  Fund-Fourth  Quarter  Allotment. 

1949  Airport  Bond  Fund  Request  for  Allotment,  in  amount 
$2,000,00,  under  Appropriation  No.  193-555-01-2,  to  provide 
for  services  of  Landscape  Architect, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

.  — RESOLUTION  NO.  11.514— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
S576.OO,"  under  Municipal  Railway  Contract  No.  344- Trolley 
System  for  No.  30  (F)  Line,  contractor  Abbett  Electric  Cor- 
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poration,  covering  the  following: 

Furnish  all  labor  and  material  to  install  a  suitable 
protective  covering  over  feeder  risers  on  all  wooden 
poles  in  accordance  with  provisions  of  General  Order 
No.  95  of  the  Public  Utilities  Commission  of  the  State 
of  California. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO. 

WHEREAS,  the  General  mnager  and  Chief  Engineer  of  the 
San  Francisco  v&ter  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and    property  under  control  of  said  Water  Department*  as 
hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  here- 
by approve  the  terms  and  conditions  of  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co. -San  Francisco,  Calif, 

Permit  for  an  overhead  60  KV  power  line  across  the  San 
Andres  54"  pipe  line  right  of  way  adjacent  to  Mils  Park 
Subdivision,  San  Bruno,  San  Mateo  County. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.516-- 

RESOLVED,  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  specifi- 
cations and  hereby  approves  Certificate  of  Acceptance  and 
Final  Payment  in  amount  $262,168.98,  in  favor  of  Morrison- 
Knudsen  Co.,  under  Airport  Contract  No.  120- Paving  Runways, 
Other  Paving,  Grading,  Drainage,  Electrical  and  Related  Work 
at  San  Francisco  Airport. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

^RESOLUTION  NO.  11. SI 7— 

RESOLVED,  That  this  Commission  approves  and  hereby  re- 
quests the  Controller  to  certify  Encumbrance  Request,  in 
amount  $2,000.00,  in  favor  of  Eckbo,  Royston  and  Williams, 
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Planning  Consultants  and  Landscape  Architects,  providing 
for  the  preparation  of  site  plans,  planting  plans  and  speci- 
fications and  supervise  landscape  work  at  New  Administration 
Center  at  San  Francisco  Airport . 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.518— 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Municipal  Railway  Request  for 
Transfer  from  Compensation  Reserve  in  amount  $636.48,  to 
provide  for  payment  of  military  leave  for  Jesse  L.  Ward  and 
Raymond  E,  Wootten. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.R1Q— 

RESOLVED f  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $16.45,  expenses  of  Wm.  H.  Scott-General 
Manager,  Municipal  Railway,  covering  conference  with  George 
Edwards,  San  Antonio,  Texas,  re  motor  coach  schedules  and 
maintenance  facilities. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.520— 

WHEREAS ,  for  the  improvement  of  service  upon  the  Munici- 
pal Railway  of  the  City  and  County  of  San  Francisco,  it  is 
recommended  that  there  be  an  abandonment  of  service  upon  the 
No.  47  Line,  on  Division  Street,  from  Bryant  Street  to 
Potrero  Avenue  and  on  Potrero  Avenue,  from  Division  Street  to 
l6th  Street;  and 

WHEREAS,  it  is  recommended  that,  in  lieu  of  said  abandoned 
service,  there  be  substituted  on  the  route  of  said  No.  47, 
service  on  Bryant  Street  from  Division  Street  to  16th  Street: 

NOW,  THEREFORE,  BE  IT  RESOLVED.  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  recommend  to 
the  Board  of  Supervisors  of  said  City  and  County  of  San  Fran- 
cisco that  the  proposed  abandonment  of  the  above  described  route 
so  recommended  to  be  abandoned,  be  authorized  and  confirmed  by 
said  Board  of  Supervisors  and  under  the  terms  of  Charter  Section 
132.I,  this  Commission  requests  the  Board  of  Supervisors  to 
approve  this  recommendation  of  abandonment. 
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Remarks : 


Mr.  Mills  submitted  report  to  Commission,  dated  March 
26,  1951,  re  changes  in  service,  salient  points  being- 
Rail  Lines  J,  K,  L,  M,  Trolley  Coach  Lines  1,3,  and  Motor 
Coach  Line  47,  additional  base  service  being  provided. 

Motor  Coach  Lines  2  and  55  changes  include  base  and  rush 
hour  services  and  adjustments  in  running  time. 

Motor  Coach  Line  45  to  be  extended  during  business  day  via 
Sansome,  Bush,  Battery  and  Market  Streets-base  headways  to 
be  improved . 

Changes  in  schedules  providing  for  more  frequent  base 
service  already  in  effect  are — Lines  5,  19,  21,  6,  7» 
B,  C.  and  N. 

New  base  headways  compared  with  previous  weekday  headways 
show  an  increase  of  365 • 26  hours. 


The  Commission  directed  the  P&nager  of  Utilities  to  make 
a  study  and  report  on  a  number  of  operational  items  of 
the  Municipal  Railway — principal  points  to  be  covered — 
overcrowding  of  vehicles;  bunching  of  vehicles;  improved 
training  for  operation  of  equipment;  curb  loading  of  buses 
and  trolleys;  K  and  L  evening  service;  buses  back  on 
schedule,  when  service  is  disrupted;  improvement  in  the 
15-3rd  Street  system;  comparison  of  riding  habits  on 
various  lines;  terminal  signs,  maps,  designation  and 
destination  markings;  better  information  service;  dis- 
tribution of  pamphlets;  selling  transit;  stacking  buses 
in  downtown  area  where  ever  possible  for  purposes  of 
giving  peak    hour  on  schedule  service. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


789th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  APRIL  9, 

1951- 


Present:  Commissioners  Philip  F.  Landis,  Sam  Mc  Kee,  Victor  S. 
Swans  on,  Edw.  B,  Baron  and  i>onald  A,  Cameron 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  788th  regular  meeting  of  the  Com- 
mission held  April  2,  1951  were  approved. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.521— 

WHEREAS,  San  Francisco  Water  Deparrment  Contract  No. 
547-Laying  of  8"  and  12"  Cast  Iron  Mains  in  Laguna  Honda 
Boulevard  and  Clarendon  Avenue,  contractor,  Callahan  Con- 
struction Co.,  should,  in  accordance  with  the  time  limit  set 
forth  in  said  contract  be  completed  on  or  before  r&rch  6, 
1951 ;  and 

WHEREAS '  contractor  has  experienced  unavoidable  delay  due 
to  the  fact  that  it  rained  and  ground  was  too  wet  for  work, 

WHEREAS,  said  Callahan  Construction  Co.  prosecuted  the  work 
of  the  contract  diligently. 

THEREFORE,  BE  IT  RESOLVED'  That  this  Commission  hereby 
grants  an  extension  of  two  (2) 'days  for  the  completion  of 
SFWD  Contract  No.  547,  and  liquidated  damages  for  the  resulting 
days  of  delay  are  hereby  waived. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  11.522-- 

RESOLVED   That  on  recommendation  of  the  Onager  of 
Utilities,  thb  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney*  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  and  litigated  cases 
as  follows: 

Claimant  CURRENT  ;  YEAR  Date  of  Accident  Settlement 
Non-litigated  cases 


Winifred  Ramsay  March  23,  1951  $  IO4.99 

George  Gorshen  March  11,  1951  120. 37 

Frederick  J.  Stace  March  21,  1951  122,62 

Clarence  Stinson  September  9,  1950  1,375.00 

Rescinding  that  portion  of  Resolution  No„  11,260, 
claimant-Lily  S.  Alberts  -QQO.OO 

Appropropriation  No.  065-804-OI      $  822.98 
Amending  Resolution  No.  11,398,  claimant, 

Antonio  Rivera,  interest  on  judgment  26.^9 

Appropriation  No.  065-804-03  $  26>^Q 

1  ... 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.fffi— . 

RESOLVED,  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  ■,1,417.50,  in  favor  of  R.  Flatland, 
under  BLH&P  Contract  N„.  99-Construction  of  Street  Lighting 
System  on  Trumbull  Street  from  Mission  Street  to  Alemany 
Boulevard. 

Contract  Payment  in  amount  $15,794,12,  in  favor  of  Severin  Elec- 
tric Co.,  under  Mun.  Ry.  Contract  No.  365-Trolley  System  for 
No.  47  (H)  Line. 
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Contract  Payment  In  amount  35,731 ,88,  in  favor  of  Abbett 
Electric  Co.,  under  Mun.  Ry.  Contract  No.  544-Trolley  System 
for  No.  50  (F)  Line, 

Contract  Payment  in  amount  ^2, 640,14,  in  favor  of  Manning  and 
Whitaker,  Inc.,  under  Airport  Contract  No.  119-Furnishing  and 
Installing  High  Intensity  Runway  Lights  at  San  Francisco  Air- 
port. 

Contract  Payment  in  amount  $29,975.40,  in  favor  of  Carrico 
and  Gautier,  under  Airport  Contract  No.  123-Construction  of 
Field  Lighting  Building. 

Contract  Payment  in  amount  $6,167.70,  in  favor  of  Scott- 
Buttner  Electric  Co.,  under  Airport  Contract  No.  127-Con- 
struct ing  Substation  f1F"  and  Power  Supply  for  Administration 
Building  at  San  Francisco  Airport. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11 ,524— 

WHEREAS 9  the  General  mnager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  water  Department,  as  hereinafter 
set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mrs.  E.  Kohler,  228  Helen  Drive,  Millbrae,  Calif. 

Permit  to  occupy  for  gardening  purposes  a  portion  of  the 
Crystal  Springs  Pipe  Line  right  of  way;  said  portion  being 
40  feet  in  width  and  adjacent  to  Lot  7,  Block  5,  Meadow  Glen 
Subdivision,  Millbrae,  San  Mateo  County. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11. 525— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
$140. OOT  under  Municipal  Railway  Contract  No.  386-Intercommuni- 
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cation  System  for  Geary  Offices,  contractor,  Electrical 
Communications,  Inc.,  covering  the  following: 

Furnish  and  install  an  additional  telephone  in  Room 
213  and  In  Room  209  and  a  disconnecting  switch  in 
Room  211  of  the  Geary  Street  Offices  of  the  Municipal 
Railway. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.526-- 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  all  bids  submitted  for  the  following 
contract 

Construction  of  Access  Road,  Jones  Point  to 
Cherry  River  Bridge-HHWS  Contract  No.  236 

be,  and  the  same  are  hereby  rejected,  since  the  lowest  bid 
received  exceeds  the  amount  of  funds  available  and  is  more 
than  is  considered  a  justified  expenditure  for  the  work. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

-^RESOLUTION  NO.  11.527— 

RESOLVED,  That  that  certain  revocable  permit ^granted  to 
Walter  Prehn,  372  West  Portal  Avenue,  San  Francisco,  under 
Resolution  No.  7776  of  November  4,  1946,  covering  occupancy  of 
San  Francisco  W&ter  Department's  20  foot  strip  of  land  lying 
along  the  easterly  edge  of  Junlpero  Serra  Boulevard,  between 
Belle  Avenue  and  a  line  46.3  feet  north  of  the  county  line,  be 
and  the  same  is  hereby  revoked. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.528— 

RESOLVED 9  That  this  Commission  approves  and  hereby  re- 
quests the  Ifeyor  to  recommend  to  the  Board  of  Supervisors  that 
budget  estimates  be  amended,  as  follows: 
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Index  62  Public  Utilities  Commission 

Appro.  No.  General  Office  Increase 

162-800-OO     Pension  and  Retirement  Allowance  $  441.00 

Bureau  of  Public  Service  and 
Employees  Relations  

162-86O-O4     Pension  and  Retirement  Allowance  164.00 

Bureau  of  Personnel  and  Safety 

162-  860-05     Pension  and  Retirement  Allowance  110.00 

$715.00 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.R2Q— 

RESOLVED,  That  this  Commission  approves  and  hereby 
requests  the  Ifeyor  to  recommend  to  the  Board  of  Supervisors 
that  budget  estimates  be  amended,  as  follows: 

Index  63 

Appro.  No.              Bureau  of  Llghtr  Heat  and  Power  Increase 

163-  Hl-OO  Allowance  for  Overtime  $  48,00 

163-120-00  Temporary  Salaries  64. 00 

163-23I-OO  Electricity  and  Gas-Interdepartmental  43,869.00 

163-860-OO     Pension  and  Retirement  Allowance  898. 00 

•$44,S79.00 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 5^0— 

RESOLVED,  That  this  Commission  approves  and  hereby 
reuqests  the  rfeyor  to  recommend  to  the  Board  of  Supervisors 
that  budget  estimates  be  amended  as  follows: 
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Index  64 

Appro.  No.                 San  Francisco  Airport  Increase 

I64-III-OO  Allowance  for  Overtime  $  121,00 

164-H2-OO  Allowance  for  Holiday  Relief  660.00 

164-I2O-OO  Temporary  Salaries  1,100,00 

164-23I-OO  Heat,  Light  and  Power  10,304,00 

164-860-OO     Pension  and  Retirement  Allowance  4. 442. 00 

$16,627*00 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.TCL-- 

RESOLVED,  That  this  Commission  approves  and  hereby 
requests  the  r^yor  to  recommend  to  the  Board  of  Supervisors 
that  budget  estimates  be  amended  as  follows: 

Index  66 

Appro.  No,  San  Francisco  Water  Department  Increase 

166-110-00     Permanent  Salaries  $5,l6o.OO 

Add: 

1-F401a  Jun .  Engr  ,C  i vi I-4380-44.O , -$4560 , 
I-BI09  Cashler-1450-550.  6600. 

Delete 

1-B108  Cashier  A-$420-500  -60OO. 

166-200-00-    Contractual  Services       s  1,828,00 

166-300-00     Materials  and  Supplies  l8f000,00 

166-860-00     Pensions  and  Retirement  Allowance  11,953.00 

166-900-05     Services  of  Other  Dpts.-P,  U.  C.  179.OO 

$37,120.00 

166-99O-OO     Surplus  Fund-Charter  Section  127  -^7.120.00 

$'  0.00 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.5^2 — 


RESOLVED    That  this  Commission  approves  and  hereby  re- 
quests the  Mayor  to  recommend  to  the  Board  of  Supervisors 
that  budget  estimates  be  amended  as  follows: 


Index  68 

Aooro.  No. 

Hetch  Hetchv  Pro.iect 

Increase 

168-111-00 

Allowance  for  Overtime 

%  144*00 

168-112-00 

Allowance  for  Holidays 

320.00 

168-200-00 

Temporary  Salaries 

935-oo 

168-860-00 

Pension  and  Retirement  Allowance 

11,477.00 

168-9OO-OI 

Services  of  Other  Dpts,  P.  U.  C. 

"W7.OO 
$13,233.00 

168-99O-OO 

Surplus  Fund-Charter  Section  127 

-1^.2^.00 

$'  0,00 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  11. 5^ — 

RESOLVED,  That  the  rtmager  of  Utilities  for  and  on  be- 
half of  the  Public  Utilities  Commission  is  hereby  authorized 
to  sign  that  certain  State  of  California-Department  of  Public 
Works-Division  of  Highways  Utilities  Agreement  No.  126.91, 
under  the  general  provisions  of  which,  the  Municipal  Railwav, 
at  an  estimated  cost  to  said  State  of  California,  in  amount 
^15,59°»00»  transfers  overhead  trolley  wires,  feeder  lines  and 
appurtenances  from  l6th  Street  to  temporary  detour  and  replace 
to  their  present  location  after  completion  of  the  State's  con- 
struction and  rearranges  feeders,  poles  and  appurtenances  on 
Jryant  Street. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11, 5M— 

WHEREAS ,  the  General  Manager  and  Chief  Engineer  of  the  San 
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Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREPORS,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mr.  Leroy  Ross,  Newark,  California 

Permit  to  occupy  a  two  acre  tract  of  land  for  pasture 
purposes  at  a  rental  of  Twenty  Dollars  ($20.00)  per  annum; 
said  tract  being  approximately  one  mile  northwesterly  of  the 
town  of  Niles  and  a  portion  of  Parcel  57 »  Niles  Canyon  Lands. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.  ^5~ 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

1947  Municipal  Railway  Rehabilitation  Bond  Fund  Request  for 
additional  allotment  in  amount  ^101,566.47,  under  Appropria- 
tion No.  97-530-08,  to  provide  for  removal  of  tracks  and 
reconstruction  of  pavement  on  Mission  Street,  from  Excelsior 
Avenue  to  County  Line. 

1947  Hetch  Hetchy  Water  Bond  Fund  Request  for  Additional  Allot- 
ment in  amount  $100,000.00,  under  Appropriation  No,  98-975-59, 
to  provide  for  purchase  of  lands,  rights  of  way  and  easements 
for  the  Sunset  Supply  Line. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.^6— 

RESOLVED'  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $40.85,  expenses  of  Paul  J.  Fanning, 
Director    of  Bureau  of  Personnel  and  Safety,  attending  session 
of  the  Transportation  Commerce  Committee  of  the  State 
Assembly,  concerning  detrimental  legislation,  March  29  and 
March  JO,  1951. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO . 11 , 537— 

RESOLVED    That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  ^513,933.00-1947  Municipal  Rail- 
way Rehabilitation   Bond  Fund,  as  follows: 

From  Appropriation  No. 

97-400-03      Street  Cars  $  95,295.00 

97-400-04       Trolley  Coaches  3,499.42 

97-4OO-O4-57             "          Fid.  Engng.  529.66 

97-400-05-64  Mt.Chs.Unit  Assmbly  Replcmnts  IO4.52 

97-400-10      Purchase  of  automobiles  3,590.50 

97-510-00       Buildings  and  Their  Equipment  4,000.00 

97-510-15      Waiting  Sta's  ©  Var.Locatns  36,000,00 

97-510-15-57                         "           Fid.  Engng.  2,000.00 

97-510-22      Bridge  Terminal  8,000.00 

97-510-22-56              99          Off.  Engng.  500.00 

97-510-22-57               ??          Fid.  Engng.  500,00 

97-520-00       Overhead  Construction  l»9°9-59 

97-520-02      Mc  Allister-Hayes  Lines  5  and  21  1,030.77 

97-520-04      Ha ight- Parnassus  Lines  6  and  7  1,000.0b 

97-520-06      Market  St.  Line  8  1,247.45 

97-520-09      Sutter  St.  Lines  1,  3  and  4  4,038.00 

97-520-10      Stockton-4th  Street  Line  5,704.00 

97-520-H       Van  Ness-Potrero  Lines  13,306.00 

97-520-12      Underground  Duct  Lines  9,720.00 

97-520-18-56  Geary  Lines-B&C-Of f .  Engng.  5,288.00 

97-520-19       West  Portal  Feeder  System  4,523.00 

97-520-24       Van  Ness-Sutter  St. -Line  45  40,000.00 

97-520-24-57                     ??              Fid.  Engng.  2,000.00 

97-530-07      Trk.Recnstn. -Mason  &  Broadway  816.03 

97-530-14                  "      Market  ©  Van  Ness  41,500.00 

97-530-14-56               "                  "    Off.  Engng.  1,000.00 

97-530-14-57              ??                 "   Fid.  Engng.  1,500.00 

97.530-15      Broad-San  Jose  Connctn  42,000.00 

97-530-15-56  "  Off .Engng.  1,000,00 
97-530-15-57                   »             Fid.  Engng, 1^2^688.  1,000.00 

Unappropriated  Bal.  of  Mun.Ry. Operating  Fund  181,245. 00 

$513,933.00 
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194?  Municipal  Railway  Rehabilitation  Bond  Fund 
To  Appropriation  No, 


Structures  and  Their  Equipment 
97-510-09-56  Geary  Of fices-Off. Engng. 
97-^10-09-57 
97-510-14 
0-7-510-14*56 

97-510-23  , 
97-510-23-56 

97-510-23-57 

97-510-24 


M         Fid.  Engng, 
West  Portal  Substa. 

"       Off .Engng. 
Ocean  &  Phelan  Ave. 

f?       Off.  Engng. 
M      Fid.  Engng. 
Air  Condtng  Off.  24th  St. 

Garage 


$  1,000. 
1,000. 

6,388. 

1,000. 

140,200. 
9,000. 
6,000. 

4.000. 


Track  Removal  and  Reconstruction 


97-530-16 
97-530-16-57 


Reconstn. Tracks-Ocean  Ave. 

Junipero  Blvd.  to  Phelan  $155,100. 


"  Fld.Eng 


9>ooo 


Reconstruction  and  Replacement  Fund 

To  Appropriation  No. 

65-925-OO      Reconstn.  &  Replacmnts. 

Reconstructing  Tracks-Ocean 
Avenue- Junipero  Serra  Blvd.  to 
Phelan 


$168,588.00 


164,100.00 


181,245.00 


BE  IT  FU  RTHER  RESOLVED,  That  Resolution  No.  11,505, 
adopted  mrch  26,  1951,  be  and  the  same  is  hereby  rescinded. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 538— 

RESOLVED,  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  an  ordi- 
nance, appropriating  the  sum  of  $311,500.00,  from  the  Un- 
appropriated Balance  of  the  Municipal  Railway  Operating  Fund 
to  the  credit  of  the  Reconstruction  and  Replacement  Fund,  as 
follows: 


Appropriation  No. 

65-925-OO-Re construct! on  and  Replacements  $311,500.00 
Trk.Recstn-Var.Lctns.  $31,000. 
"  ?y  Off  .Eng.  4,000. 

"  "  Fld.Eng.  2,500. 
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Reconstruction  and  Replacements  (Cont'd) 


Mkt.  St.  Trk. Removal 

"  "     Off  .Eng.. 

Reconstn. Cable  Trks .Powell 


©8l ,000. 


Wash.  &  Jcksn  Cable  Recon. 


Off .Eng. 
Fid. Eng. 


Off .Eng. 
Fid. Eng. 

Materials 


8,000. 
46,000. 
2,500. 
1,500. 
96,000. 
5,000. 
3,000. 
20,000. 


Reconstn, Trks. 1st.  &  Miss  and 
Freemont  &  Miss. 


10,000. 
600. 
400. 


Of  f. Eng. 
Fid .Eng. 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


WHEREAS,  the  high  intensity  runway  light  brightness  con- 
trol serving  the  San  Francisco  Airport  instrument  landing 
system  runway  has  become  inoperative;  and 

WHEREAS    it  is  imperative  that  this  runway  brightness 
control  regulator  be  repaired  as  soon  as  possible  as  the 
facility  is  essential  to  the  protection  of  life  and  property: 

THEREFORE,  BE  IT  RESOLVED'  That  in  consonance  with 
Section  46-Chapter  X,  Article  2  of  the  Municipal  Code,  time 
being  of  the  essence,  and  to  safeguard  life  and  the  property 
of  the  City  and  County  of  San  Francisco,  this  Commission 
hereby  declares  the  existence  of  an  emergency  to  cover 
necessary  emergency  repairs  to  said  brightness  regulator,  and 
the  PBnager  of  Utilities  be  and  he  is  hereby  directed  to  pro- 
vide in  the  most  expeditious  manner  for  said  necessary 
repairs. 

BE  IT  FURTHER  RESOLVED'  That  the  Controller  is  hereby 
requested  to  certify  necessary  funds,  in  an  estimated  amount 
of  $500.00,  to  provide  for  cost  of  said  repairs. 


--RESOLUTION  NO.  11.  — 
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On  motion  of  Commissioner  ^wanson.  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.540— 

RESOLVED'  That  this  Commission  hereby  approves  the  pro* 
posed  contract  submitted  to  this  Commission  for  geological 
services  to  be  rendered  by  Hyde  Forbes,  Consulting  Engineering 
Geologist,  in  examination  and  written  report  of  geological 
conditions  or  faults  uncovered  in  excavations  for  remaining 
portions  of  Sections  A  and  C  of  Bay  Division  Pipe  Line  No,  3« 

BE  IT  FURTHER  RESOLVED,  That  the  Manager  of  Utilities  be 
and  he  is  authorized  to  execute  said  contract  for  and  on  be- 
half of  this  Commission  and  the  City  and  County  of  San  Fran- 
cisco. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.54I— 

RESOLVED,  That  this  Commission  hereby  approves  of  a  settle- 
ment of  a  claim  against  Chas,  L.  Harney,  Inc.,  in  the  sum  of 
£435.60  for  damage  to  the  slot  on  the  Jackson    Street  Cable 
Car  Line  at  a  point  between  Fillmore  and  Sfeiner  Streets, 
occasioned  on  or  about  the  15th  day  of  September,  1950,  by 
payment  forthwith  of  the  sum  of  ^217.80,  and  the  mnager  of 
Utilities  is  hereby  authorized  and  empowered  to  execute  for 
and  on  behalf  of  this  Commission  and  the  City  and  County  of 
San  Francisco  a  release  of  said  claim  upon  the  payment  of  said 
sum  of  S217.80, 

REMARKS: 

Luring  the  past  week  the  Commission  authorized  the 
calling  of  bids  for  the  work  of  Airport  Contract  No.  lJO-Con- 
struction  of  Terminal  Building  at  San  Francisco  Airport,  bids 
to  be  received  May  8,  1951. 


THEREUPON  THE  MEETING  ADJOURNED • 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


SPECIAL  MEETING  OP  THE  PUBLIC  UTILITIES  COM- 
MISSION HELD  IN  ROOM  282  -  CITY  HALL  -  APRIL 

13.  1951- 


Present:  Commissioners  Philip  P.  Land  is,  Sam  Mc  Kee,  Victor  S. 
Swans on,  Edw.  B.  Baron   and  Donald  A.  Cameron. 

President  Philip  P.  Land  is  presided. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.542— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  that  budget  estimates 
be  amended  as  follows: 

Index  62 

Public  Utilities  Commission 

Appro.  No.  General  Office  Increase 

162-266-00  Legal  Services-City  Attorney's  Office  $  1,360.00 
162-860-00    Pension  and  Retirement  Allowance  441.OO 

$  1,001.00 

Bureau  of  Public  Service  and 
Employees  Relations  

162-860-04    Pension  and  Retirement  Allowance  164.00 

Bureau  of  Personnel  and  Safety 

162-860*05    Pension  and  Retirement  Allowance  110. 00 

'$2,075,00 


BE  IT  FURTHER  RESOLVED,  That  Resolution  No.  11,528  adopted 
April  9,  1951 .  be  and  the  same  is  hereby  rescinded. 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  11. 54  V- 

RESOLVED.  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  that  budget  estimates 
be  amended  as  follows: 

Index  64 


Appro.  No,  San  Francisco  Airport  Increase 

164-Hl-OO   Allowance  for  Overtime  $  121.00 

164-II2-OO  Allowance  for  Holiday  Relief  660.00 
164-12O-OO  Temporary  Salaries  1,100.00 
164-23I-OO  Heat,  Light  and  Power  10,304,00 
164-860-OO  Pension  and  Retirement  Allowance  4,442.00 
164-90O-OI    Services  of  Fire  Department  4.048.00 

I  20,675.00 

BE  IT  FURTHER  RESOLVED,  That  Resolution  No.  11,530  adopted 
April  9,  1951,  be  and  the  same  is  hereby  rescinded. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mb  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 544— 

RESOLVED    That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  that  budget  estimates 
be  amended  as  follows: 

Index  65 


Appro.  No.                    Municipal  Railway  Increase 

165-Hl-OO   Allowance  for  Overtime  $  660.00 

I65-II2-OO    Allowance  for  Holidays  2,267.00 

165-120-00    Temporary  Salaries  1,728.00 

165-815-OO    Miscellaneous  Insurance  20,000.00 

165-860-OO    Pension  and  Retirement  Allowance  39,472.00 

Services  of  Other  Departments 

165-900-03    Public  Utilities  Commission  1,539,00 

165-900-04   City  Attorney  5,960.00 

165-950-OO    Purchasing  Department  10.QQ6.00 

'$82,622.00 


THEREUPON  THE  MEETING  ADJOURNED, 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


790th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  APRIL  l6, 
1951- 


Present:    Commissioners  Philip  P.  Landis,  Sam  Mc  Kee,  Victor 
S.  Swanson,  Edw.  B.  Baron  and  Donald  A.  Cameron 

President  Philip  P.  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  789th  regular  meeting  of  the  Com- 
mission held  April  9,  1951  and  of  the  Special  Meeting  of  the 
Commission  held  April  13,  1951  were  approved^ 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.jffi— 

RESOLVED,  That  this  Commission  approves  the  following 
contract  payment  recommendations: 

Contract  Payment  in  amount  $9,870,23,  in  favor  of  American 
Trust  Co.,  San  Mateo,  account  of  Bragato  Paving  Co.,  under 
Airport  Contract  No.  126-Constructing  Improvements  for  Seaplane 
Port  Area  Loading  Apron. 

Contract  Payment  in  amount  $4,361*34,  in  favor  of  American 
Trust  Co.,  San  ffeteo,  account  of  Bragato  Paving  Co.,  under 
Airport  Contract  No.  129-Constructing  Service  Building  Entrance 
Road  at  San  Francisco  Airport. 

Contract  Payment  in  amount  $4,959.72,  in  favor  of  J.  Walter 
Thompson  Co.,  for  services  in  conducting  a  public  information 
and  business  promotion  campaign  for  the  Municipal  Railway* 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11,^6— 

RESOLVED,  That  the  award  of  work  to  the  Municipal  Railway, 
by  virtue  of  its  bid  under  Municipal  Railway  Contract  No. 
593,  for  reconstruction  of  cable  car  tracks  on  Mason  Street 
and  Columbus  Avenue,  is  hereby  rescinded,  and  Resolution  No, 
11,498  of  this  Commission,  adopted  on  March  26,  1951*  is 
hereby  accordingly  repealed. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 547-- 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $455«79» 
being  the  credit  difference  between  certified  estimated  con- 
tract and  final  performance;  approves  Certificate  of  Acceptance 
and  Final  Payment  in  amount  $6,295*21,  in  favor  of  Callahan 
Construction  Co.,  under  SFWD  Contract  No.  547-Laying  8??  and  12?f 
Cast  Iron  mins  in  Lag  una  Honda  Boulevard  and  Clarendon  Avenue. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously!1 

— RESOLUTION  NO.  11. ^48— 

RESOLVED    That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for  the  following 
public  work  to  be  performed  for  the  Public  Utilities  Commission 
of  the  City  and  County  of  San  Francisco,  to-wit: 

Alterations  to  Geneva  Offices 
Mun.  Ry.  Contract  No.  392 

be  and  the  same  is  hereby  awarded,  subject  to  Controller's 
certification  of  funds,  to 

Leon  Carlen-5000  Fulton  St.,  San  Francisco 

he  being  the  lowest  regular  and  responsible  bidder  therefor  at 
the  lump  sum  price  of  $8,641.00;  and 

All  other  bids  for  the  above-described  work  are  hereby 
rejected. 
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Funds  for  this  work  are  available  in  Appropriation  No, 
97-510*20  of  the  1947  Municipal  Railway  Rehabilitation  Bond 
Fund. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.549— 

RESOLVED'  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for  the  following  pub- 
lic work  to  be  performed  for  the  Public  Utilities  Commission 
of  the  City  and  County  of  San  Francisco,  to-wlt: 

Roof  Reconstruction  at  Downtown  Substation-Municipal 
Railway  Contract  No,  398 

be  and  the  same  is  hereby  awarded  to 

Arthur  W.  Baum 

he  being  the  lowest  regular  and  responsible  bidder  therefor 
at  the  lump  sum  price  of  $3,680. 00, 

And  all  other  bids  for  the  above-described  work  are  hereby 
rejected. 

Funds  for  this  work  are  available  under  Appropriation 
No,  97-51O-OO  of  the  1947  Municipal  Railway  Rehabilitation  Bond 
Fund. 

On  motion  of  Commissioner  Baron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. TO— 

RESOLVED,  That  on  recommendation  of  the  Manager  of  Utilities 
the  General  Manager  of  the  Municipal  Railway,  the  General  Claims 
Agent  thereof,  and  the  City  Attorney,  this  Commission  approves 
and  hereby  requests  the  Controller  to  draw  warrants  against 
such  funds  as  are  or  will  be  legally  available  in  payment  of 
non-litigated  and  litigated  cases  as  follows: 

Claimant       CURRENT  Y  EAR        Date  of  Accident  Settlement 
Non-litigated  settlement 

William  Henry  Swilley,  Jr.     March  2,  1951  $  108.82 

Appropriation  No .O65-804-OI  $'  108.82 

Amending  that  portion  of  Resolution  No.  II398, 
claimant  Mildred  L.  Jones,  to  provide  for  pay- 
ment of  interest  on  judgment  |  19*84 

Appropriation  No,  065-804-05  I  19.84 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.551-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $1,682, 00- Water  Department 
Funds,  to  credit  of  Appropriation  No,  066-111-00,  to  provide 
for  deficiency  in  appropriation  for  Overtime  Allowance  for 
balance  of  fiscal  year  I95O-I951. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,552— 

RESOLVED,  That  that  portion  of  Resolution  No.  IOO9I, 
adopted  August  29,  1949 >  approving  settlement  of  claim  of 
mry  E,  King,  v  City  and  County  of  San  Francisco,  in  amount 
$300.00,  be  and  the  same  is  hereby  rescinded,  case  being  dis- 
missed for  lack  of  prosecution;  Appropriation  No,  965-804-O2-I 
to  be  credited. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.55^— 

RESOLVED,  That  this  Commission  approves  the  following 
traveling  expense  vouchers: 

Expense  Voucher  in  amount  $20.15,  expenses  of  Robert  Rockwell, 
Assistant  Director  of  Bureau  of  Public  Service,  covering  con- 
ferences, month  of  mrch,  1951,  with  Junior  Chamber  of  Com- 
merce, Advertising  Clubs  and  officials  of  Utilities  Companies. 

Expense  Voucher  in  amount  $20,30,  expenses  of  Ifyles  Smith, 
Assistant  Director  of  Bureau  of  Public  Service,  covering  con- 
ferences, month  of  r&rch,  1951,  with  Aviation  Writers,  Junior 
Chamber  of  Commerce,  Newspapers,  Students'  Meeting  and  mgazine 
Writers, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.554— 
RESOLVED,  That  this  Commission  approves  all  non-civil 
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service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  mrch,  1951 ;  and 

BE  IT  FURTHER  RESOLVED,  That  report  of  said  appoint- 
ments and  removals  be  transmitted    to  the  Civil  Service  Com- 
mission and  to  the  Controller, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11.555— 

RESOLVED    That  this  Commission  hereby  requests  the 
Controller's  certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Transfer  from  Compensation 
Reserve,  in  amount  $474* 59 »  *>°  xOrovide  for  payment  of 
military  leave  for  Leonard  M*  Jeffers,  Assistant  Engineer  II, 
Electrical, 


1947  Municipal  Railway  Rehabilitation  Bond  Fund  Request  for 
Intra  Fund  Transfer  in  amount  $3,641.00,  from  Appropriation 
No.  97-510-30,  Buildings  and  Their  Equipment,  to  credit  of 
Appropriation  No.  97-510-20,  to  provide  additional  funds  for 
certification  of  Municipal  Railway  Contract  No.  392-Altera- 
tions  to  Geneva  Offices, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,556— 

RESOLVED.  That  this  Commission  approves  the  following 
contract  payments: 

Contract  Payment  in  amount  $5,971.07,  in  favor  of  Artukovich 
Bros,  and  Steve  Rados,  under  SFWD  Contract  No.  524-Construction 
of  Bay  Division  Pipe  Line  No.  3-Section  B, 

Contract  Payment  in  amount  $322,581.10,  in  favor  of  Security 
First  National  Bank  of  Los  Angeles,  assignee  for  Uhited  Con- 
crete Pipe  Corporation,  under  SFWD  Contract  No.  524-Con- 
struction of  my  Division  Pipe  Line  No,  3-^ection  AC* 
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On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.557— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Mayor  to  recommend  to  the  Board  of  Supervisors  ,  supplement 
to  the  1951-1952  Municipal  Railway  Budget,  by  adding  thereto 
the  sum  of  $87,127. 00,  under  Appropriation  No.  165-815-OO- 
Miscellaneous  Insurance,  to  provide  additional  funds  necessary 
to  continue  excess  Public  Liability  and  Property  Damage  In- 
surance for  the  Municipal  Railway. 


REMARKS: 

The  Commission  noted  with  interest  and  pleasure,  the 
comprehensive  report  entitled  "Report  on  the  Rehabilitation 
of  the  San  Francisco  Municipal  Railway,  from  1947  to  1951," 
submitted  by  Marmion  D.  Miles,  Consultant. 

The  report  reviewed  the  condition  of  the  Ftaiicipal 
Railway  at  the  end  of  World  War  II  and  the  necessity  of  re- 
habilitating and  modernizing  the  then  obsolete  plant;  the 
development  of  the  1947  Rehabilitation  Bond  Fund;  the  plan  as 
it  developed;  organization  of  the  Municipal  Railway;  results 
of  operation  1946-I95O;  steps  to  complete  the  modernization 
program. 

Mr.  Mills  in  summini^the  report,  made  the  following 
recommendations:  (1)  develop  a  proposal  for  a  bond  issue  to 
finance  the  conversion  program  of  the  Cable  Car  Lines  and 
trolley  coach  replacement  of  certain  other  lines;  (2) legis- 
lation to  repeal  the  initiative  ordinance  requiring  two-man 
operation  of  street  cars;  (3)  determine  method  by  which  in- 
creased revenue  can  be  made  available;  (4)  acquire  the 
California  Street  Cable  Railway  Company. 


During  the  past  week,  the  Municipal  Railway  was  the  re- 
cipient of  a  special  citation  certificate  issued  by  the  Ameri- 
can Transit  Association  for  showing  the  greatest  improvement 
in  1950  in    passenger  and  traffic  safety  among  all  transit 
companies  in  the  IMted  States  and  Canada,  in  cities  of 
600,000  population  or  more. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


791st  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  APRIL  23, 


Present:    Commissioners  Philip  F.  Landis,  Sam  Mc  Kee,  Victor 
S.  Swans on,  Edwf  B.  Baron  and  Donald  A.  Cameron* 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  790th  regular  meeting  of  the  Com- 
mission held  April  16,  1951  were  approved. 

On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.558— 

WHEREAS t  the  following  employees  have  retired  from  the 
service  of  the  City  and  County  of  San  Francisco  having  served 
in  the  Market  Street  Railway  and  or  the  Municipal  Railway,  in 
excess  of  twentv-five  years;  and 

WHEREAS,  the  Public  Utilities  Commission  recognizes  the 
valuable  service  these  employees  have  rendered  the  people  of 
San  Francisco  while  employed  by  said  Market  Street  Railway  and 
or  the  Municipal  Railway: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission in  behalf  of  the  p  eople  of  the  City  and  County  of 
San  Francisco  in  recognition  of  their  long  and  faithful  service 
by  this  resolution  expresses  to  these  employees,  its  best 
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wishes  for  a  Ion/*  and  happy  life  and  the  assurance  of  its 
appreciation  of  work  well  performed;  and 


BE  IT  FURTHER  RESOLVED'  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  4  copy  of  resolution  for  presenta 
tion  to  each  of  the  said  following  employees: 


On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


WHEREAS,  Louis  M.  Perrin,  Senior  Engineer,  Electrical- 
Hetch  Hetchy  Water  Supply,  Power  and  Utilities  Engineering 
Bureau  will  retire  April  30,  1951,  having  served  for  a  period 
of  twenty-seven  years;  and 

WHEREAS    for  the  past  twenty-seven  years,  Mr,  Perrin  with 
conscientious  executive  and  engineering  ability  affectively 
planned  and  developed  the  distribution  of  power  from  the  Hetch 
Hetchy  Power  Plants;  planned  and  developed  the  layout  of  new 
trolley  coaches  and  streamline  street  cars  for  the  Municipal 
Railway;  gave valuable  assistance  to  other  City  Departments  in 
development  of  electrical  plans;  and 

WHEREAS,  Mr.  Perrin  in  all  his  City  service  exhibited  a 
high  degree  of  technical  skill  based  on  education  and  con- 
tinuous technical  study  r eflecting  foresight  and  care  in  many 
important  projects;  and 

WHEREAS t  the  Public  Utilities  Commission  recognizes  the 
valuable  service  Mr,  Perrin  has  rendered  the  people  of  San 
Francisco: 

THEREFORE,  BE  IT  RESOLVED^  That  the  Public  Utilities  Com- 
mission on  behalf  of  the  people  of  the  City  and  County  of  San 
Francisco,  in  recognition  of  his  long  and  faithful  service,  by 
this  resolution,  expresses  its  appreciation  for  work  well  done, 
its  thanks  for  his  many  years  of  unselfish  service,  its  recog- 
nition of  his  splendid  achievements  and  its  best  wishes  for  a 
long  and  happy  life;  and 

BE  IT  FURTHER  RESOLVED,  That  the  Secretary  be,  and  he  is 
directed  to  prepare  a  copy  of  this  resolution  for  presentation 
to  Mr.  Louis  M.  Perrin. 


Employee 


Service 


Harry  A.  Mc  Ginley 
Alfred  West 
Rudolph  H.  Witt 


31  years 
35  years 
31  years 


—RESOLUTION  NO.  11.559— 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

■ — RESOLUTION  NO.  11.560— 

RESOLVED*  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions and  hereby  approves  Certificate  of  Acceptance  and  Pinal 
Payment  in  amount  $2,979.90,  in  favor  of  Scott-Buttner  Elec- 
tric Co.,  under  Airport  Contract  No.  127-Constructing  Sub- 
station ?tF??  and  Power  Supply  for  Existing  Administration 
Building  at  San  Francisco  Airport* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 56l~ 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
$132.60;  under  SFWD  Contract  No.  549-Laying  6"  CI  Mains  in 
Apparel  Heights    Extension,  contractor,  E,  J.  Treacy,  covering 
the  following: 

Modify  Item  10  of  the  contract  from  10  days 
to  4  days-Field  Inspector  -  CRSDIT-$132«6o. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.562— 

RESOLVSD    That  this  Commission  hereby  requests  the 
Controller's  certification  for  Modification  of  Contract  in 
amount  $165.55,  under  Municipal  Railway  Contract  No.  365- 
Trolley  System  for  No.  47  (H)  Line,  contractor,  Severin 
Electric  Co.,  covering  the  following: 

Furnish  and  install  back  guy  at  Pole  L, 
as  per  Drawing  BL-2943  $  35. 00 

Weld  extensions  on  seven  poles  as  shown 
on  Sketch  510404  1^0*55 

$165.55 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.S6^— 

RESOLVED t  That  this  Commission  approves  Traveling  Expense 
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Voucher  in  amount  $419.38,  covering  expenses  of  A/  J  4 
Kritscher,  Engineer,  for  expenses  to  and  from  St.  Louis,  Mb., 
inspecting  trolley  coaches  being  built  by  the  St.  Louis  Car 
Co, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.56A-- 

RESCLVEDf  That  on  recommendation  of  the  imager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  and  litigated  cases 
as  follows: 

Claimant  Date  of  Accident  Settlement 

Current  Year: 
Non-litigated  settlement 

Louis  Mori  April  11,  1951  $     105. 69 

Appropriation  No.  065-804-OI        $     IPS. 69 

Prior  Years: 
Litigated  settlement 

Maria  Solowskoy  July  19,  1949  £45,000,00 

Appropriation  No,  P65-8P4-P2  S45.OOOXX) 

Amending  that  portion  of  Resolution  No.  11,485 
claimant-Georgia  Anna  Mc  Laughlin,  to  provide' 
for  interest  on  judgment  $  47«?6 

Appropriation  No.  065-804-03        |      47. ?6 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

- -RESOLUTION  NO.  11.565- - 


WHEREAS,  under  the  terms  of  Municipal  Railway  Contract 
No«  339*  Construction  of  Substation  at  West  Portal,  Ira.  H. 
Larsen  Company,  contractor,  was  required  to  complete  all 
work  specified  on  January  15,  1951 ;  and 
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WHEREAS,  the  Contractor  was  delayed  by  reason  of  the 
failure  of  suppliers  of  electrical  materials  to  deliver  cable, 
bus  bar  copper  and  rubber  matting;  and 

WHEREAS,  such  shortages  delayed  progress  in  other  related 
work;  and 

WHEREAS '  said  contractor  has  been  diligent  in  his  attempt 
to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE ,  BE  IT  RESOLVED,  That  the  contract  time 
for  performing  all  the  work  specified  under  Municipal  Railway 
Contract  No,  539*  ^e  and  ^s  hereby  extended  for  a  period  of 
ninety-one  (91)  calendar  days  until  April  16,  1951 t  and  that 
liquidated  damages,  by  reason  of  such  extension,  are  hereby 
waived. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,566— 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions and  approves    Certificate  of  Acceptance  and  Final  Pay- 
ment in  amount  $8,124.98,  in  favor  of  Ira  H,  Larsen  Co., 
under  Municipal  Railway  Contract  No.  339-Cons true t ion  of  Sub- 
station at  West  Portal. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.  g&fr-. 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution,  granting  permission 
to  Paul  J.  Fanning,  Direotor  of  Personnel  and  Safety,  to 
proceed  to  Baltimore,  Maryland,  to  confer  with  officials  of 
the  American  Transit  Association  and  to  be  a  panel  speaker 
at  said  conference  and  to  proceed  to  the  Cities  of  New  York 
and  Washington,  D.  C.,  to  confer  with  officials  of  transit 
companies  on  the  matter  of  personnel  and  safety  maintenance ;and 

BE  IT  FURTHER  RESOLVED'  That  necessary  expenses  are 
payable  from  Appropriation  No.  062-200-00-Municipal  Railway 
Contractual  Services. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.568— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Bureau  of  Light,  Heat  and  Power  Request  for  Intra  Fund  Trans- 
fer in  amount  $831.59,  from  Appropriation  No.  063-231-63-1, 
to  credit  of  — 

Appropriation  No,  063-231-09,  Gas  and  Electricity, 
Police  Department,  in  amount  #30.00 
Appropriation  No.  063-231-24,  Gas  and  Electricity, 
Youth  Guidance  Center,  in  amount  $801.59. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer,  from 
Appropriation  No.  068-500-OO  in  amount  $4,243.00  and 
Appropriation  No,  68-Q25-OO    in  amount  $4,807.00,  to 
credit  of  Appropriation  No.  60-399-99,  to  set  up  allowance 
in  Stores  Revolving  Fund  to  purchase  construction  materials  for 
replacement  of  Lower  Cherry  Power  and  Telephone  Lines  with  a 
stub  line  branching  off  the  new  Cherry  River  Project  power 
pole  line. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$5,600.00,  from  Appropriation  No.  065-950-OO-Services  of 
Purchasing  Department,  to  credit  of  Appropriation  No,  065- 
244-OO,  to  provide  for  deficiency  in  appropriation  for  "Tire 
Rental 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $233.00, 
from  Appropriation  No..  064-271-OO-Music  Broadcasts,  to  credit 
of  Appropriation  No.  064-III-OO,  to  provide  for  payment  of 
emergency  overtime  to  certain  employees,  occasioned  by  the 
arrival  of  General  Douglas  MacArthur. 

Water  Department  Request  for  Transfer  from  Compensation  Reserve 
in  amount  $217*42,  to  provide  for  payment  of  military  leave 
for  Harold  L.  Fruitman,  Senior  Water  Chemist, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.56Q-- 

RESOLVED,  Jhat  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordinance, 
appropriating  the  sum  of  $23 , 590 ,00-Muni cipal  Railway  Funds,  to; 
credit  of  Appropriation  No.  065^815-00,  to  provide  additional 
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funds  required  for  payment  of  premium  on  excess  public 
liability  and  property  damage  policy  covering  operations  of 
the  Municipal  Railway  during  the  months  of  my  and  June,  1951* 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11,570-- 

RESOLVEB,  That  upon  written  request  of  Fred  T.  Pairey, 
this  Commission  hereby  consents  to  the  cancellation,  without 
liability  upon  the  part  of  said  Fred  T.  Fairey,  contractor, 
or  the  City  and  County  of  San  Francisco,  or  this  Commission, 
or  any  member  thereof,  of  that  certain  contract  awarded  by 
this  Commission  to    said  Fred  T,  Fairey  (otherwise  known  as 
F.  T,  Fairey)  by  resolution  of  this  Commission  under  date  of 
August  21,  1950. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  11,571-- 

RES0LVEDf  That  this  Commission  hereby  requests  the  Vhyor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  funds  of  the  Hetch  Hetchy  Project,  as 
follows : 

From  Appropriation  No. 
Unappropriated  Balance  of  the  Hetch 

Hetchy  Project  Operating  Fund  $  37,000,00 

68-990-Ol-Hetch  Hetchy  Project 

Surplus  Fund  136,729.00 
068-23I-OO  and  068-231-Ol-Purdhase 

of  Power  for  Resale  46.271.00 

S  220.000.00 


To  Credit  of  Appropriation  No.  068-50O-OO  $  220.000.00 

to  provide  for  improvement  of  access  roads  south  of  Tuolumne 
River--(l)  improve  and  surface  road,  South  Fork  to  Mather: 
(2)  Re-align,  improve  and  surface  road,  Intake  Siding  to 
Early  Intake, 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.572— 

RESOLVED,  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  ftj, 000 ,00- Municipal  Railway 
Funds,  to  credit  of  Appropriation  No.  065-III-OO,  to  provide 
additional  funds  required  for  payment  for  overtime  worked  by 
employees  on  monthly  compensation  during  the  balance  of  the 
fiscal  year  ending  June  30,  1951 • 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. S73— 

RESOLVED,  That  the  City  Attorney  is  hereby  instructed 
to  institute  legal  proceedings  against  Redwood  Material  Com- 
pany, Joseph  P.  Nash,  Murphy  Construction  Company,  H.  D. 
Murphy,  J.  0»  Archibald,  and  any  other  persons  responsible 
therefor,  for  elimination  of  a  condition  of  floods  and  de- 
psoits  of  water  upon  land  in  ownership  by  the  City  and  County 
of    San  Francisco  and  under  the  jurisdiction  of  this  Com- 
mission, located  at  San  Carlo,  California,  and  known  as  Parcel 
37,  San  Mateo  County  Lands  of  the  Water  Department,  consisting 
of  approximately  30,54  acres. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.57A— 

RESOLVED    That  this  Commission  approves  and  hereby 
requests  the  Controller's  certification  of  Vfeter  Department 
Request  for  Intra  Fund  Transfer,  in  amount  #700,000,00, 
from  Appropriation  No.  066-500-OO- Additions  and  Betterments, 
to  credit  of  Appropriation  No.  066-399-98-I,  Materials  and 
Supplies,  Purchase  of  Pipe  and  Fittings,  in  amount  $165,000.00 
and  to  credit  of  Appropriation  No.  66-980-04,  Distribution 
Mains  in  amount  $535,000.00,  for  Sutro  Reservoir  Development. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.575— 

RESOLVED'  That  this  Commission  approves  Contract  Payment 
in  amount  $51; 604,20,  in  favor  of  Granite  Construction  Co., 
under  SFWD  Contract  No.  536-Construction  of  Concrete  Lining, 
Roof  and  Control  Works,  Sutro  Reservoir. 
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On  motion  of  Commissioner  Swans on f  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.576— 

RESOLVED    That  this  Commission  hereby  directs  that  the 
Manager  of  Utilities  cause  t  o  be  served  upon  E,  E,  Phillips, 
month-to-month  tenant  on  property  at  Millbrae,  California, 
a  portion  of  the  Silva  Tract,  a  notice  to  quit  and  surrender 
possession  of  the  premises  so  occupied. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.^77 — 

RESOLVED,  That  this  Commission  hereby  directs  that  the 
Manager  of  Utilities  cause  to  be  served  upon  Ted  Handman, 
month-to-month  tenant  on  property  at  Milllprae,  California, 
a  portion  of  the  Silva.  Tract,  a  notice  to  quit  and  surrender 
possession  of the  premises  so  occupied. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution   was  adopted  unanimously: 

—RESOLUTION  NO.  11.578— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Director  of  Property  to  take  such  steps  as  are  necessary  to 
procure  for  the  account  of  the  San  Francisco  Water  Department, 
a  40 ?  right  of  way  easement  easterly  of  and  adjacent  to  the 
existing  40*  Crystal  Springs  Pipe  Line  No.  2  right  of  way, 
through  the'f ollowing  properties: 

The  Mills  Estate,  Inc. 
U.  S.  Navy  Property 

Lands  of  Avansino  Mortensen  &  Co. 
Sneath  Lane 

G-olden  Gate  National  Cemetery 

said  easements  being  necessary  for  the  Sunset  Supply  Line, 
Millbrae,  to  Baden. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

'  —RESOLUTION  NO.  II.S79— 

RESOLVED,  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution,  accepting  deed  from  Edward 
William  Torello  and  Emily  A  Torello,  his  wife,  to  a  portion 
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of  Lot  15  Hillsborough  Manor",  in  the  City  of  Hillsborough, 
San  Mateo  County,  containing  ap  proximately  10,562  square  feet 
and  that  the  sum  of  $6,850,00  be  paid  for  said  property, 
payable  from  Appropriation  No*  98-975-59,  said  property  being 
required  for  the  Sunset  Supply  Line, 


Transit  Report: 

The  Commission  noted  the  report  submitted  by  David  Canning, 
Superintendent  of  Traffic,  dated  April  23,  1951,  to  Wm.  H. 
Scott,  General  Manager-Municipal  Railway,  re  changes  to  be 
effective  May  6,  1951.    Schedule  changes  are  planned  for 
Trolley  Coach  Lines  Nos.  5,  6,7,8,  9,  and  21  and  motor  coach 
lines  Nos.  11  and  14* 

Principal  changes  to  Lines  5,  6,  7,  8,  9,  11,  and  21  have  to 
do  with  (1)  adjustments  in  running  time  daily,  Saturday  and 
Sunday;  (2)  an    adjustment  in  the  level  of  service  during 
peak  hours,  nights,  Saturday  and  Sundays  more  nearly  in 
keeping  with  passenger  demand.    For  No.  6  Line  operation,  it 
is    planned  to  operate  night  service,  now  terminating  at 
5th  Street,  through  to  the  Ferry.    More  effective  use  of  the 
Stanyan  Loop  during  rush-hour  will  be  made.    Because  of  man- 
power shortage,  65  vehicles  are  used  in  servicing  the  No. 
14  line;  with  correction  of  the  shortage  of  operating  person- 
nel, perak  services  will  be  reviewed  and  adjustments  made. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


*  *  * 


792nd  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  APRIL  JO, 

1951. 


Present:  Commissioners  Philip  P.  Landis,  Sam  Mc  Kee,  Victor 
S.  Swanson,  Edw.  B.  Baron  and  Donald  A.  Cameron, 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  791st  meeting  of  the  Commission 
held  April  23,  1951  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

■.-RESOLUTION  NO.  11.58o~- 

RESOLVED,  That  in  accordance  with  the  recommendation 
of  the  Onager  of  Utilities,  the  contract  for 

HHWS  Contract  No.  229-Cherry  River  Project 
Exploratory  Core  Drilling 

a  public  work  to  be  performed,  on  the  basis  of  the  unit 
prices  submitted  and  regularly  on  file  for  the  estimated 
quantities  of  work  to  be  performed  as  set  forth  in  the  related 
specifications,  for  the  Public  Utilities  Commission  of  the 
City  and  County  of  San  Francisco,  be  and  the  same  is  hereby 
awarded  to 

Diamond  Drillers,  Inc.,  San  Francisco 

they  being  the  lowest  regular  and  responsible  bidders  for  the 
work  aforesaid  at  $31,520.00,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above-described  work  are  hereby 


.7448- 


rejected 


Funds  for  this  work:  areavailable  in  Appropriation  No,  192- 
057-00, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 

Fic  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.58l— 

RESOLVED,  That  on  recommendation  of  the  General  Manager 
and  Chief  Engineer  of  the  San  Francisco  Water  Department,  the 
City  Attorney  an  d  the  Onager  of  Utilities,  this  Commission 
approves  and  hereby  requests  the  Controller  to  draw  warrants 
against  such  funds  as  are  or  will  be  legally  available  in 
payment  of  claims  against  the  San  Francisco  Water  Department 
as  follows: 

Claimant  Date  of  Accident  Settlement 

Harry  Wilson  (death  of  Matilda 

Wilson)  August  30,  1950  $10, 000,00 

Louisa  M.  Mc  Gahie  August  20,  1948  1,500,00 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,582— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract,  in 
credit  amount  of  $1,283*62,  being  the  difference  between  Con- 
troller's certification  in  amount  $21,000.00  and  the  perfor- 
mance of  services  rendered  by  the  J.  Walter  Thompson  Company, 
in    amount  $19,716.38,  for  the  period  ending  September  1, 
1950,  said  services  providing  for  a  business  promotion  cam- 
paign for  the  Municipal  Railway, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.^-- 

WHEREAS ,  SFWD  Contract  No.  559-For  the  Laying  of  4",  6" 
and  8"  Cast  Iron  Mains  in  Golden  Gate  Heights,  contractor, 
Harold  T.  Treacy,  should,  in  accordance  with  the  time  limit  set 
forth  in  said  contract,  be  completed  on  or  before  March  9,  1951 ; 

WHEREAS,  contractor  has  experienced  unavoidable  delay  be- 
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cause  curbs  were  not  set;  and 


WHEREAS '  said  Harold  T.  Treacy  prosecuted  the  work  of 
the  contract* diligently: 

THEREFORE;,  BE  IT  RESOLVED>  That  this  Commission  hereby 
grants  an  extension  of  eleven  (ll)  days  for  the  completion  of 
SFWD  Contract  No.  559  and  liquidated  damages  for  theresulting 
days  of  delay  are  hereby  waived* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 584— 

WHEREAS,  SFWD  Contract  No.  555  for  the  laying  of  6n  and 
8??  Cast  Iron  Mains  in  25th  Street,  Texas  to  Pennsylvania 
Streets,  and  in  Jules  Avenue,  Grafton  to  Lakeview  Avenue, 
contractor,  Harold  T.  Treacy,  should,  in  accordance  with  the 
time  limit  set  forth  in  said  contract  be  completed  on  or  be- 
fore January  2,  1951 ;  and 

WHEREAS,  contractor  has  experienced  unavoidable  delay 
because  Jules  Avenue  was  not  brought  to  grade;  and 

WHEREAS |  said  Harold  T.  Treacy  prosecuted  the  work  of  the 
contract  diligently: 

THEREFORE,  BE  IT  RESOLVED.  That  this  Commission  hereby 
grants  an  extension  of  eighty  (80)  days  for  the  completion  of 
SFWD  Contract  No.  555,  and  liquidated  damages  for  the  re- 
sulting days  of  delay  are  hereby  waived. 

On  motion  of  Commissioner  He  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.585— 

RESOLVED'  That  this  Commission  approves  Traveling  Expense 
Voucher  in  am6unt  $56.02,  expenses  of  Geo.  M.  Dixon,  Manager 
and  Chief  Engineer-San  Francisco  Airport,  month  of  March,  1951, 
covering  conferences  with  the  Commission  and  Staff;  with 
officials  of  the  Chamber  of  Commerce;  Bay  Area  Aviation  Com- 
mittee; Airline  Campanies;  Civil  Aeronautics  Authority;  New 
York  Port  Authority;  Flying  Farmers  of  California  Organization. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was  adopted  unanimously: 

"RESOLUTION  NO.  11.586— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution,  authorizing  ac- 
ceptance of  deed  from  Satoshi  Tsunoda,  covering  an  80  foot 
strip,  containing  1.3  acres,  near  Mountain  View,  California, 
required  for  the  Bay  Division  Pipe  Line  No.  3  and  that  the  sum 
of  $3,200,00  be  paid  for  said  real  property  from  Appropriation 
No,  98-950-59. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

-^RESOLUTION  NO,  11. ^87-- 

WHEREAS 4  under  the  terms  of  Municipal  Railway  Contract 
No,  344,  Trolley  System  for  No.  30  (F)  Line,  Abbett  Electric 
Co9,  contractor,  was  required  to  complete  all  of  the  work 
under  Part  I  on  September  5,  195O;  Part  II  on  January  7, 
1951  and  Part  III  on  March  1,  1951 ;  and 

WHEREAS*  work  on  Part  I  was  completed  on  September  5# 
1950  and  work  on  Part  II  was  completed  on  January  7,  1951* 
as  scheduled;  and 

WHEREAS '  the  contractor  experienced  unavoidable  delays  on 
Part  III  while  waiting  for  the  Pacific  Gas  and  Electric  Co. 
to  clear  their  equipment  from  the  trolley  poles  so  that 
contractor  could  remove  trolley  poles;  and 

WHEREAS    said  contractor  has  been  diligent  in  his  attempt 
to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED'  That  the  contract  time 
for  performing  all  work  specified  uAder  Municipal  Railway 
Contract  No.  344,  Part  III  be  and  is  hereby  extended  for  a 
period  of  forty  six  (46)  calendar  days  until  April  l6f  1951, 
and  that  liquidated  damages  by  reason  of  such  extension  are 
hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson^  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 588-- 
RESOLVSD'  That  this  Commission  accepts  the  work  as  satis- 
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factorily  completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $1,621.94, 
being  the  additional  difference  between  certified  estimated 
contract  and  final  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $27»701»58#  in  favor  of 
Abbett  Electric  Corporation,  under  Municipal  Railway  Contract 
No.  544-Trolley  System  for  No.  30  (P)  Line, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  ms  adopted  unanimously: 

—RESOLUTION  NO.  11. 589— 

RESOLVED '  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
$99.00  (Credit),  under  SFWD  Contract  No.  536-Sutro  Reservoir, 
Lining  and  Roofing,  covering  the  following: 

Credit  applied  to  Item  15  of  the  contract  using 
galvanized  steel,  in  lieu  of  bronze  for  rungs, 
U-bolts  and  anchor  bolts,  due  to  government 
restrictions. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.5QQ-- 

RESOLVED ,  Ihat  on  recommendation  of  the  Manager  of 
Utilities  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrant  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  claim,  as  follows: 

Claimant  Date  of  Accident  Settlement 

Current  Year: 

Leo  Margulas  July  25,  1950  89. 250.00 

Appropriation  No.  065-804-OI  $9,250.00 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 5Q1-- 

RESOLVED,  That  this  Commission  approves  Contract  Payment 
in  amount  $1,666.66  in  favor  of  Marmion  D«  Mills,  for  minimum 
forty  hour  week  services  as  Transportation  Expert  and  Co-ordi- 
nator  for  operations  of  Municipal  Railway-April  1-30,  1951. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.592— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Public  Utilities  Commission- General  Office  request  for  Intra 
Fund  Transfer,  in  amount  $600.00,  from  Appropriation  No.  062- 
200-00-Contractual  Services  to  credit  of  Appropriation  No* 
062-300-OO-Materials  and  Supplies. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in 
amount  $775.00,  from  App  ropriation  No.  068-200-00,  Con- 
tractual Services,  to  credit  of  Appropriation  No.  068-9OO-O3, 
to  provide  additional  funds  to  Controller  for  annual  audit. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$750.00,  from  Appropriation  No.  065-200-OO-Contractual  Ser- 
vices, to  credit  of  Appropriation  No.  065-900-OI,  to  provide 
add i tonal  funds  to  Controller  for  annual  Audit. 

Municipal  Railway  Request  for  Additional  Allotment  in 
amount  $19,000.00,  under  Appropriation  No.  97-400-13-Heaters 
for  Coaches,  in  amount  $16,000.00  and  under  Appropriation  No. 
97-610-02,  Land  for  Mission-Alemany  Substation,  in  amount 
$3,000.00. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$78,000.00,  under  Appropriation  No.  97-520-08-Construction  for 
Trolley  Coach  Operation  on  Mission  Street. 

Municipal  Railway  Request  for  Transfee  from  Compensation  Re- 
serve in  amount  $318.24,  to  provide  for  military  leave  for 
Wallace  S,  Patterson. 

Hetch  Hetchy  Request  for  Additional  Allotment  in  amount 
$231,312.00,  under  Appropriation  No.  192-550-OI,  to  provide  for 
certification  of  contracts  in  connection  with  construction  of 
access  roads-Early  Intake  to  Cherry  Valley  Damsite. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.5QV- 

RESOLVED '  That  Chas.  D.  Miller,  be  and  he  is  hereby 
appointed  as  Acting  General  Manager  of  the  Municipal  Railway 
of  the  City   and  County  of  San  Francisco. 
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On  motion  of  Commissioner  Baron\  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTI ON  NO .  11. 

WHEREAS f  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable    permit  for  use  and  occupancy  of  land 
and  p  roperty  under  control  of  said  Vkter  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does 
hereby  approve  the  terms  and  conditions  of  said  revocable  per- 
mit and  authorizes  the  execution  of  the  same  as  follows: 

To:    California  Water  Service  Company-San  Mateo 

Permit  to  install  an  8"  water  distribution  main  along 
the  northeasterly  line  of  Parcel  26,  South  San  Francisco  for 
the  purpose  of  supplying  South  San  Francisco  Sewage  Disposal 
Plant . 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11.  SQ^ — 

WHEREAS'  the  General  Onager  and  Chief  Engineer  of  the 
San  Franc i set)  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE    BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Company,  San  Francisco 

Permit  to  cross  the  Heteh  Hetchy  Bay  Division  Pipe  Line 
right  of  way,  Parcel  2007  (2)  Ravenswood,  San  Mateo  County, 
with  an  overhead  power  line. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee#  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.5Q6-- 

RESOLVED   That  the  mnager  of  Utilities  is  hereby 
authorized  to* execute,  for  and  on  behalf  of  the  City  and 
County  of  San  Francisco  and  this  Commission,  that  certain 
permit  presented  to  this  Commission  authorizing  the  operation 
by  American  Airlines,  Inc.  of  petroleum  equipment  upon  the 
San  Francisco  Airport  under  the  terms  and  conditions  set  forth 
in  said  permit;  said  permit  is  to  be  effective  throughout 
the  year  1951. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.^97 — 

RESOLVED ^  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $385. 5°>  expenses  of  Geo.  M.  Dixon,  Manager 
and  Chief  Engineer-San  Francisco  Airport,  attending  the 
Convention  of  the  Airport  Operators  Council,  Memphis,  Tenn.# 
April  18-22,  1951. 

PUBLIC  HEARING: 

Re-routing  of  the  No.  10  Coach  Line,  as  follows: 

Operate  over  8th  Avenue,  from  the  Ffein  Drive  in 
Golden  Gate  Park  to  Cabrillo  Street,  thence  westerly 
to  10th  Avenue,  thence  northerly  to  northern  termi- 
nal; 

in  lieu  of — 

Operating  on  the  Main  Drive  in  Golden  Gate  Park  from 
Tea  Garden  Drive  to  10th  Avenue  and  on  10th  Avenue  from 
Main  Drive  to  Cabrillo  Street. 

This  re-routing  will  make  connections  with  the  short  line 
No.  5,  which  loops  at  8th  Avenue  and  Fulton  Street  and 
will  distribute  the  loading  factor  on  the  No.  5  Line 
to  a  better  operating  advantage. 

Nobody  appeared  before  the  Commission  in  connection  with 
the  hearing;  steps  to  effect  this  re-routing  will  taken 
upon  approval  of  the  Park  Commission. 
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Examiner  Editorial: 


The  Commission  noted  an  editorial  in  the  San  Francisco 
Examiner  of  April  28,  1951,  in  which  the  Municipal 
Railway  is  commended  for  the  progress  made  toward  pro- 
viding satisfactory  mass  transportation;  as  the  Editor 
states— "The  Municipal  Railway  is  overdue  for  a  well 
earned  pat  on  the  back;  no  one  can  question  it- the  Muni 
is  making  progress". 

Wm.  H.  Scott  Retirement 

During  the  past  week,  Wm.  H.  Scott,  General  Manager  of 
the  Municipal  Railway  announced  his  retirement,  effective 
August,  1951. 

President  Philip  P.  Landis,  the  Commission  concurring, 
paid  tribut  to  Mr.  Scott  and  spoke  of  his  unselfish  and 
untiring  devltion  to  the  City,  the  more,  because  of  the 
complexity  of  Railway  Operations  and  any  and  all  tributes 
paid  and  honors  conferred  as  being  so  richly  deserved . 

Transit  Report: 


Report  on  the  Rehabilitation  of  the  Municipal  Railway, 
dated  April  1,  1951,  submitted  by  Marmion  D.  Mills, 
Consultant. 

President  Philip  F.  Landis  recommended  and  the  Commission 
approved  those  specific  recommendations  that  can  be 
effectuated,  such  as  the  pattern  for  the  Sunset  District; 
improved  service  to  Visitaclon  Valley  and  West  of  Twin 
Peaks,  Express  Service,  etc.,  to  be  instituted  as  soon  as 
possible;  other  recommendations  requiring  legislation  or 
financing  be  deferred  until  further  developments  and  the 
availability  of  funds. 


THEREUPON  THE  MEETING  ADJOURNED, 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


793rd  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  MAY  7, 
1951. 


Present:  Commissioners  Philip  F.  Landis,  Sam  Mc  Kee,  Edw.  Be 
Baron  and  Donald  A.  Cameron, 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  792nd  regular  meeting  of  the  Com- 
mission held  April  30,  1951  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  "by  Commissioner 
Baron,  the  following  resolution  signed  by  Commissioners 
Mc  Kee,  Swanson  and  Baron  on  my  3,  1951,  was  ratified— Com- 
missioner Landis  voting  ,?NOf\ 


RESOLVED,  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  that  budget  estimates 
be  amended  as  follows: 

SAN  FRANCISCO  AIRPORT 


--RESOLUTION  NO.  11.5Q8— 


Appro.  No. 
164-llO-OO-Permanent  Salaries 
164-860-OO-Pension  and  Retirement  Allowance 


Increase 


£4,012.00 


MUNICIPAL  RAILWAY 


l65-U0-00~Permnent  Salaries 
l6^8qO*QO*Pensi(3!iF  and  ifiirement  Allowance 


$23,716.00 
2424.00 

fe2S.8ZLO.00 


Increase 


WATER  DEPARTMENT 


Appro.  No. 
l66-110-00-Permanent  Salaries 
l66-860-00-Pension  and  Retirement  Allowance 

166-900-OO-Surplus  Charter  Sec,  127 


Increase  due  to  modification  of  Salary 
Ordinance,  Section  2,1,  changing  7-1/2  hour 
night  shift  to  8  hour  shift. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.5QQ— 

RESOLVED   That  the  following  public  work  to  be  performed 
for  the  Public  Utilities  Commission  of  the  City  and  County  of 
San  Francisco  in  pursuance  of  the  Charter  of  said  City  and 
County,  to-wit: 

Installation  of  Lighting  Fixtures  in  the 
Main  Reading  Room  and  Associated  Work, 
at  the  Main  Library  in  San  Francisco, 
BLH&P  Contract  No.  105 

be  and  the  same  is  hereby  awarded  to  Hampton  Electric  and 
rtenufacturing  Company,  the  lowest  regular  and  responsible  biddei 
for  the  sum  of  $12,839*00. 

And  all  other  bids  for  the  work  are  hereby  rejected. 

Funds  for  the  work  are  available  in  Appropriation  No. 
063-991-OO. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.600— 

RESOLVED   That  this  Commission  requests  the  Board  of 
Supervisors  of  the  City  and  County  of  San  Francisco  to  enact 
the  following  resolution: 

"AUTHORIZING  ACCEPTANCE  OF  QUITCLAIM  DEED  FROM  SPRING 
VALLEY  WATER  COMPANY,  LTD.  TO  VALLEJO'S  MILL  TRACT, 
WATER  DEPARTMENT  LAND  IN  ALAMEDA  COUNTY, 


Increase 
$1,650.00 
lg8,00 
1,770.00 
-l.778.OO 
$  0.00 
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"Resolved,  in  accordance  with  the  recommendation  of 
the  Public  Utilities  Commission,  that  the  City  and  County 
of  San  Francisco,  a  municipal  corporation,  does  hereby  ac- 
cept that  certain  quitclaim  deed  dated  March  31,  1951.  from 
Spring  Valley  Company,  Ltd,,  a  corporation,  formerly  Spring 
Valley  Water  Company,  to  that  certain  tract  of  land  in  the 
vicinity  of  Niles,  Alameda  County,  California,  known  as  the 
>Vallejo<s  Mill  Tract". 

m 

"Said  quitclaim  deed  is  necessary  in  order  to  clear  the 
City's  title  to  this  real  property,  which  is  designated  as 
Alameda  County  Parcel  53  in  the  deed  from  Spring  Valley  Water 
Company  to  the  City  and  County  of  San  Francisco  dated  Fferch 
3,  1930  and  recorded  March  3,  1930  in  Liber  2350  at  Page  1, 
Official  Records  of  Alameda  County,  California." 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.601-- 


RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $337.18, 
being  the  credit  difference  between  certified  estimated  con- 
tract and  final  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $1,725.53*  in  favor  of 
Harold  T.  Treacy  under  SFWD  Contract  No.  559-Laying  4",  6" 
and  8"  Cast  Iron  Mains  in  Golden  Gate  Heights, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.602— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $110.71, 
being  the  credit  difference  between  certified  estimated  con- 
tract and  final  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $1,427.92,  in  favor  of 
Harold  T.  Treacy,  under  SFWD  Contract  No.  555- Laying  6"  and  8" 
Cast  Iron  Mains  in  Jules  Avenue,  Grafton  to  Lake view  and  in 
25th  Street,  Texas  to  Pennsylvania  Street. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.60  V- 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $28 f 000,00-Munieipal  Railway 
Funds,  to  credit  of  Appropriation  No.  065-321-00,  to  provide 
for  deficiency  in  appropriation  for  gasoline  and  oils. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted — Commissioner 
Cameron  voting  "NO'\ 

— RESOLUTION  NO.  II.604-- 

RESOLVED #  That  this  Commission  hereby  directs  the 
Manager  of  Utilities  cause  to  be  served  upon  Hazel  Front, 
month-to-month  tenant  on    property  at  San  l^teo,  being  portion 
of  Parcel  35>  San  Mateo  County  Lands,  a  notice  to  quit  and 
surrender  possession  of  the  premises  so  occupied. 

On  motion  of  Commissioner   Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 605— 

RESOLVED,  That  the  Manager  of  Utilities  is  hereby 
authorized  to  conduct  preliminary  negotiations  for  the  engage- 
ment of  the  services  of  an  expert,  by  written  contract  to  be 
submitted  to  this  Commission  pior  to  execution  thereof,  to 
study  and  report  to  this  Commission  on  the  subject  of  possible 
revisions  of  the  current  schedule  of  rates  for  power  charged 
by  this  Commission  through  its  Bureau  of  Light,  Heat  and  Power. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.606-- 

RESOLVED,  That  this  Commission  acknowledges  the  receipt 
of  notice  of  assignment  from  P.  and  J.  Artukovich,  Inc., 
to  the  Great   American  In  demnity  Company,  c/o  Anderson, 
Mc  Pharlin  and  Conners,  Rowan  Building,  458  South  Spring 
Street,  Los  Angeles,  for  all  monies  and  claims  for  monies  due 
said  P.  and  J.  Artukovlch,  Inc.,  under  HHWS  Contract  No.  230- 
Construction  of  San  Joaquin  Pipe  Line  No.  2-Section  A-2. 
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On  motion  of  Commissioner  Baron*  seconded  by  Commissioner 
Mc  Kee.  the  following  resolution  was  adopted  tuianimously: 


—RESOLUTION  NO.  11.607— 

RESOLVED #  That  this  Commission  approves  the  following 
contract  payments: 

Contract  Payment  in  amount  $3, 340.44,  in  favor  of  Decker 
Electrical  Construction  Co.,  under  Municipal  Railway  Contract 
No.  380-MoterIzation  of  Machine  Tools  at  Elkton  Shops. 

Contract  Payment  in  amount  $3,240.72,  in  favor  of  Electrical 
Communications,  Inc.,  under  Municipal  Railway  Contract  No. 
386- Intercommunications  System  for  Geary  Offices. 

Contract  Payment  in  amount  $30,278.53,  in  favor  of  Geo.  F. 
Brayer,  under  Municipal  Railway  Contract  No#  381-West  Portal 
Feeders. 

Contract  Payment  in  amount  $22,280.14,  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No,  363-Cons true ting 
Twin  Peaks  Tunnel  Track  and  Installing  Crossover  on  Pferket 
Street,  east  of  Castro  Street. 

Contract  Payment  in  amount  ^5,891 .58,  in  favor  of  Severin  y 
Electric  Co.,  under  Municipal  Railway  Contract  No,  365- 
Trolley  System  for  No.  47  (H)  Line. 

Contract  Payment  in  amount  $3,546,00,  In  favor  of  inning  and 
Whitaker,  Inc.,  under  BLH&P  Contract  No.  102-Construction  of 
Street  Lighting  System  in  Golden  Gate  Park  Crossover  Drive 
and  Park- Presidio  Drive. 

Contract  Payment  in  amount  $8,483.49,  in  favor  of  Kleinsmld  ^ 
Construction  and  Frank   Goodrick,  under  HHWS  Contract  No,  225-" 
Construction  of  Access  Road-South  Fork  to  mther. 

Contract  Payment  in  amount  $61,982.28,  in  favor  of  United  ^ 
Concrete  Pipe  Corporation,  under  HHWS  Contract  No.  230-Con- 
struction  of  San  Joaquin  Pipe  Line  No.  2-Section  A-l. 

Contract  Payment  in  amount  $1,209.22,  in  favor  of 
American  Trust  Co.,  San  Mateo  Office,  assignee  f or  Bragato 
Paving  Co.,  under  Airport  Contract  No.  129-Constructing  Service  s 
Building  Entrance  Road  at  San  Francisco  Airport. 

Contract  Payment  in  amount  $9,199.13,  in  favor  of  American 
Trust  Co.,  San  mteo  Office,  assignee  for  Bragato  Paving  Co., 
under  Airport  Contract  No,  126-Constructing  Improvements  for 
Seaplane  Port  Area  Loading  Apron. 
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Contract  Payment  in  amount  $30,877.65,  in  favor  of  Carrico 
and  Gautier  under  Airport  Contract  No.  123-Construction  of 
Field  Lighting  Building. 

Contract  Payment  in  amount  $1,486.99,  in  favor  of  Manning  and 
Whi taker,  Inc.,  under  Airport  Contract  No.  119-Furnishing  and 
Installing  High  Intensity  Runway  Lights  at  San  Francisco 
Airport.' 

Contract  Payment  in  amount  $4,236.12,  in  favo  of  Wenrick  and 
Associates,  under  SFWD  Contract  No.  554-Construction  of  San 
Andres  Outlet  No.  1  Chlorination  Plant. 

Contract  Payment  in  amount  $542,567.74*  in  favor  of  American 
Indemnity  Company,  c/o  Anderson,  Mc  Pharlin  and  Conners, 
assignee  for  P.  and  J.  Artukovich  Co.,  under  HHWS  Contract 
NO.  230-Construction  of  San  Joaquin  Pipe  Line  No.  2-Section 
A-2. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RES0LUTI ON  NO .  11. 608-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller^ certification  of  the  following: 

Bureau  of  Light,  Heat  and  Power  Request  for  Intra  Fund  Trans- 
fer in  amount  $2,500.00,  from  Appropriation  No.  063-231-63-I, 
Lighting  of  Public  Streets,  to  credit  of  Appropriation  No. 
063-231-63,  to  provide  for  deficiency  in  appropriation  for 
Public  Building  Lighting*. 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $6,000.00, 
from  Appropriation  No.  064-870-OO- Taxes,  to  credit  of 
Appropriation  No.  063-231-64,  to  provide  for  deficiency  in 
appropriation  for  electricity  and  gas. 

Airport  Request  for  Additional  Allotment  in  amount  $32.04, 
under  Appropriation  No.  96-915-OO,  to  provide  additional  funds 
for  purchase  of  one  200-watt  insulating  transformer. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$8,650.00,  from  Appropriation  No.  066-870-OO,  Taxes,  to 
credit  of  Appropriation  No,  066-200-00,  to  provide  for  de- 
ficiency in  appropriation  for  contractual  services. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.603— 

RESOLVED,  That  that  certain  Revocable  Permit  granted 
to  Better  Parking  Co.,  under  Resolution  No.  11,039  of 
September  18,  1950,  covering  occupancy  of  2080  square  feet  of 
Airport    property,  west  of  Bayshore  Highway,  be  and  the  same 
is  revoked  as  of  my  31,  1951. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.610— 

RESOLVED,  That  this  Commission  approves  Traveling  Expense 
Voucher    in  amount  $9.00,  expenses  of  Harold  S.  Messersmith, 
Superintendent  of  Airport  Operations,  covering  conference, 
March  1,  1951,  with  officials  of  the  San  Mateo  Airport. 

Hearing: 

Mr.  E.  E.  Phillips,  month  to  month  tenant  on  Water 
Department  property,  Millbrae,  for  past  20  years,  operating 
a  lumber  yard,  appeared  before  the  Commission  in  the  matter 
of  renewal  of  lease  for  long  term  period.    He  was  advised 
that,  pending  a  determination  of  policy,  now  under  study  by 
the  Commission  with  respect  to  the  values  of  property  in  San 
Mateo  County,  zoning  conditions,  tax  problems,  the  Com- 
mission is  reluctant  at  this  time  to  entertain  long  term 
leases.    Mr.  PMQips  was  further  advised  to  communicate  with 
Mr.  Pracy,  stating  in  writing  his  best  offer  for  renewal  of 
lease . 


During  the  past  few  weeks  the  Commission  has  mailed  to  a 
number  of  interested  parties,  a  brochure,  being  reproductions 
of  all  copy  of  advertising  media  in  the  metropolitan  news- 
papers of  San  Francisco  for  a  public  information  and  promotion 
campaign  for  the  Municipal  Railway.    The  brochure  has  been 
well  received  as  evidenced  by  a  great  many  letters  commending 
the  program  as  carried  out  for  the  Municipal  Railway. 
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Transit: 


During  the  past  week,  Mr.Marmion  D.  Mills,  Consultant, 
submitted  a  report  on  the  matter  of  "bunching'1  of  Municipal 
Railway  equipment  and  passenger  comfort;  the  report  has  been 
taken  under  study  by  the  Commission. 


THEREUPON  THE  MEETING  ADJOURNED, 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


794th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  MAY  14, 
1951. 

*********************************************** *^ 


Present:    Commissioners  Philip  F.  Landis,  Sam  Mc  Kee,  Victor 
S*  Swanson,  Edw.  Baron. 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  793rc*.  meeting  of  the  Commission 
held  May  7,  1951  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.611— 

RESOLVED,  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Traveling  Expense  Voucher  in  amount  $345-5°»  expenses  of  Geo* 
D,  Burr,  Senior  Engineer,  Civil,  attending  the  Annual  Con- 
vention of  Airport  Operators'  Council,  Memphis,  Tenn.,  April 
18-22,  1951, 

Traveling  Expense  Voucher  in  amount  $l6.25»  expenses  of 
Robert  Rockwell,  Assistant  Director  Bureau  of  Personal  Ser- 
vices, covering  conferences,  month  of  April,  1951,  with 
Junior  Chamber  of  Commerce,  Advertising  Club  and  with 
officials  of  the  Reis-Paul  Improvement  Club. 

Traveling  Expense  Voucher  in  amount  $24.65,  expenses  of  r^les 
Smith,  Assistant  Director  Bureau  of  Personal  Services,  covering 
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conferences,  month  of  April,:  1951.  with  Junior  Chamber  of 
Commerce,  Aviation  Writers,  Peninsular  Newspapers,  Mission 
Masonic  Club,  and  Television  and  Radio  Reports  "on  MacArthur". 

Traveling  Expense  Voucher  in  amount  $482.80,  expenses  of  Geo. 
W,  Pracy,  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department,  attending  convention  of  the 
American  Water  Works  Association  at  Miami,  Florida,  April  24- 
May  4,  1951. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.612— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $24,300,00,  from  Appropriation 
No,  066-990-OO-Surplus  Fund,  Charter  Section.  127,  to  credit 
of  Appropriation  No.  066-300-OO,  to  provide  for  deficiency 
in  appropriation  for  Materials  and  Supplies, 

On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11.6l>- 

RESOLVED,  That  this  Commission  approves  all  non- civil 
service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  April,  1951;  and 

BE  IT  FURTHER  RESOLVED,  That  copy  of  said  report  of 
appointments  and  removals  be  transmitted  to  the  Civil  Service 
Commission  and  to  the  Controller. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.614-- 

RESOLVED   That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$30,000.00,  from  Appropriation  No.  055-500-OO-Additions  and 
Betterments,  to  credit  of  Appropriation  No.  66-955-OO,  to 
provide  funds  for  Water  Supply  System-Mt.  Davidson  Area. 

Hetch  Hetchy  Request  for  Intra  Fund  Transfer  in  amount 
$22,158,00,  from  Appropriation  No.  068-231-Ol-Purchase  of  Power 
for  Resale  Outside  of  San  Francisco,  to  credit  of  Appropriation 

> 
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No.  068-300-OO-Materlals  and  Supplies  in  amount  $19,658.00 
and  to  credit  of  Appropriation  No.  068-350-OO-Foodstuf f s 
in  amount  $2,500.00. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.615— 

RESOLVED    That  this  Commission  approves  Contract 
Payment  Recommendation  in  amount  $32,091 .62,  in  favor  of 
Granite  Construction  Co.,  under  SFWD  Contract  No.  536-Con- 
struction  of  Concrete  Lining,  Roof  and  Control  Works,  Sutro 
Reservoir. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.6l6—  J 

RESOLVED*  That  the  Manager  of  Utilities,  with  the  co- 
operation of  the  General  Manager  of  the  Airport  and  the  City 
Attorney,  is  hereby  instructed  to  prepare  and  cause  to  be 
served  upon  Better  Parking  Company,  Concessionaire  at  the  San 
Francisco  Airport,  a  notice,  on  behalf  of  this  Commission  and 
pursuant  to   Section  17  of  the  Concession  Agreement  authorized 
by  Resolution  No.  10,156  of  this  Commission,  to  cure  and 
remedy  any  and  all  defaults  upon  the  part  of  said  Concession- 
aire, set  forth  in  the  report  of  the  Controller,  under  date  of 
May  2,  1951 ,  with  which  said  Concessionaire  has  been  placed 
in  possession. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.617— 

RESOLVED,  That  pursuant  to  the  provisions  of  Ordinance 
No.  6562,  this  Commission  approves  the  terms  and  conditions 
and  hereby  authorizes  issuance  of  revocable  permits  to  the 
following  operators  of  vending  machines  on  Municipal  Railway 
property: 

Dr.  Pepper  Bottling  Company  of  San  Francisco.    Permit  to  install 
and  operate  one  soft  drink  machine  at  Kirkland  Yard,  permittee 
to  pay  16-2/3  Percent  of  quarterly  gross  sales,  less  loss  in 
bottles  at  regular  deposit  price  of  2  cents  per  bottle;  less 
loss  incurred  through  receipt  of  slugs  or  pilferage;  less 
City  and  State  sales  tax  based  on  gross  sales. 
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Coffee  Service  Company  of  San  Francisco.    Permit  to  install 
and  operate  hot  coffee  vending  machines  at  Geary,  Potrero, 
Geneva  and  Kirkland  yards,  permittee  to  pay  5  percent  of 
quarterly  gross  sales. 

Cigarette  Vending  Service,  Inc.,  San  Francisco.    Permit  to 
install  and  operate  automatic  cigarette  machines  at  Geary, 
Geneva,  24th  and  Utah,  Kirkland,  Washington  and  Mason  and 
Potrero  divisions,  permittee  to  pay  8-1/2  percent  of  quarterly 
gross  sales. 

C.  L.  Woodruff  Company  of  San  Francisco,    Permit  to  install 
and  operate  candy  vending  machines  at  Geary,  Kirkland,  Potrero, 
24th  and  Utah  and  Geneva  divisions,  permittee  to  pay  5  percent 
of  quarterly  gross  sales. 

W.  B.  Sanford  of  San  Bruno,    Permit  to  install  and  operate 
two  nut  vending  machines  mounted  on  one  stand  at  Geary 
division,  permittee  to  pay  20  percent  of  quarterly  gross  sales. 

Artiver  Enterprises,  Palo  Alto.    Permit  to  install  and  operate 
milk,  chocolate,  orange,  tomato  and  grapefruit  juice  vending 
machines  at  Geary,  Kirkland,  and  Potrero  divisions,  permittee 
to  pay  5  percent  of  quarterly  gross  sales. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.618-- 

RESOLVED,  That  the  preliminary  plans  prepared  by  Wm.  P. 
Day  for  Airport  Concourses  and  Piers,  now  under  submission  be- 
fore this  Commission,  are  hereby  approved. 

Public  Hearing- Transportation  Service  to  southeast  area  of 
City: 

The  Commission  conducted  a  public  hearing  with  reference 
to  proposed  routings  of  the  following  Municipal  Railway  Coach 
Line, 

Line  No.  15  (Third) 
Line  No.  25  (Bryant) 

Line  No.  29  (Wilde-Candlestick) 
Line  No*  42  (Evans) 
Line  No.  50  (Geneva) 

Line  No,  8l  (Bacon-Fitzgerald ) 
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The  proposed  routings  recommended  by  Marmion  D.  Hills,  Con- 
sultant and  Railway  I^inagement  were  for  the  purpose  of 
affording  more  through  service  to  the  area  and  improved  trans- 
portation . 

Prior  to  the  hearing,  Railway  Management  and  Mr*  Mills  con- 
ferred with  Merchants'  Associations,  District  Clubs  and  Im- 
provement Associations,  outlining  the  proposed  routings  and 
making  certain  adjustments  thereto;  approval  of  the  proposed 
routings  were  given  by  the  various  groups  concerned. 

At  the  hearing,  no  opposition  was  voiced  as  to  Lines  1 5-25-42- 
50-81 ;  some  opposition  developed  with  respect  to  Line  No.  29 
(Wilde-Candlestick)  and  this  in  part  due  to  misunderstanding 
of  the  route;  staff  was  directed  to  review  the  No,  29  Line 
to  the  end  that  some  minor  adjustments  could  be  made,  provided, 
that  no  changes  were  to  be  made  that  would  negate  the  funda- 
mental pattern  far  the  area. 

The  following  spoke  before  the  Commission: 

Mr.  and  Mrs.  Harold  Shapiro  of  122  Tioga  Street;  Mr.  Luther 
Spraker,  Mrs,  J.  Gitzler,  all  of  the  Reis-Paul  Improvement 
Club,    Mr.  Fred  Detterming,  Lewis  E.  Brown  and  Herman  Hextron 
of  the  Visitacion  Valley  Improvement  Club;  Harkness  Washington, 
Mrs*  Keaney, 


Mr.  Lawrence  Livingston,  Attorney  at  law,  representing  the 
interests  of  Barrett  and  Hilp,  appeared  before  the  Commission 
in  the  matter  of  two  old  Water  Department  rights  of  way,  in 
the  Dumbarton  Bridge-Pal  Alto  area.    Trial  in  the  matter  was 
set  for  May  17,  1951  in  the  Superior  Court  of  San  Mateo  County. 
Mr,  Livingston,  through  the  City  Attorney,  offered  the  City 
the  sum  of  $750.00,  for  City's  relinquishment  of  rights  to 
the  easements.    Counsel  for  the  Commission  was  advised,  that 
to  permit  more  time  for  study,  to  petition  Court  for  contin- 
uance of  trial,  insofar  as  the  City's  interests  were  concerned. 


THEREUPON  THE  MEETING  ADJOURNED. 
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M  I  N  U  T  E  S 


PTJBL IC  UTILITIES  COMMISSION 


795th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  MAY  21, 

1951. 

************************************************ 


Present:  Commissioners  Philip  P.  Landis,  Sam  Mc  Kee, 
Victor  S.  Swanson  and  Edw.  B.  Baron. 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  794th  regular  meeting  of  the  Com- 
mission held  May  14,  1951  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.61Q-- 

WHEREAS,  SFWD  Contract  No.  561-Laylng  of  6"  and  8"  CI 
Mains  in  Sherwood  Heights  Subdivision,  contractor,  Pred  T. 
Pairey,  should,  in  accordance  with  the  time  limit  set  forth 
in  said  contract  be  completed  on  or  before  January  16,  1961; 
and 

WHEREAS,  contractor  has  experienced  unavoidable  delay 
due  to  interference  of  grading  contractor;  and 

WHEREAS '  said  Pred  T,  Pairey  prosecuted  the  work  of  the 
contract  diligently. 

THEREFORE,  BE  IT  RESOLVED    That  this  Commission  hereby 
grants  an  extension  of  92  days'for  the  completion  of  SFWD 
Contract  No.        and  liquidated  damages  for  the  resulting  days 
of  delay  are  hereby  waived. 
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On  motion  of  Commissioner Swans^i,   seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.620— 

WHEREAS »  under  the  terms  of  Municipal  Railway  Contract 
No.  385  (Informal),  Constructing  Wire  Pence  and  Curb  at 
Ocean  Bus  Yard,  Arthur  W.  Baum,  Contractor,  was  required  to 
complete  all  of  the  work  on  February  5>  * 

WHEREAS,  the  contractor  experienced  unavoidable  delay 
because  of  changes  in  the  original  plans  and  specifications; 

and 

WHEREAS *  said  Contractor  has  been  diligent  in  his  attempt 
to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED'  That  the  contract  time  for 
performing  all  work  specified  under  Municipal  Railway  Contract 
No,  385  (Informal)  be  and  is  hereby  extended  for  a  period  of 
91  days  to  May  7,  1951. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.621— 
RESOLVED,  That  the  Manager  of  Utilities,  be  and  he  is 
hereby  authorized  on  behalf  of  the  Commission  to  sign  that 
certain  State  of  California,  Department  of  Public  Works, 
Division  of  Highways  Utilities  Agreement  No.  126.92,  under 
the  general    provisions  of  which,  the  Municipal  Railway,  at 
expense  of  State  of  California,  will  relocate  existing  Municipal 
Railway  duct  line  on  Division  Street,  between  Potrero  Avenue 
and  Bryant  Street,  to  a  new  location  on  Alameda  Street,  at 
an  estimated  cost  of  $28,250.00. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
•Mc  Kee,   the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.622— 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Credit  Modification  of  Contract  in 
amount  $3,768,10,  under  SFWD  Contract  No.  550-Laying  12"  CI 
.lains  in  Bayshore  Industrial  Development,  contractor,  Fred  T. 
IMrey,  said  contract  having  been  cancelled  by  the  Commission 
ander  Resolution  No.  11,570  of  April  23,  1951, 


On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— 'RESOLUTION  NO.  11.62V- 

WHEREAS,  the  primary  purpose  of  the  San  Francisco  Water 
Department  in  bidding  water  main  extension  jobs  is  first,  to 
insure  obtaining  a  fair  and  reasonable  price  for  the  work  and 
second,  to  provide  employment  for  a  normal  yard  crew  to  be 
available  for  emergencies;  and 

WHEREAS    the  San  Francisco  W&ter  Department  at  the  present 
time  has  ample  work  to  keep  its  pipe  crews  busy  and  has  effected 
its  purpose  in  securing  a  reasonable  bid  by  outside  con- 
tractors, under  San  Francisco  v&ter  Department  Contract  No.  575 

THEREFORE,  BE  IT  RESOLVED,  That  the  public  interest  would 
be  best  served  by  accepting  other  than  the  bid  submitted  by 
said  San  Francisco  Water  Department  in  that  the  work  of  said 
contract  could  be  finished  more  rapidly,  and  in  accordance 
with  the  recommendations  of  the  mnager  of  Utilities  for  the 
extension  of  water  mains  and  services,  the  contract  for  the 
following  work  to  be  performed  for  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  in  pursuance 
of  the  provisions  of  the  Charter  of  said  City  and  County,  to- 
wit: 

The  Laying  of  8- Inch  Cast  Iron  Main  in  Bay- 
shore  Boulevard  between  Industrial  and  Augusta 
Streets-SFWD  Contract  No.  575 

be  and  the  same  is  hereby  awarded  to  E.  J,  Treacy  for  said  work 
at  Seven  Thousand  Seven  Hundred  and  Ninety  Seven  Dollars  and 
Forty  Cents  ($7,797.40)  said  sum  being  the  total  price  for  bid 
submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

And  Be  It  Further  Resolved,  The  Controller  is  hereby 
requested  to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,624— 

RESOLVED'  That  on  recommendation  of  the  Manager  of  Utilities 
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the  General  Manager  of  the  mnicipal  Railway,  the  General 
Claims  Agent  thereof,  and  the  City  Attorney,  this  Commission 
approves  and  hereby  requests  the  Controller  to  draw  warrants 
against  such  funds  as  are  or  will  be  legally  available  in 
payment  of  non-litigated  and  litigated  cases  as  follows: 

Claimant  Date  of  Accident  Settlement 
Non-litigated  cases 
Current  Year: 

Geo.  Parent  February  28,  1951      $  1,500.00 

Sigmund  S.    Beel  March  2,  1951    '  750.OO 

Appropriation  No.  065-804-OI     $  2.250.00 

Amending  portion  of  Resolution  No,  11,509  of  April 
2,  1951»  to  provide  for  payment  of  costs  on  judg- 
ment of  claimant-Wong  F.  Foo  S  ^b*00 

Appropriation  N0.  065-8-4-03        |     56. 00 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.625-- 


RESOLVED'  That  this  Commission  hereby  requests  the 
Mayor  to  recommend  to  the  Board  of  Supervisors  enactment  of 
ordinance,  appropriating  the  sum  of  $17,000.00-Municipal 
Railway  Funds,  to  provide  additional  funds  required  for 
payment  of  social  security  tax  to  the  IMted  States  Govern- 
ment for  the  balance  of  the  fiscal  year  ending  June  30, 
1951. 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution   was  adopted  unanimously: 


^RESOLUTION  NO.  11. 626— 


Resolved,  That  this  Commission  approves  necessary  expenses 
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to  be  Incurred  In  connection  with  annual  inspection  of  the 
Water  Department,  Airport  and  Ketch  Hetchy  properties  by 
the  San  Francisco  Press,  June  14-I5- l6-17»  1951« 

On  motion  of  Commissioner SwansonP.  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.627— 

RESOLVED,  That  this  Commission  approves  necessary  expenses 
to  be  incurred  in  connection  with  annual  inspection  of  the 
Hetch  Hetchy  and  W&ter  Department  properties  by  the  San  Fran- 
cisco City  and  County  Grand  Jury  on  June  22-23-24,  195I* 

On  motion  of  Commissioner  Mc  Kee,    seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11, 628— 

WHEREAS,  two  electric  motors  serving  the  sewerage  pumps 
for  the  United  States  field  post  office  and  air  cargo  building 
were  put  out  of  service  on  Hay  14,  195I;  and 

WHEREAS,  to  provide  proper  sanitation  facilties  emergency 
repairs  of  said  moto  rs  are  imperative; 

NOW,  THEREFORE,  BE  IT  RESOLVED     That  in  consonance  with 
the  provisions  of  Section  4&>  Chapter  10,  Article  2  of  the 
Municipal  Code,  time  not  permitting  the  calling  of  bids  for 
said  repairs  and  to  provide  for  the  sanitary  welfare  of  em- 
ployees, this  Commission  hereby  declares  the  existence  of 
an  emergency  and  the  Onager  of  Utilities  be  and  he  is  hereby 
directed  to  take  such  steps  as  are  necessary  to  provide  for 
repairs  of  said  motors;  and 

BE  IT  FURTHER  RESOLVED,  That  the  Controller  is  hereby 
requested  to  certify  necessary  funds,  in  an  estimated  amount 
of  $125*00  to  cover  cost  of  said  emergency  repairs. 

On  motion  of  Commissioner  Mr  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.62Q-- 

RESOLVEDf  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $23.09,  expenses  of  Geo.  M.  Dixon, 
General  Manager  and  Chief  Engineer,  San  Francisco  Airport, 
covering  conferences,  month  of  April,  1951,  with  officials  of 
Airline  Companies;  Aviation  Unit  of  the  Redwood  Empire  Associa- 
tion; Los  Angeles  Municipal  Airport;  Cal-or  Gas  Company; 
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officials  of  plans  for  MacArthur  arrival;  officials  of  the 
Brown  Construction  Co. 

Expense  Voucher  in  amount  $482.90,  expenses  of  H.  C.  Medbery, 
Purification  Engineer-Water  Department,  attending  American 
Water  Works  Association  Meeting,  Miami,  Florida,  April  28-May 

5>  1951. 

On  motion  of  Commissioner  Swanson,  secpmded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.6^0— 

RESOLVED f  That  on  recommendation  of  the  mnager  of 
Utilities,  the  General  mnager  of  the  Municipal  Railway,  the 
General  Claims  Agent  and  the  City  Attorney,  this  Commission 
approves  disposition  of  the  suit  entitled  City  and  County  of 
San  Francisco  v  Harry  Miroyan„  et  al.,  #255092-Municipal  Court 
of  the  City  and  County  of  San  Francisco,  by  acceptance  of  the 
sum  of  $250.36,  and  authorizing  the  City  Attorney  upon  receipt 
of  said  sum,  to  execute  the  requisite  releases  and  dismissals 
with  prejudice. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.6^1 — 

RESOLVED    That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Construction  of  Access  Road-Early  Intake  to 
Cherry  Valley  Damsite  (Section  C-2),  HHWS  Con- 
tract No*  230 

a  public  work  to  be  performed,  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities  of 
work  to  be  performed  as  set  forth  in  the  related  specifications 
for  the  Public  Utilities  Commission  of  the  City  and  County  of 
San  Francisco,  be  and  the  same  is  hereby  awarded  to 

T.  E.  Connolly,  Inc., 
San  Francisco 

they  being  the  lowest  Regular  and  responsible  bidders  for  the 
work  aforesaid,  at  $361,795.00,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 
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And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

Funds  for  this  work  are  available  in  Appropriation  No« 
192-550-01f 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Tic  Kee,  the  following  resolution  was  adopted  unanimously: 

'    --RESOLUTION  NO.  11.6^2— 

RESOLVED^  That  in  accordance  with  the  recommendation  of 
the  rfenager  of  Utilities  the  contract  for 

Construction  of  Access  Road-Early  Intake 
to  Cherry  Valley  Damsite-Sections  D&E-HHWS 
Contract  No.  238 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities  of 
work  to  be  performed  as  set  forth  in  the  related  specifications 
for  the  Public  Utilities  Commission  of  the  City  and  County  of 
San  Francisco,  be  and  the  same  is  hereby  awarded  to 

KleinSmid  Construction  Co§, 
Bakersfield,  California 

they  being  the  lowest  regular  and  responsible  bidders  for  the 
work  aforesaid  at  $487,982.75,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected . 

Funds  for  this  work  are  available  in  Appropriation  No. 
I92-55O-OI . 

On  motion  of  Commissioner  Swanson,.  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.6^~ 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  mnager  of  Utilities,  the  contract  for 

Hetch  Hetchy  Contract  No.  232-Constructing 
Cherry  Valley  22  KV  Power  Line 

a  public  work  to  be  performed  on  the  basis  of  the  unit  price 
submitted  and  regularly  on  file  for  the  estimated  quantities  of 
work  to  be  performed  as  set  forth  in  the  related  specifications 
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for  the  Public  Utilities  Commission  of  the  City  and  County  of 
San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Ferrero9s  Motor  and  Electric  Works, 
Merced, 'Calif ornia 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  $78,446,69,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected . 

Funds  for  this  work  are  available  in  Appropriation  No. 
192-550-02* 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

-^RESOLUTION  NO. 

RESOLVED'  That  pursuant  to  the  provisions  of  Ordinance 
No.  6562,  this  Commission  approves  the  terms  and  conditions 
and  hereby  authorizes  issuance  of  revocable  permit  for  vending 
machines  on  Municipal  Railway  property,  as  follows: 

To:    Coca-Cola  Bottling  Companv  of  California,  San  Francisco 

Permit  to  install  and  operate  machines  for  vending 
Coca-Cola  in  bottles  at  Kirkland  (2),  Geary,  Potrero,  24th 
and  Utah  and  Geneva  Divisions;  rental-difference  between 
wholesale  and  retail  price*  less  rental  and  mechanical  service 
charge  on  the  machines  at  rate  of  15  cents  per  case  for  each 
case  of  Coca-Cola  sold  through  the  machines;  less  loss  in- 
curred through  receipt  of  slugs;  less  Federal,  Ftate  and  City 
salex  tax;  less  loss  for  bottles  not  returned  at  rate  of  ordi- 
nary deposit. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swansonf  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO-.  11.6^— 

RESOLVED,  That  this  Commission  hereby  grants  permission 
to  the  Park  and  Recreation  Commission  of  the  City  and  County  of 
San  Francisco,  for  a  six  months  period  commencing  June  1, 
1951,  for  dwelling  purposes,  a  small  buUding  at  ^fether,  sub- 
ject to  payroll  deduction  of  employees  of  said  Park  and 
Recreation  Commission,  being  credited  to  the  Hetch  Hetchy 
Operating  Fund. 
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On  motion  of  Commissioner Swansea  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  mkJ£j£&-- 

RESOLVED'  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations : 

Contract  Payment  Recommendation  in  amount  $480, 892 .55 «  in 
favor  of  Security  First  National  Bank  of  Los  Angeles,  assignee 
for  United  Concrete  Pipe  Corporation  under  SPWD  Contract  No* 
524-Construction  of  the  Bay  Division  Pipe  Line  No*  3-Section 
AC-. 

.  Contract  Payment  Recommendation  in  amount  $7*770«34*  ^n 
favor  of  Artukovich  Bros,  and  Steve  Rados,  under  SPWD  Contract 
No.  524-Construction  of  Bay  Division  Pipe  Line  No,  >Section  B. 

Contract  Payment  Recommendation  in  amount  $4* 571 • 20,  in  favor 
of  J.  Walter  Thompson  Co.,  under  contract  for  services  in 
conducting  a  public  information  and  business  promotion  cam- 
paign for  the  Municipal  Railway* 

On  motion  of  Commissioner  He  Keef,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11. 637-- 

Resolved,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

1949  Cherry  Valley  Dam  Bond  Fund  Request  for  Intra-Fund 
Transfer  in  amount  $141,000*00,  from  Appropriation  No.  192- 
550-13-Buildings  and  Facilities,  to  credit  of  Appropriation 
No.  1Q2-550-01,  Access  Roads  in  amount  $121,000.00  and  to 
credit  of  Appropriation  No.  1 92- 550-02- Power  and  Telephone 
Lines,  in  amount  $20,000.00. 

1949  Cherry  Valley  Dam  Bond  Fund  Request  for  Additional  Allot- 
ment in  amount  #47,688.00,  under  Appropriation  No.  192-55O-OI, 
to  provide  additional  funds  for  certification  of  contracts  in 
connection  with  construction  of  access  roads  for  the  Cherry 
Valley  Dam  Project. 

Bureau  of  Light,  Heat  and  Power  Request  for  Additional  Allot- 
ment in  amount  $3,500.00,  under  Appropriation  No, .063-530-39, 
to  provide  for  construction  of  street  lighting  system  on 
Parker  Avenue,  Anza  to  Turk  Street. 
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Bureau  of  tight,  Heat  and  Power  Request  for  Intra  Fund  Trans- 
fer, from  Appropriation  No.  063-231-63-l-Lighting  of  Public 
Streets,  to  credit  of  Appropriation  No.  063-214-63,  to  pro- 
vide for  deficiency  in  appropriation  for  repairs  to  standards 
damaged  by  automobiles. 

Water  Department  Request  for  Transfer  from  Compensation  Re- 
serve in  amount  $l8l*8l«  to  provide  for  payment  of  military 
leave  for  John  P,  Curto. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.6^8— 

RESOLVED*  That  this  Commission  approves  necessary  ex- 
penses to  be  incurred  by  the  City  Attorney,  in  an  estimated 
amount  $75»00*  covering  deposition  in  Yreka  or  Dunsmuir, 
California,  in  the  action  of  Sadie  Davison  vs  City  and  County 
of  San  Francisco  (Municipal  Railway) 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

- -RESOLUTION  NO.  11.6^Q— 

RESOLVED'  That  this  Commission  hereby  requests  the  Board 
of  Supervisor^  to  adopt  resolution  granting  permission  to 
Geo,  M,  Dixon,  General    Manager  and  Chief  Engineer  of  the  San 
Francisco  Airport,  or  Harold  S.  Messersmith,  Superintendent 
of  Airport  Operations  to  attend  conference,  of  the  California 
Association  of  Airport  Executives,  Inc.,  at  Bakersf ield, 
California,  June  7-8-9,  1951. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.64O-- 

RESOLVED,  That  the  proposed  ordinance  submitted  to 
this  Commission  by  the  Water  Department  and  the  City  Attorney, 
constituting  Article  10  to  be  added  to  the  Plumbing  and  Gas 
Appliance  Code,  a  portion  of  the  Municipal  Code  of  the  City 
and  County  of  San  Francisco,  meets  with  the  approval  of 
this  Commission*  and  this  Commission  recommends  that  the  same 
be  adopted  by  the  Board  of  Supervisors  of  the  City  and  County 
of  San  Franc isco. 
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On  motion  of  Commissioner  He  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.6A1-- 

RESOL  VED,  That  in  consideration  of  the  payment  to  the 
City  and  County  of  San  Francisco  of  the  sum  of  $750.00,  the 
City  Attorney  is  hereby  authorized  to  dismiss  with  prejudice 
the  cross  complaint  of  the  City  and  County  of  San  Francisco  in 
that  certain  action  pending  in  the  County  of  San  Mateo,  en- 
titled "Title  Insurance  and  Guaranty  Company  v.  All  Persons, 
No.  53384,  involving  the  following  described  two  easements  in 
record  ownership  by  City  and  County  of  San  Francisco. 

The  pipeline  right  of  way  for  a  36"  diameter  pipe 
acquired  by  Deed  from  one  Geraldine  Frisbie  to  the 
Spring  Valley  Water  Company,  1887  (which  right  of  way 
has  never  been  used  by  either  the  Spring  Valley 
Water  Company  of  the  San  Francisco  Water  Department. 

The  other  easement  is  that  acquired  from  the  same 
Geraldine  Frisbie  for  another  3^?  diameter  water 
pipeline  ,  which  was  acquired  by  Deed  to  the  Spring 
Valley  Water  Company  in  1888.  (This  easement  was 
used  up  until  the  year  1936  at  which  time  the  use 
was  discontinued  and  a  portion  of  the  pipeline  on 
the  plaintiff's  property  was  removed). 

AND  BE  IT  FURTHER  RESOLVED,  That  the  City  Attorney  is 
authorized  to  execute  for  and  on  behalf  of  this  Commission  and 
the  City  and  County  of  San  Francisco,  all  necessary  documents 
relating  to  the  settlement  of  said  action  by  the  extinguish- 
ment and  cancellation  of  said  easements  upon  said  payment. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11, 642— 

RESOLVED'  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $714,8lO.OO-Water  Department 
Operating  Fund,  to  credit  of  Appropriation  No.  066-50O-OO- 
Additions  and  Betterments,  to  provide  for  Sutro  Reservoir 
Distribution  nains. 


THEREUPON  THE  MEETING  ADJOURNED. 
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PUBLIC  UTILITIES  COMMISSION 

796th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  MAY  28, 
1951. 


Present:  Commissioners  Philip  F.  Landis,  Sam  Mc  Kee,  Ed.  B. 
Baron   and    Donald  A.  Cameron. 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  795th  regular  meeting  of  the 
Commission  held  May  21,  1951  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.6zLV- 

RSSOLVED,  That  the  following  work  to  be  performed  for  the 
Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco  in  pursuance  of  the  Charter  of  said  City  and  County, 
to-wit: 

Modernization  of  Street  Lighting  System 
on  Nineteenth  Avenue  Ext ens ion- From  Si oat 
Boulevard  to  Worcester  Avenue-Bureau  of 
Light,  Heat  and  Power  Contract  No.  106 

be  and  the  same  is  hereby  awarded  to  Abbett  Electric  Corpora- 
tion, the  lowest  regular  and  responsible  bidder,  for  the  sum 
of  111,978.00. 

And  all  other  bids  for  the  work  are  hereby  rejected. 

Funds  for  the  work  are  available  in  Appropriation  No.  063- 
599-09. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,     the  following  resolution  ves  adopted  unanimously; 

—RESOLUTION  NO.  II.64A— 

RESOLVED,  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  Of  12  Inch  Cast  Iron  thin  In 
Bayshore  Industrial  Development-San  Fran- 
cisco V&ter  Department  Specification  No, 
550R 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  Quantities 
of  work:  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Fred  T.  Fairey 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
aforesaid  at  Nine  Thousand  Ninety  Five  Dollars  and  Ninety 
Cents  ($9,095,90)  said  sum  being  the  total  price  for  the  lowest 
bid  submitted  on  the  basis  hereinabove  stated. 

AND  BE  IT  FURTHER  RESOLVED    The  Controller  is  hereby  re- 
quested to  approve  the  allocati6n  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected • 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.645— 

RESOLVED  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  Of  6- Inch  and  8- Inch  Transite 
Mains  In  Olmstead,  Bowdoin  And  Colby  Streets 
San  Francisco  Water  Department  Specification 
No,  577 
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a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Franc lsco,  be  and  the  same  is  hereby  awarded  to 

Fred  T.  Pairey 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Eight  Thousand  Nine  Hundred  Seventy  Five 
Dollars  ($8,975 #00)  said  sum  being  the  total  price  for  the 
lowest  bid  submitted  on  the  basis  hereinabove  stated* 

AND  BE  IT  FURTHER  RESOLVED,  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected o 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11,646-- 

RESOLVED'  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

The  Repaving  Of  Street  Or  Sidewalk  Openings 
Where  The  Paving  Has  Been  Removed  For  The 
San  Francisco  Water  Department  For  The  Year 
Endin  g  June  30,  1952,  Specification  No.  576 

a  public  work  to  be  performed  on  the  basis  of  the  prices  sub- 
mitted and  regularly  on  file  for  the  estimated  quantities  of 
work  to  be  performed  as  set  forth  in  the  related  specifications, 
for  the  Public  Utilities    Commission  of  the  City  and  County  of 
San  Francisco,  be  and  the  same  is  hereby  awarded  to: 

Pacific  Pavements  Co,  Ltd, 

it  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Ninety  Nine  Thousand  Six  H  undred  and  Seventy 
Five  Dollars  ($99,675.00)  said  sum  being  the  total  price  for 
the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

-RESOLUTION  NO.  11.6A7— 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $108*05, 
being  the  credit  difference  between  certified  estimated  con- 
tract and  final  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $837.35*  in  favor  of 
Harold  Te  Treacy,  under  SPWD  Contract  No,  508-Laying  of  8" 
CI  mins  in  23rd  and  Minnesota  Streets. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11, 648— 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  (Credit)  in  amount 
$35.07,  being  the  difference  between  certified  estimated  con- 
tract and  final  performance;  approves  Certificate  of  Acceptance 
and  Final  Payment  in  amount  $5,254.23,  in  favor  of  Fred  T. 
Fairey,  under  SFWD  Contract  No.  561-Laying  of  6n  and  8"  CI 
F&ins  in  Sherwood  Heights  Subdivision. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
'Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 649— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the    same  as  follows: 

To:    California  Water  Service  Co.,  San  Mateo 

Permit  to  install  a  2"  water  pipe  across  the  southerly 
40 ?  of  the  forrrer  Millbrae  Reservoir  Tract;  said  crossing  being 
between  Broadway  and  rfegnolia  Avenue,  Meadow  Glen  Subdivision, 
Millbrae,  San  mteo  County. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.650— 

WHEREAS    the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  W&ter  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Vfcter  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED t  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Lomita  Park  Capuchino  Sanitary  District, 
Lomita  Park,  San  Mateo  County 

Permit  to  install  an  8"  sanitary  sewer  within  a  portion 
of  the  Cityfs  former  Millbrae  Reservoir  Tract;  the  alignment 
of  said  sewer  being  adjacent  to  and  parallel  with  the  existing 
right  of  way  of  El  Camino  Real, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
He  Kee,   the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.651— 

RESOLVED,  That  this  Commission  approves  and  hereby  re- 
quests the  Director  of  Property  to  take  such  steps  as  are 
necessary,  to  procure  for  the  account  of  the  San  Francisco 
V&ter  Department,  an  easement  through  the  Capuchino  High 
School  Site,  located  partly  in  San  Bruno  and  Millbrae,  San 
Mateo  County,  said  easement  being  required  for  the  Sunset 
Supply  Line-Mi librae  to  Baden,  San  Mateo  County. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.652— 

RESOLVED,  That  this  Commission  requests  the  Controllers 
certification  of  Modification  of  Contract  in  amount  $258*83, 
under  Municipal  Railway  Contract  No.  365- Trolley  System  for  No. 
47  (H)  Line,  contractor,  Severin  Electric  Co.,  covering  the 
following: 

Furnish  and  install  4  NO-BO  section  insulators 
and  4  TC  tips  at  intersection  of  Geary  Street 
and  Van  Ness  Avenue-Drawing  SK  510423TCC. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NQi  11.65ft— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Rehabilitation  B  ond  Fund  Request  for  Intra 
Fund  Transfer,  as  follows: 


From  Appro.  No, 

97-400-03-56-Street  Cars,  Office  Eng.  $     65. 50 

97-400-04-57-Trolley  Coaches,  Fid,  Eng.  150,62 

97-510- lo-56-Washington-Mason,  Off.  Eng.  7«00 

97-520-09-56-Sutter  Lines-Off .  Eng.  2.96 

97.52O-O9-57-         "            Fid.  Eng.  207.22 

97-520-10-5b-Stockton-Fourth-Off .  Eng.  200.16 

97-52O-IO-57                 "    Fid.  Eng.  5*53 

97-520-17-56-Potrero-MLssion  Tie-Off.  Eng.  2,000.00 

07-1520-24-56- Van  Ness  Sutter-Off .  Eng.  ^.000.00 

^  $5.646,99 


To  Appro.  No, 

97-510-17-56-mss.Alemany  Substn.-Off  .Eng.  I  1,000.00 

97-510-21-56-Remod.Shops-Elkton  Shops-Of f .Eng.  500.00 

97-52O-O9-56- Tr. Coach  Oper.Miss.Ste-Of f .Eng.  1,500.00 

97- 520- 21 - 56- 0 ! hd  C  on s  t n . Va  r . L  c  t ns . Of  f . Eng .  500 . 00 

9y-5jO-12-56-GenevH  Ladder  Track-Off .Eng.  500.00 

97-530-16-56-Ocean  Ave.Jun.Sr.-.  Phelan-Off .Eng.  I.646.QQ 


Municipal  Railway  Rehabilitation  Bond  Fund  Request  for  Intra 
Fund  Transfer  as  follows: 
From  Appro.  No. 

97-520-09-Conversion  of  Sutter  Lines  $  882.21 

97-520-10-Conversion  of  F.  Line  2,687.94 
97-53O-O6-Trk.Constn.Twin  Peaks  Tunnel  1,179 .OR  t0 

credit  of  Appropriation  No.  97-610-02-Land  for  Outer  Mission 
Substation. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$1,903.00,  from  Appropriation  No.  065-950-OO-Services  of  Pur- 
chasing Department,  to  credit  of  Appropriation  No.  065-804-OI, 
Passenger  and  Damage  Claims-Current  Year. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$20,000,00,  from  Reconstruction  and  Replacement  Fund,  to  credit 
of  Appropriation  No.  66-949-7,  and  from  this  latter  appropria- 
tion, to  credit  of  Appropriation  No.  066- 599- 949-7,  in  amount 
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$12,000,00-Purchase  of  Valves  and  Fittings. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$6,000.00,  from  Appropriation  No.  66-950-00,  to  credit  of 
Appropriation  No.  066-399-500-Materials  and  Supplies  for 
Construction  Projects. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.65&-- 

RESOLVED    That  in  accordance  with  the  recommendation  of 
the  mmger  of  Utilities,  the  contract  for 

Trolley  System  for  No.  14  Line-Municipal 
Railway  Contract  No.  356 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Abbett  Electric  Corporation 

they  being  the  lowest  regular  and  responsible  bidders  for  the 
work  aforesaid  at  $67,869.00,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above-described  work  are  hereby 
rejected. 

Funds  for  this  work  are  available  in  Appropriation  No, 
97-520-08  of  the  1947  Municipal  Railway  Rehabilitation  Bond 
Fund, 

On  motion  of  Commissioner  Mc  Kee,    seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 65^— 

RESOLVED  *  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $507.42,  covering  expenses  of  Harry  E.  Lloyd, 
Civil  Engineer,  on  trip  to  Washington,  D0C.S  for  conference  with 
federal  Officials  in  the  matter  of  appropriation  from  funds  under 
Public  Law  534,  for  the  purpose  of  continuing  construction  of 
facilities  in  connection  with  the  Cherry  River  Project* 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.656— 

RESOLVED'  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution  authorizing  acceptance  of 
deed  from  Henry  H.  Bull,  or  the  legal  owner,  to  an  80  foot 
strip  of  land  in  Santa  Clara  County,  containing  1,807  acres, 
adjoining  Bay  shore  Highway  and  lying  in  the  NE  Section  of 
Sunnydale,  required  for  Bay  Division  Pipe  Line  No.  3  and  that 
the  sum  of  $4,133.00  be  paid  for  said  real  property  from 
Appropriation  No.  98-950-59. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.657— 

RESOLVED,  That  on  recommendation  of  the  Onager  of 
Utilities,  the    General  Manager  of  the  Municipal  Railway,  the 

General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  settlement  of  the  following  case,  by,  and 

with  the  funds  of  the  insurance  carrier  for  the  Municipal 
Railway. 

Claimant  Date  of  Accident  Settlement 

Marie  Crowe  June  20,  1949  17,500.00 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.658- - 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  execution  of  W&ter  Department 
lease,  as  follows: 

To:    Floral  Arts  Nursery  (Walter  Prehn) 

Covering  0,7  acre,  more  or  less,  being  portion  of  Parcel 
1,  San  mteo  County  Lands  and  Parcel  58,  San  Francisco  County 
Lands,  area  175  feet  squared,  for  period  of  four  and  one 
half  years,  commencing  July  1,  1951,  at  an  annual  rental  of 
$800*00. 
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Notice  of  Public  Hearing: 


The  Commission  directed  that  a  public  hearing  be  held 
Monday,  June  11,  1951,  commenncing  at  5:00  P.  M., 
on  proposed  revision  of  Municipal  Railway  Lines  Nos, 
6-7 (20) -31-71, 


Limited  Stop-Express  Service  to  S. P. Naval  Shipyard 

Upon  the  recommendation  of  Mar mi on  D.  Mills,  Consultant, 
the  Commission  gave  approval  to  a  plan  providing  for  a 
special  cross-town  service  along  Divisadero  Street  during 
the  morning  ane  evening  peak  periods  directly  to  the 
Naval  Shipyard;  this  service  is  to  be  on  a  "trial  basis?f 
beginning  Monday,  May  28,  1951, using  four  coaches. 
The  service  is  to  be  observed  closely  and  discontinued 
if  not  patronized  to  the  extent  of  coaches  carrying  near 
capacity  loads. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


W1BLIC  UTILITIES  COMMISSION 

SPECIAL  MEETING  OP  THE    PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  MAY 

51.  1951. 

,  ******  ***************•******♦»*•*•*****♦♦♦**♦**+*•*****♦*•  *•#♦***  *i 


Present:    Commissioners  Philip  Ft  Land is,  Sam  Mc  Kee,  Victor 
S.  Swans on,  Edw.  B.  Baron  and  Donald   A#  Cameron. 

President  Philip  P.  Landis  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  11.659-- 

RESOLVED,  That  this  Commission  hereby  recommends  to  the 
Board  of  Supervisors  that,  before  enactment  of  the  Annual  Ap- 
propriation Ordinance,  purporting  to  create  a  transfer  of 
alleged  or  supposed  surplus  from  the  Water  Department  of  the 
Hetch  Hetchy  Project  to  the  General  Fund,  careful  consideration 
be  given  by  the  Board  of  Supervisors  of  the  opinion  of  the  City 
Attorney  declaring  such  attempted  transfer  to  be  contrary  to 
the  provisions  of  the  Charter;  to  further  note  the  Butler  Rate 
Report  indicating  the  necessary  use  of  anticipated  surplus 
funds  and  that  departure  from  that  policy  would  be  in  violation 
of  assurances  made  to  Rate  Payers  at  the  time  the  increase  of 
water  rates  was  approved  by  your  Honorable  Board;  to  note  this 
expression  of  the  Public  Utilities  Commission  that  Section  129 
of  the  Charter  requires  deposit  by  the  Commission  of  any  surplus 
fund  and  that  this  Commission  w  11  refrain  from  making  such 
deposit   with  the  Treasurer  of  the  City  and  County  of  San  Fran- 
cisco unless  ordered  by  a  decision  of  the  Supreme  Court  of  the 
State  of  California  so  to  do;  and  finally  to  take  note  of  the 
various  legal  entanglements  which  will  be  created  by  any  dis- 
regard on  your  part  of  the  contents  of  the  opinion  of  the  City 
Attorney. 


THEREUPON  THE  MEETING  ADJOURNED* 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


797th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JUNE  4, 

1951  • 

******************************************************** 


Present:     Commissioners  Philip  P .  Landis,  Sam  Mc  Kee, 
Victor  S.  Swanson  and  Edw.  B.  Baron, 

President  Philip  P.  Landis  presided. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  jybth  regular  meeting  of  the  Com- 
mission held  May  28,  I95I1  and  of  the  special  meeting  of  the 
Commission  held  May  31,  19 51  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  11.660-- 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Onager  of  Utilities,  the  contract  for 

Reconstructing  Cable  Car    Tracks  on  F&son 
Street  and  Columbus  Avenue-Municipal  Railway 
Contract  No.  393 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of    San  Francisco,  be  and  the  same  is  hereby  awarded 
to 

San  Francisco  Municipal  Railway 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  $48,868.20,  said  sum  being  the  total  price 
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for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above-described  work  are  here 
by  rejected, 

Funds  for  this  work  are  available  in  Appropriation  No. 
65-925-OO-235, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  No.  11.661— 

RESOLVED'  That  this  Commission  authorizes  issuance  of 
permit  to  Sli6k  Airways,  Inc.,  under  the  terms  of  Part  X, 
Section  2  of  the  Schedule  of  Rates  and  Charges  of  the  San 
Francisco  Airport,  said  permit  covering  the  operation  of 
petroleum  company  equipment  upon  the  said  San  Francisco  Air- 
port. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.662— 


RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $4,560. 00- Water  Department 
Funds,  to  provide  funds  for  payment  of  one  F-016  Junior 
Engineer  (Mechanical)  to  conform  with  Annual  Salary  Ordinance, 
File  7305,  dated  May  26,  1951,  reflecting  reclassification 
of  positions  by  the  Civil  Service  Commission. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.66V- 

RESOLVED'  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications; approves  Modification  of  Contract  in  amount  $10. 65, 
being  the  credit  difference  between  certified  estimated  con- 
tract and  final  performance;  approves  Certificate  of  Acceptance 
and  Final  Payment  in    amount  $1,341.00,  in  favor  of  Fred  T. 
Fairey,  under  SFWD  Contract  No.  572-Laying  of  6??  CI  Mains  in 
Elmira  Street,  between  Helena  Street  and  Shafter  Avenue. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

-^RESOLUTION  NO.  11.664— 

RESOLVED,  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $5,152.81,  in  favor  of  Walter 
Lenkeit,  under  S-FWD  Contract  No.  569-Laying  12"  Cast  Iron 
Mains  in  Newhall,  Palou  and  Keith  Streets. 

Contract  Payment  in  amount  $8,187,52,  in  favor  of  Carrico  and 
Gautier,  under  Airport  Contract  No.  123-Construction  of  Fiel& 
Lighting  Building. 

Contract  Payment  in  amount  ©53,045.86,  in  favor  of  American 
Trust  Co.,  assignee  for  Bragato  Paving  Co,,  under  Airport  Con- 
tract No.  126-Constructing  Improvements  for  Seaplane  Port  Area 
Loading  Apron. 

Contract  Payment  in  amount  $380,172.65,  in  favor  og  Great 
American  Indemnity  Co.,  c/o  Anderson,  Mc  Pharlin  and  Conners, 
Los  Angeles,  assignee  for  P.  and  J.  Artukovich,  under  HHWS 
Contract  No.  230-Construction  of  San  Joaquin  Pipe  Line  No.  2- 
Section  A-2. 

Contract  Payment  in  amount  $100,658.93,  in  favor  of  United 
Concrete  Pipe  Corporation,  under  HHWS  Contract  No.  230-Con- 
struction of  San  Joaquin  Pipe  Line  No.  2-Section  A-l. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 665— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Transfer  from  Compensation 
Reserve,  in  amount  $146.88,  to  provide  for  military  leave  pay 
for  LaVerne  Mogensen. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$5,500.00,  from  Appropriation  No.  065-20O-OO-C ontra ctual  Ser- 
vices, to  credit  of  Appropriation  No.  065-244-OO-Tire  Rental. 

Water  Department  Request  for  Transfer  from  Compensation  Re- 
serve, in  amount  $51.51,  to  provide  for  military  leave  pay  for 
John  J.  Curto. 
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Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$7,O0O#OO  from  Appropriation  No,  063-231-66-Heat,  Light  and 
Power,  to  credit  of  Appropriation  No.  066-200-OO-Contractual 
Services, 

1947  Ho  H.  V&ter  Bond  Fund  Request  for  Additional  Allotment 
in  amount  $95,000*00,  under  Appropriation  No.  98-901-04,  to 
provide  for  expenditures  and  certification  of  con  tracts  in 
connection  with  construction  of  Section  ??A??  of  San  Joaquin 
Pipe  Line  No.  2# 

Bureau  of  Light,  Heat  and  Power  Request  for  Intra  Fund  Trans- 
fer, in  amount  $350,00,  from  Appropriation  No.  063-23I-63-I, 
Lighting  of  Public  Streets,  to  credit  of  Appropriation  No. 
763-265-OO- Valuation  of  Properties. 

Airport  Request  for  Additional  Allotment  in  amount  $15,000,00, 
under  Appropriation  No.  96-900-56,  to  provide  for  salaries, 
wages,  and  other  expenses  and  supplies,  in  connection  with 
plans  and  specifications-period  of  April  1-September  30,  1951* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
He  Kee,  the  following  r esoluti on  was  adopted  unanimously: 

—RESOLUTION  NO.  11.666— 

RESOLVED,  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution,  authorizing  acceptance  of 
deed  from  E.  C.  Tholts  and  Hazel  A,  Thoits,  his  wife,  or  the 
legal  owners  to  a  strip  of  land,  80  feet  in  width,  containing 
1,116  acres,  fronting  on  the  San  Antonio  Road,  lying  between 
the  Southern  Pacific  R.  R,  Tracks  (Alma  Street)  and  the  El 
Camino  Real,  said  property  being  required  for  Bay  Division  Pipe 
Line  No.  3  and  that  the  sum  of  $5,800. 00  be  paid  for  said  real 
property  from  Appropriation  No.  98-950-59, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously; 

— RESOLUTION  NO.  11.667— 

RESOLVED,  That  this  Commission  approves  Contract  Payment 
Recommendation  in  amount  $1,666,66,  in  favor  of  Marmion  D.  mils, 
for  minimum  forty  hour  week  services  as  a  Transportation  Expert 
and  Co-ordinator  for  Operations  of  the  Municipal  Railway,  for 
period  of  nay  1-31,  1951, 
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On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.668-- 

WHEREAS,  the  regulations  for  administering  of  the 
Federal  Airport  Act,  Public  Law  377  of  the  79th  Congress  of 
the  United  States,  require  that  the  offer  of  the  United 
States  Government  to  pay  a  portion,  in  the  amount  of 
$583,212.00  of  the  allowable  airport  project  costs  for  Civil 
Aeronautics  Administration  Project  No,  9-04-034-IO4  be  ac- 
cepted by  resolution  of  the  sponsor's  governing  body: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Board  of  Supervisors 
of  the  City  and  County  of  San  Francisco  is  respectfully  re- 
quested to  adopt  a  resolution  accepting  the  offer  of  the 
United  States  Government,  which  acceptance  is  to  be  executed 
by  the  F&yor  of  the  City  and  County  of  San  Francisco  and  the 
Manager  of  Utilities  of  the  City  and  County  of  San  Francisco. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.66Q— 

WHEREAS,  the  regulations  for  administering  of  the 
Federal  Airport  Act,  Public  Law  377  of  the  79th  Congress  of 
the  United  States,  require  that  the  offer  of  the  United 
States  Government  to  pay  a  portion,  in  the  amount  of 
$500,000.00,  of  the  allowable  airport  project  cost  for  Civil 
Aeronautics  Administration  Project  No.  9-O4-O34-IO5  be  ac- 
cepted by  resolution  of  the  sponsor's  governing  body; 

THEREFORE,  BE  IT  RESOLVED 1  That  the  Board  of  Supervisors 
of  the  City  and  County  of  San  Francisco  is  respectfully  re- 
quested to  adopt  a  resolution  accepting  the  offer  of  the 
United  States  Government,  which  acceptance  is  to  be  executed 
by  the  myor  of  the  City  and  County  of  San  Francisco,  and  the 
Manager  of  Utilities  of  the  City  and  County  of  San  Francisco, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.67O-- 

RESOLVED'  That  this  Commission  approves  Traveling  Expense 
Voucher  in  am&unt  $5.60,  expenses  of  Harold  S.  Messersmith, 
month  of  April,  1951,  covering  conferences  with  Bay  Area 
Aviation  Committee  and  conference  with  officials  planning 
arrival  of  General  D,  Mac Arthur. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 

Swanson,  the  following  resolution  was  adopted — Commissioner 
Baron  voting  NO, 

— RESOLUTION  NO.  11.671-- 

RESOLVED,  That  subject  to  the  approval  of  the  Mayor  and 
the  Board  of  Supervisors  of  the  City  and  County  of  San  Fran- 
cisco, this  Commission  hereby  offers  to  purchase  for  the 
maximum  sum  of  $150,000,00  all  of  the  operative  properties 
of  the  California  Street  Cable  Railway  Co.,  said  transfer  to 
be  in  compliance  with  Section  II9.4  of  the  Charter  of  the 
City  and  County  of  San  Francisco. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted— Commissioner 
Baron  voting  NO. 

—RESOLUTION  NO.  11. 672— 

RESOLVED,  That  the  Controller  is  hereby  requested  to  en- 
cumber funds  in  the  Unalloted  Balance  of  Appropriation  No. 
062-50O-OO- Public  Utilities  Commission  Fund,  in  the  amount  of 
$150,000,00  for  the  purpose  of  the  acquisition  by  the  City 
and  County  of  San   Francisco  of  the  operative  properties  of 
the  California  Street    Railway  Co.,  in  compliance  with  and 
as  provided  by  Section  119.4  of  *>he  Charter, 

On  motion  of  Commissioner  Baron*  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.673— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors,  enactment  of  ordi- 
nance, appropriating  the  sum  of  $500,299.00-Hetch  Hetchy  Project 
Operating  Funds,  to  provide  for  the  re-lining  of  one-third  of 
the  San  Joaquin  Pipe  Line  No.  1. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 674-- 

RESOLVED,  That  the  proposed  contract  with  Marmion  D,  Mills 
for  the  extension  of  his  service  meets  with  the  approval  of 
this  Commission  and  the  President  of  this  Commission  is  hereby 
authorized  to  execute  said  contract  for  and  on  behalf  of  the 
City  and  County  of  San  Francisco  and  this  Commission, 
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Appreciation  of  services  of  Marmion  D.  Mills. 


The  Commission  expressed  its  appreciation  of  the  services 
rendered  by  Mr,  Marion  D.  Mills  under  his  contract  as  con- 
sultant to  the  Municipal  Railway  and  directed  that  a  letter 
of  confidence  be  written  and  forwarded  to  Mr.  Mills* 


Sewer  Tax 


The  Commission  requested  the  Onager  of  Utilities,  in 
connection  with  the  proposed  sewer  tax,  to  serve  notice  that 
the  Water  Department  as  "collection  Agent"  be  reimbursed  on 
a  cost  basis  and  not  on  a  specific  amount;  to  ask  the  City 
Attorney  for  an  opinion  as  to  whether  the  proposed  sewer  tax 
makes  it  a  utility  and  under  whose  administration. 


Extension  of  No.  26  Line 

The  Commission  approved  an  extension  of  the  No.  26  Bus 
Line,  from  Van  Ness  Avenue  and  Market  Street,  to  $tfo  Street 
and  Jessie  Street,  effective,  when  vehicles  become  available 
through  conversion  of  the  No,  47  (H)  Line. 


Resignation  of  David  D.  Canning: 

In  the  light  of  the  resignation  of  David  D.  Canning, 
Superintendent  of  Traffic  -Municipal  Railway,  the  following 
communication  is  noted: 

To:    Wm.  H.  Scott-General  I^nager:       Date:    March  9,  1951. 

Prom:    David  D.  Canning,  Supt.  of  Traffic. 

"One  of  the  influencing  factors  in  my  decision  to  accept 
my  present  position  was  the  assurance  that  the  starting  salary 
was  at  a  base  level  and  that  provision  had  been  made  for  an 
upward  revision  from  the  starting  base.    It  is  now  my  under- 
standing that  in  setting  salary  levels  for  the  next  fiscal  year 
no  adjustment  has  been  included  in  the  rate  for  the  position  of 
Superintendent  of  Traffic,    This  come  as  a  surprise  to  me, 
particularly  in  view  of  the  assurance  given  and  information  to 
the  effect  ahat  my  rating  preparatory  to  permanent  appointment- 
was  in  all  catagorieis  classified  as  "outstanding". 
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•further,  the  duties  and  responsibilities  of  the 
position  and  the  required  knowledge  and  experience  necessary 
to  carry  out  the  functions  warrant,  in  my  own  mind,  a  much 
more  liberal  interpretation  than  the  present  rate  of  just 
what  should  be  considered  as  reasonable  compensation  for  the 
functions  of  the  scope  presently  being  performed. 

"Inasmuch  as  I  must  soon  reach  a  decision  on  whether  or 
not  to  remain  with  the  organization,  it  will  be  appreciated 
if  you  will  at  the  earliest  convenience  advise  (1)  if  my 
understanding  is  correct,  and  (2)  if  an  adjustment  is  con- 
templated in  the  immediate  future. 

"Regardless  of  my  decision  I  will,  if  you  so  desire, 
endeavor  to  arrange  my  plans  so  that  the  projects  initiated  for 
the  first  quarter  of  this  year,  which  because  of  conditions  be- 
yond control  could  not  be  completed  on  schedule,  can  be  super- 
vised to  their  conclusions, 

David  D.  Canning 
Superintendent  of  Traffic" 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


798th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JUNE  11, 
1951. 


Present;    Commissioners  Philip  F,  Land is,  Sam  Mc  Kee,  Victor 
S.  Swanson,  Edw,  B«  Baron  and  Donald  A,  Cameron. 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  797th  regular  meeting  of  the  Com- 
mission held  June  4»  1951  were  approved. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.675-- 

WHEREAS ,  the  following  employees  have  retired  from  the 
service  of  the  City  and  County  of  San  Francisco,  having  served 
in  the  r&rket  Street  Railway  and  or  the  Municipal  Railway,  in 
excess  of  twenty-five  years;  and 

WHEREAS,  the  Public  Utilities  Commission  recognizes  the 
valuable  service  these  employees  have  rendered  the  people  of 
San  Francisco  while  employed  by  said  Market  Street  Railway  and 
or  the  Municipal  Railway: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  on  behalf  of  the  people  of  the  City  and  County  of  San 
Trancisc©  in  recognition  of  their  long  and  faithful  service, 
by  this  resolution,  expresses  to  these  employees,  its  best 
wishes  for  a  long  and  happy  life  and  the  assurance  of  its 
appreciation  of  work  well  performed;  and 

BE    IT  FURTHER  RESOLVED,  That  the  Secretary  be  and  he  is 
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hereby  directed  to  prepare  a  copy  of  resolution  for  presenta 
tlon  to  each  of  the  following  employees: 


Employee  Service 

Mathew  A*  Mc  Aravy         Municipal  Railway  36  years 

William  F.  Carey  "  3&  years 

Martin  Mulkeen  "  27  years 

Abraham  Reznik  M  3&  years 

Joseph  P.  Sullivan  "  29  years 

Jerry  J*  Lynch  "  &  Mkt.StJly.  30  years 

Jacob  Wellman  n  "  34  years 

James  C.  Rosemeyer  "  M  35  years 

August   Stoltz  ,f  tf  20  years 

James  J.  Hynch  ,f  "  28  years 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.676— 

RESOLVED    That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $841.63, 
being  the  additional  difference  between  certified  estimated 
contract  and  final  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  |27»lll#49*  in  favor  of 
Eaton  and  Smith,  under  Municipal  Railway  Contract  No.  363-R0- 
constructing  Twin  Peaks  Tunnel  Track  and  Installing  Crossover 
on  Market  Street,  east  of  Castro  Street. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 677— 

RESOLVED'  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution,  authorizing  acquisition 
of  easements  in  certain  public  streets  of  the  Cities  of  Mill- 
brae,  Burlingame  and  Hillsborough,  San  Mateo  County,  required 
for  the  Sunset  Supply  Line. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

'  —RESOLUTION  NO.  11. 678 — 

RESOLVED f  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  accept  deeds  from  the  following  named  parties, 
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or  the  legal  owners,  to  certain  parcels  of  property  in  Santa 
Clara  County,  required  for  the  Bay  Division  Pipe  Line  No.  3 
and  that  the  sums  set  opposite  their  names  be  paid  for  said 
real  property  from  Appropriation  No.  9^""95°-59« 

John  G.  Alonzo  and  Rose  Alonzo  $  3,780,00 

Louise  C.  Chace  3,350,00 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  II.679-- 

RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  settlement  of  the  following  case,  by,  and 
with  the  funds  of  the  insurance  carrier  for  the  Municipal 
Railway. 

Claimant  Date  of  Accident  Settlement 

Julia  Marie  Achatz  March  11,  1949  $  1,500*00 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.680-- 

RESOLVED,  That  this  Commission  acknowledges  the  receipt 
of  and  approves  assignment  from  KleinSmid  Construction  Co. 
and  Frank  Goodrick,  Jt.  Lie,  to  the  East  Bakersfield  Branch 
of  the  Bank  of  America,  Bakersfield,  California,  of  all 
monies  and  claims  for  monies  due  said  KleinSmid  Construction 
Co.  and  Prank  Goodrick,  Jt.  Lie,,  under  HHWS  Contract  No.  225- 
Access  Road,  South  Fork  to  Mather. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.68l~ 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily  completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $179,43, 
being  the  credit  difference  between  certified  estimated  con- 
tract and  final  performance;  approves  Certificate  of  Acceptance 
and  Final  Payment  in  amount  $2,767.91,  in  favor  of  American 
Trust  Co.,  San  Mateo  Office,  assignee  for  Bragato  Paving  Co., 
under  Airport  Contract  No.  129-Constructing  Service  Building 
Entrance  Road  at  San  Francisco  Airport. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--.RESOLUTION  NO.  11.682— 

WHEREAS ,  under  the  terms  of  Municipal  Railway  Contract 
No.  386,  Electrical  Communications  for  Geary  Offices,  Elec- 
trical Communications,  Inc.,  Contractor,  was  required  to 
complete  all  of  the  work  specified  on  April  21,  3-951*  and 

WHEREAS 9  the  contractor  experienced  unavoidable  delays 
because  of  inability  of  supplier  to  deliver  telephone  equip- 
ment; and 

WHEREAS*  said  contractor  has  been  diligent  in  his  attempt 
to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  contract  time 
for  performing  all  work  specified  under  Municipal  Railway 
Contract  No,  386,  be  and  is  hereby  extended  for  a  period  of 
thirty-eight  calendar  days  until  May  29,  1951,  and  that 
liquidated  damages  by  reason  of  such  extension  are  hereby 
waived. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.68v~ 

RESOLVED,  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications and  hereby  approves  Certificate  of  Acceptance  and 
Final  Payment  in  amount  $1,580,32,  under  Municipal  Railway 
Contract  No.  386- Intercommunication  System  for  Geary  Offices. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11 .684— 

RESOLVED,  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $18.65,  expenses  of  Robert  Rockwell 
Assistant  Director  Bureau  of  Public  Service,  month  of  May, 
1951,  covering  conferences  with  Advertising  Club,  Safety 
Council,  Junior  Chamber  of  Commerce,  Radio  Officials  and  News- 
papers. 

Expense  Voucher  in  amount  $22.10,  expenses  of  Myles  W.  Smith, 
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Assistant  Director  of  Bureau  of  Public  Service,  month  of  May, 
1951,  covering  conferences  with  Peninsula  Publishers,  Chambers 
of  Commerce,  Aviation  Writers,  News  Agencies  and  Safety  Council. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.685-- 

RESOLVED,  That  on  recommendation  of  the  General  Manager 
and  Chief  Engineer  of  the  San  Francisco  Water  Department,  the 
City  Attorney  and  the  r^nager  of  Utilities,  this  Commission 
approves  and  hereby  requests  the  Controller  to  draw  warrant  in 
amount  $1,056. 33,  in  favor  of  Andreassen  and  Co*,  as  full  com- 
pensation for  all  damages  sustained  and  expense  incurred  as 
result  of  leak  in  Water  Department  service  pipe  at  105  Front 
Street,  San  Francisco,  on  or  about  November  13,  1950. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.686— 

WHEREAS,  for  the  benefit  of  more  adequate  public  service 
it  is  recommended  by  the  management  of  the  Municipal  Railway 
that  the  following  portion  of  the  N  0.  26  Line  (Daly  City)  be 
abandoned: — on  Valencia  Street,  from  Fourteenth  to  I^rket 
Street;  Mc  Coppin  Street  from  Valencia  Street  to  Otis  Street  and 
on  Otis  Street  from  Van  Ness  Avenue  South,  to  Mc  Coppin 
Street;  and 

WHEREAS    the  management  of  the  Municipal  Railway  for  the 
benefit  of  more  adequate  public  service,  recommends  that  in 
lieu  thereof,  the  route  of  said  No.  26  Bus  Line,  be  as  follows- 
On  Valencia  Street  to  Fourteenth  Street,  on  Fourteenth  Street 
to  Mission  Street  and  on  Mission  Street  to  Fifth  and  Jessie 
Streets,  constituting  an  extension  of  said  line  from  Van  Ness 
Avenue  and  Market  to  said  Fifth  and  Jessie  Streets: 

NOW,  THEREFORE,  BE  IT  RESOLVED'  That  this  Commission 
recommends  to  the  Board  of  Supervisors  that  the  proposed  aban- 
donment so  recommended,  be  authorized  and  confirmed  by  said 
Board  of  Supervisors. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 687— 
RESOLVED*  That  this  Commission  hereby  requests  the  Con- 
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troller's  certification  of  the  following: 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $6,754,000, 
from  the  following  appropriations: 

96-941-Ol-Bldgs.  and  Appurt.  New  Terminal 

Building  $  546,050.00 

193- 550-Ol-Foundat ions  for  New  Terminal 

Building  790,000.00 
193-550-02-Apron  and  Airplane  Servicing 

Facilities  66,340.00 

195-550-ll-New  Terminal  Building  5,351,610*00 

to  credit  of  Appropriation  No.  196-953-OI,  to  provide  for 
certification  of  Airport  Contract  No.  130-New  Terminal  Build- 
ing-CAA  Project  9-O4-O34-IO5. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
-H25.OO,  from  Appropriation  No.  66-955-OO-Vfeter  Extension  to 
credit  of  Appropriation  No.  066-399-500,  to  provide  for 
purchase  of  compressor  and  motor  to  be  used  as  aid  to  con- 
struction of  water  supply  system,  Mt.  Davidson  Area. 

Water  Department  Encumbrance  Request  in  amount  $3,500.00,  un- 
der Appropriation  No.  066-200-00,  to  provide  for  surfacing  of 
roadways  at  Millbrae  Headquarters* 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$5,000.00,  from  Appropriation  No.  065-200-OO-Contractual 
Services,  to  credit  of  Appropriation  No.  065-804-Ol-Passenger 
and  Danage  Claims-Current  Year. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.688 — 

RESOLVED ^  That  this  Commission  approves  the  following 
ContractPayment  Recommendations: 

Contract  Payment  in  amount  $6,604.70,  in  favor  of  Enterprise 
Electric  Works,  under  Municipal  Railway  Contract  No.  389-Elec- 
trical  Installations  at  mson-Washington  Carhouse. 

Contract  Payment  in  amount  $571.29,  in  favor  of  George  F. 
Brayer,  under  Municipal  Railway  Contract  No.  381-West  Portal 
Feeders, 

Contract  Payment  in  amount  $2,862.92,  in  favor  of  Severin 
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Electric  Co.,  under  Municipal  Railway  Contract  No.  365- Trolley 
System  for  No.  47  (H)  Line. 

Contract  Payment  in  amount  $566.28,  in  favor  of  J.  N.  Pitcher 
Co.,  under  HHWS  Contract  No.  228- Exploratory  Soil  Test  Hole 
Drilling  and  Test  Trench  Excavation-Cherry  River  Project. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 689-- 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for  the  following 
public  work  to  be  performed  for  the  Public  Utilities  Commission 
of  the  City  and  County  of  San  Francisco,  to-wit: 

Construction  of  Terminal  Building- At  San 
Francisco  Airport-Airport  Department  Con- 
tract No.  130 

be  and  the  same  is  hereby  awarded  to 

Clinton  Construction  Co. 
San  Francisco,  California 

they  being  the  lowest  regular  and  responsible  bidder  therefor 
at  the  lump  sum  price  of  $6,754,000.00,  for  Proposals  G  and  B. 

And  all  other  bids  for  the  above-described  work  are  here- 
by rejected. 

Funds  for  this  work  are  available  in  Appropriation  No. 
196-953-OI . 


Public  Hearing: 

Proposed  Revision  of  Nos.  6-7-71-31  Lines, 

No.  6-Masonlc  (Trolley  Coach)    -    No  Change 

No.  6B-Masonic  (Motor  Coach)  -  From  outer  terminal  at  31st  and 

Vicente  via  31st,  Ulloa,  30th,  Quintara,  16th 
and  Lawton  to  junction  with  No.  6  Line  on  9th 
Avenue  and  then  follow  No.  6  Line  to  loop  at 
4th-5th  Street  loop  at  Market  Street.  During 
Peak  periods,  line  extended  as  far  as  Second 
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and  Market  Streets.    During  evening  and  on  Sunday,, 
this  line  will  be  operated  as  a  shuttle  from  the 
31st  and  Vicente  terminal  to  connect  with  the 
No.  6  Line  at  9th  and  Lawton. 

No.  7-Haight  (Trolley  Coach)  -  No  Change  in  Route 

No.  7a-Haight-Lincoln-Noriega  (Motor  Coach) 
No.  7b-Haight-Lincoln-S unset    (Motor  Coach) 

These  lines  to  operate  from  their  present  ter- 
minals at  48th  and  Noriega  and  Sunset  Boulevard 
and  Vicente,  respectively,  over  their  present 
routes  to  Stanyan  and  Haight  Streets  and  will 
then  follow  the  route  of  the  Haight  Street  Trolley 
coach  to  terminals,  as  follows:    During  peak 
periods,  lines  terminate  at  Ferry  Building;  other 
periods,  lines  terminate  at  4th-5th  Streets  loop 
at  Market  Street. 

No.  71-Eddy  (Motor  Coach-Shuttle) 

Operate  on  weekdays  only  until  7:30  PM  from 
Divisadero  and  Eddy  Streets,  via  Eddy  to  Mason 
and  Eddy  Streets,  looping  via  Mason,  Turk  and 
Taylor  and  Scott,  Turk  and  Divisadero. 

No.  31-Balboa  Operate  from  present  terminal  at  33d  and  Balboa, 

via  Balboa,  Turk,  Divisadero,  Eddy  and  Market, 
to  Perry  Building  with  part  service  turning  back 
at  Mason,  Turk  and  Taylor  Streets,  Weekdays 
until  7:30  PM,  will  operate  as  a  limited  stop 
service;  evenings,  after  7:30  PM  and  Sundays, 
operate  as  an  all  local  line  from  Mason  and  Eddy 
to  33d  and  Balboa. 

In  opening  the  public  hearing,  at  the  request  of 
President  Philip  F.  Landis,  Mr.  Marmion  D.  Mills,  Consultant 
outlined  to  those  present  the  proposed  revisions.  Messrs, 
Miller,  Rambo  and  David  Canning,  former  Superintendent  of 
Traffic,  were  present  to  advise  on  technical  questions. 

The  proposed  revisions  were  endorsed  by: 

Sunset  Community  Improvement  Club,  represented  by  Mrs,  Emily 

Martin  and  A.  H.  Kramm. 

Parkside  Improvement  Club,  represented  by  Lloyd  Piercy  and 

Elwood  Gill. 
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Sunset  Heights  Transportation  Committee*  represented  by  Louis 

Valsangiacomo  and  through  letter  by- 
Sidney  Hotchner# 

Seabrlght  Improvement  Assoc iation,  represented  by  Walter  B. 

Robinson, 

Francisco  Heights  Improvement  Club,  represented  by  Charles 

Spivock  and  Felton  Perkins* 

Great  Highway  Club,  represented  by  Mrs.  Thomas  Best,  G* 

Gendotti,  A.  E.  Spengler,  Fred  Munson 
and  Arthur  Larkinson. 

There  was  no  opposition  to  the  General 
Plan. 

Great  Highway  Club,  in  endoring  the  general  plan,  petitioned 
the  Commission  to  give  consideration  toward  restoration  of 
service  on  Lincoln  Way,  from  Sunset  Boulevard  to  the  Beach. 

Action  of  the  Commission:    (1)  Approval  of  plan  as  outlined 

above  for  Nos.  6-7-71-31  Lines. 

(2)  Study  to  be  made  as  to  possi- 
bility of  service,  on  Outer 
Lincoln  Way — but  at  no  expense 
to  action  (l) . 


THEREUPON  THE  MEETING  ADJOURNED • 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


799th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JUNE  l8, 
1951. 


Present:  Commissioners  Sam  Mc  Kee,  Victor  S.  Swanson, 
Edw.  B.  Baron  and  Donald  A.  Cameron, 

Vice  President  Sam  Mc  Kee  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  798th  regular  meeting  of  the  Com- 
mission held  June  11,  1951  were  approved. 

On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.69O— 

RESOLVED,  That  this  Commission  hereby  approves  all  non- 
civil  service  and  temporary  appointments  and  removals  made  by 
the  Manager  of  Utilities  for  the  month  of  May,  1951;  and 

BE    IT  FURTHER  RESOLVED,  That  report  of  said  appointments 
and  removals  be  transmitted  to  the  Civil  Service  Commission 
and  to  the  Controller. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

'  —RESOLUTION  NO.  11.6Q1-- 

RESOLVED,  That  this  Commission  accepts  the  services  ren- 
dered as  being  satisfactorily  completed  in  accordance  with 
terms  of  contract  and  hereby  approves  Certificate  of  Acceptance 
and  Final  Payment,  in  amount  $833.33,  in  favor  of  Mar mi on  D. 
Mills,  for  minimum  forty  hour  week  services  as  transportation 
expert  and  co-ordinator  for  operations  of  Municipal  Railway, 
period  June  1-15,  1951. 


On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  11.692— 


RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  claims,  as  follows: 

Claimant  Date  of  Accident  Settlement 

Current  Year: 


Rose  Batlin 
Kenneth  Lybrand 
Helen  E.  Nickerson 
Tso  T.  Taam 
Bernice  Lovell 
Melvin  T.  Abbott 
Harry  Heselton,  Jr. 
Asard  Zeibak 
Charles  Soss 
John  Horowitz 
Gus  W.  Rapp 
Ed.  F.  Smith 
Capt.  R.  A.  Fretwell 
Stanley  Ventura 
Leona  D.  Hoffman 
James  w.  Nichols 
Charles  E.  Upham 
Boris  P.  Astrahantseff 
Domnic  Spano 
I^rie  E.  Murray 
Joseph  Wilkins 
Alvina  J.  Baker 
J.  A.  Riemers 
Robert  E.  L.  Mc  Cray 
Starlight  Furniture  Co, 
Alfred  Diodati 
Frances  Carlich 
Katherine  Gonzales 


January  3,  1951 
January  25,  1951 
February  28,  1951 
March  19,  1951 
February  23,  1951 
March  31,  1951 
April  6,  1951 
January  10,  1951 
February  8,  1951 
April  22,  1951 
April  14,  1951 
April  24,  1951 
May  13,  1951 
January  19,  1951 

my  1,  1951 

May  1,  1951 
January  19,  1951 
January  2o,  1951 
January  26,  1951 
January  19,  1951 
January  3,  1951 
February  9,  1951 
April  10,  1951 
March  25,  1951 
April  12,  1951 
April  27,  1951 
November  19,  1950 
December  4,  1950 


150.00 
II5.75 
188.66 

119.45 
150.00 

122.58 

H9.67 

150.00 

175.00 

174.38 

107.00 

I48.I5 

IO5.67 

113.15 

IOO.96 

IO2.46 

209.20 

257.58 

200.00 

250.00 

250.00 

275.OO 

238.38 

250.00 

25I.56 

204.80 

210.70 

2S0. 00 


Appropriation  No. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

"RESOLUTION  NO.  11.6?>- - 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution,  authorizing 
acceptance  of  deed  from  Louis  Ghlo  and  Linda  Ghio,  his  wife, 
or  the  legal  owners,  to  a  20  foot  strip  of  land,  approxi- 
mately 100,03  feet  in  length,  containing  ,045  acre,  in  the 
City  of  Hillsborough,  1-1/2  miles  west  by  south  from  El 
Camino  Real  and  one  block:  northeast  of  the  Burlingame  Country 
Club  and  that  the  sum  of  $1,000.00  be  paid  for  said  real 
property  from  Appropriation  No,  90-600-66,  said  parcel  being 
required  for  the  Sunset  Supply  Line. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

^-RESOLUTION  NO.  11.694— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution,  authorizing  ac- 
quisition by  eminent  domain  proceedings  of  certain  real  proper- 
ty in  San  nateo  County,  required  for  Sunset  Supply  Line,  due 
to  change  of  alignment  in  Hillsborough  Manor,  at  an  estimated 
cost  of  $4,500,00. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,6Q5-- 

RESOLVED,  That  the  contract  for  the  following  public 
work  to  be  performed  for  the  Public  Utilities  Commission  of 
the  City  and  County  of  San  Francisco  in  pursuance  of  the  pro- 
visions of  the  Charter  of  said  City  and  County,  to-wit: 

Furnishing  Gas  and  Street  Lighting 
Service-Bureau  of  Light,  Heat  and  Power 
Contract  No.  107 

be  and  the  same  is  hereby  awarded  to  the  Pacific  Gas  and  Elec- 
tric Co.,  it  being  the  lowest  regular  and  responsible  bidder. 

Funds  for  this  work  are  available  in  Appropriation  No. 
163-231  and  sub-divisions  thereof. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.6Q6-- 

RESOLVED    That  the  following  work  to  be  performed  for  the 
Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco  in  pursuance  of  the  Charter  of  said  City  and  County, 
to-wit: 

Construction  of  a  Street  Lighting  System  on 
Parker  Avenue,  from  Anza  Street  to  Turk  Street, 
BLH&P  Contract  No,  108 

be  and  the  same  is  hereby  awarded  to  Abbett  Electric  Cor- 
poration, the  lowest  regular  and  responsible  bidder,  for  the 
stun  of  32,2820.00 

And  all  other  bids  for  the  work  are  hereby  rejected. 

Funds  for  the  work  areavailable  in  Appropriation  No. 
063-530-39. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.697— 

WHEREAS '  under  the  terms  of  Municipal  Railway  Contract 
No.  380-Motof ization  of  Machine  Tools  at  Elkton  Shops, 
Decker  Electrical  Construction  Company,  contractor,  was  re- 
quired to  complete  all  of  the  work  on  April  21,  1951;  and 

WHEREAS'  the  contractor  experienced  unavoidable  delays 
due  to  inability  to  obtain  materials  and  equipment  in  the 
allotted  time;  and 

WHEREAS,  said  contractor  has  been  diligent  in  his  attempt 
to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  contract  time 
for  performing  all  work  specified  under  Municipal  Railway 
Contract  No.  380,  be  and  is  hereby  extended  for  a  period  of 
thirty  calendar  days  until  May  21,  1951,  and  that  liquidated 
damages  by  reason  of  such  extension  are  hereby  waived. 
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On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.6q8— 

RESOLVED    That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications; approves  Modification  of  Contract  in  amount 
$40*00  (credit)  for  labor  and  material  furnished  by  the 
Municipal  Railway  in  wiring  and  connection  of  two  machine 
tools;  approves  Certificate  of  Acceptance  and  Final  Payment 
in  amount  $5,436,24,  in  favor  of  Decker  Electrical  Con- 
struction Co.,  under  Municipal  Railway  Contract  No.  380- 
Motorlzation  of  Machine  Tools  at  Elkton  Shops, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.699— 

RESOLVED $  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with    plans  and  specifica- 
tions and  hereby  approves  Certificate  of  Acceptance  and  Pinal 
Payment  in  amount  §0,450.00,  in  favor  of  R.  Flatland,  under 
BLH&P  Contract  No,  99-Construction  of  Street  Lighting  System 
in  Trumbull  Street,  from  Mission  Street  to  Alemany  Boulevard, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.700— 

RESOLVED f  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications and  hereby  approves  Certificate  of  Acceptance  and 
Final  Payment,  in  amount  $5,454,00,  in  favor  of  Manning  and 
Whi taker,  Inc.,  under  BLH&P  Contract  No.  102-Construction 
of  Street  Lighting  System  in  Golden  Gate  Park  Crossover 
Drive  and  Park- Presidio  By- Pass  Drive,  Lincoln  Way  to  Fulton 
Street. 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.70I— 

RESOLVED,  That  this  Commission  rejects  as  being  excessive 
in  amount  for  the  work  contemplated  to  be  performed,  the  one 
and  only  bid,  in  amount  $10,560.00,  received  June  12*  1951, 
from  the  Flora  Crane  Service,  for  the  work  of  Airport  Con- 
tract No.  137~Removing  Silt  from  Drainage  Canals* 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

-^RESOLUTION  NO.  11.702-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
#28,000.00,  from  Appropriation  No*  065-321-OO-Fuel  and  Lubri- 
cants, to  credit  of  Appropriation  No.  065-399-321-Fuel  and 
Lubricants-Revolving  Fund, 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$500.00,  from  Appropriation  No,  97-510-OO-Buildings  and  Their 
Equipment,  to  credit  of  Appropriation  No.  97-510-20,  to  provide 
funds  for  modification  of  Contract  No.  392-Alterations  to 
Geneva  Car house. 

Municipal  Railway  Request  for  Additional  Allotment,  under 
Appropriation  N  0.  97-51O-I5,  to  provide  for  the  work  of  con- 
struction of  Siting  Station  at  LaPlaya  and  Balboa  Streets. 

Municipal  Railway  Requests  for  Allotment,  as  follows: 

$62,500.00,  under  Appropriation  No.  165-804-OI,  allotment 
for  first  quarter  fiscal  year  I95I-I952  Current  Year  Passen- 
ger and  la  mage  Claims  and  in  amount  $400,000.00,  under 
Appropriation  No.  165-804-02- Prior  Year  Claims. 

Municipal  Request  for  Intra  Fund  Transfers,    as  follows: 
From  Appropriation  N^.  065-804-02,  in  amount  58,064.36* 
and  in  amount  $5,000.00,  from  Appropriation  No.  065- 200-00- 
to  credit  of  Appropriation  No.  065-804-OI- Current  Year  Claims. 

Municipal  Railway  Request  for  Transfer  from  Compensation  Re- 
serve, in  amount  $146.88-Military  Leave  for  John  H.  Kirby. 

Water  Department  Request  for  Transfer  from  Compensation  Re- 
serve, in  amount  $155,6o-Military  Leave  for  Roy  A.  Weir. 

Water  Department  Request  for  Allotment,  in  amount  $6,900.00, 
under  Appropriation  No.  166-813-OO-Auto  Insurance  Premiums  for 
1951-1952. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11.703— 
RESOLVED    That  this  Commission  approves  the  following  Con- 
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tract  Payment  Recommendations: 


Contract  Payment  in  amount  116,333.87*  in  favor  of  Arthur 
Wallgren,  under  SPWD  Contract  No,  556-Laylng  36"  Steel  Main 
in  Division  Street,  Tenth  and  Bryant  Streets. 

Contract  P  ayment  in  amount  $3,948.93*  in  favor  of  Wenrick 
and  Associates,  under  SPWD  Contract  Noa  554-Construction  of 
San  Andres  Outlet  No.  1-Chlorination  Plant. 

Contract  Payment  in  amount  $514,530.60,  in  favor  of  Security 
First  National  Bank  of  Los  Angeles,  assignee  for  United  Con- 
crete Pipe  Corporation,  under  SPWD  Contract  No.  524-Con- 
struction  of  Bay  Division  Pipe  Line  No,  3-Section  AC. 

On  motion  of  Commissioner  Swans  on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.7Q4-- 

RESOLVED*  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $22.01,  expenses  of  Maurice  L.  Dickinson- 
Bureau  of  Engineering,  covering  conference  at  Big  Oak  Plat, 
Tuolumne    County,  with  representatives  of  Corps  of  Engineers, 
U.  S.  Army,  re  Cherry  River  Project. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.7OS-- 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in 
amount  $303.10,  under  Municipal  Railway  Contract  No,  392-Alter- 
ations  to  Geneva  Carhouse,  contractor,  Leon  Carl en,  covering 
the  following: 

Remove  existing  partitions  and  stringers  in 
Janitor's  Room;  install  3  new  2x10  stringers, 
sheetrock  soffit  of  stringers  and  patch  plaster 
wall.  Reroute  and  renew  2"  soil  pipe  and  2f' 
fire  line  in  partitions  to  be  removed  from 
Gil ley  Room* 
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On  motion  of  Commissioner  Swans  on,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  II.706-- 


WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED t  That  the  Public  Utilities  Com- 
mission of  the  City  and  County* of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mr.  John  P.  Newby,  Mountain  View,  Calif. 

Permit  to  utilize  for  gardening  purposes  a  portion  of 
Bay  Division  Pipe  Line  No.  3,  Parcel  203H;  said  portion  being 
a  triangular  tract  of  land  adjacent  to  and  northerly  of  Lot 
7,  Block  3,  Meadow  Glenn  Subdivision  Unit  NoQ  1,  Mountain 
View,  Santa  Clara  County. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.707— 
WHEREAS ,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED t  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San   Francisco  does 
hereby  approve  the  terms  and  conditions  of  said  revocable  per- 
mit and  authorizes  the  execution  of  the  same  as  follows: 

To:    David  E.  Earley,  Stockton,  California. 

Permit  to  occupy  Hetch  Hetchy  Parcel  ZL40,  being  also 
portions  of  Lots  16  and  17,  Block  2,  Reese  Subdivision, 
Redwood  City  for  the  purpose  of  a  domestic  garden. 
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On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.7o8— 


WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  V&ter  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  CouAty  of  San  Francisco  does 
hereby  approve  the  terms  and  conditions  of  said  revocable 
permit  and  authorizes  the  execution  of  the  same  as  follows: 

To:    Mr.  Antonio  Gulli,  Millbrae,  Calif, 

Permit  to  occupy  for  gardening  purposes  a  portion 
of  the  Crystal  Springs  Pipe  Line  right  of  way;  said  portion 
being  40  feet  in  width  and  adjacent  to  Lot  5,  Block  5, 
Meadow  Glen  Subdivision,  Millbrae,  San    Mateo  County, 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 708-- 

WHEREAS,  the  General    Manager  and  Chief  Engineer  of 
the  San  Francisco  Water  Department  has  recommended  the 
granting  of  a  certain  revocable  permit  for  use  and  occupancy 
of  land  and  property  under  control  of  said  Water  Department, 
as  hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  Couftty  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Company,  San  Francisco 

Permit  to  install  a  four  inch  electrical  conduit 
across  the  Sunset  Supply  Line  50*  right  of  way;  said  crossing 
being  opposite  the  boundary  line~of  Lots  43,  44,  Block  4, 
Westlake  Subdivision,  San  mteo  County. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.709— 

RESOLVED'  That  that  certain  Permit  heretofore  granted 
Morrison-Knudsen  Company,  Inc.,  authorized  toy  Resolution 
No,  10,483  of  this  Commissloh,  for  the  use  of  certain  property 
of  the  Water  Department  for  a  roadway  in  connection  with  the 
performance  of  Airport  Contract  No.  120,  is,  at  the  request 
of  Morris cn-Knudsen  Company,  Inc.,  said  permittee,  cancelled 
and  said  resolution  is  hereby  rescinded,  it  appearing  that 
said  contract  has  been  completely  performed. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted— Commissioner 
Cameron  voting  NO. 

—RESOLUTION  NO.  II.7IO— 

RESOLVED,  That  Resolution  No.  7399,  adopted  May  13,  1946, 
granting  a  permit  to  the  Housing  Authority  of  the  City  and 
County  of  San  Francisco,  for  use  and  occupancy  of  the  Crocker- 
Amazon   Reservoir  Tract,  for  the  duration  of  the  housing 
emergency  and  extended  to  February  1,  195i>  fee  and  the  same 
is  hereby  amended,  extending  period  of  time  for  said  use  and 
occupancy  to  February  1,  1952. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


--FESnTJITTOM  no.  11.711  — 

RESOLVED'  That  this  Commission  hereby  authorizes  execution 
by  the  V&mgeb  of  Utilities,  for  and  on  behalf  of  the  City  and 
County  of  San  Francisco  and  this  Commission,  of  that  certain 
contract  submitted  to  this  Commission  providing  for  the  in- 
stallation and  maintenance  by  Associated  Aviation  Underwriters 
of  Airline  Trip  Insurance  Dispensing  I^chines  at  the  San  Fran- 
cisco Airport  and  In  substitution  for  a  previous  Agreement 
entered  into  with  said  Associated  Aviation  Underwriters  under 
date  of  January,  1950, 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


■.-RESOLUTION  NO.  11,712-- 

RESOLVED,  That  this  Commission  hereby  requests  the 
j^yor  to  recommend  to  the  Board  of  Supervisors  enactment  of 
ordinance,  appropriating  the  sum  of  $3,420.00-Bureau  of  Light, 
Heat  and  Power  Funds,  to  provide  for  compensation  of  one  B412 
Senior  Clerk-Stenographer,  to  accord  with  Salary  Ordinance 
Section  69a,  Item  2,1. 


THEREUPON  THE  MEETING  ADJOURNED, 
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MINUTES 


PUBLIC  UTILITIES  COMISSION 


800th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JUNE  25, 
1951. 


Present:      Commissioners  Sam  Mc  Kee,  Victor  S.  Swanson, 
Edw.  B.  Baron  and  Donald  A,  Cameron. 

Vice  President  Sam  Mc  Kee  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  799th  regular  meeting  of  the 
Commission  held  June  l8f  1951  were  approved, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swans on,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11, 71V- 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions and  hereby  approves  Certificate  of  Acceptance  and  Pinal 
Payment,  in  amount  $3,284,00,  in  favor  of  Manning  and  Whitaker, 
Inc.,  under  BLH&P  Contract  No.  103-Cons true t ion  of  Street 
Lighting  System  on  Anza  Street,  from  Parker  Avenue  to  Arguello 
Boulevard, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  11.714— 

RESOLVED^  That  on  recommendation  of  the  mnager  of 
utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
-eneral  Claims  Agent  thereof,  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants,  against  such  funds  as  are  or  will  be  legally  available 
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in  payment  of  noft-Xitigated  claims,  as  follows: 


Claimant  CURRENT  YEAR  Date  of  Accident  Settlement 
•  Abe  Friedman  November  10,  1950  $'  300.00 
Walter  E.  Klnne  and  Fire- 
man's Fund  Ins.  Co,  January  26,  1951  47846 
Guido  Lucchesi  March  4,  1951  425.95 
Mary  Adams  December  4,  195°  75°«00 
Levi  Phillips  January  3,  1951  375-00 
John  Ballestrasse  March  10,  1951  396.80 
Chong  Yun  October  30,  1950  330.00 
J.  C.  Mc  Gowan  March  25,  1951  390.12 
Arthur  F#  Vogel  February  8,  1951  550.OO 
Eugene  Connolly  April  6,  1951  3°7»51 
John  A.  Murphy  February  12,  1951  500.00 
Earl  E.  Miller  December  30,  1950  650.OO 
George  W.  Toni  Sep  ember  10,  1950  490.OI 
Ernest  L.  Hoover  March  5,  1951  300,00 
Sibyl  M.-Mc  Bride  January  17,  1951  450*00 
Sally  J,  Rapaport  February  2b,  1951  300.00 
David  S,  Langley  April  12,  1951  208.06 
Olga  Nominni  August  14,  1950  444. 00 
Rosenberg  Bros.  Grading  Co.  March  28,  1951  450.00 
Lillian  L.  Lorenz  August  21,  1950  400,00 
Elizabeth  Fillmore  March  19,  1951  200.00 
Nettie  Schaudt  May  7,  195I  146,10 
Louise  Cresta  November  22,  1950  275. 00 
Milton  G.  Patropulos  April  29,  1951  '  153.41 
Donald  Ward  April  15,  1951  165,46 
Magdalen  Anderson  September  2b,  1950  400.00 
Leonora  Fuller  my  3,  1951  175.00 
Ruth  Mc  Kay  August  14,  1950  200.00 
Matilda  Lazzari  December  23,  195O  275. 00 
Elie  J.  Tennenbaum  November  lo,  1950  200,00 
Geo.  M.  Olson  April  23,  1951  '  106,88 
Margaret  Parks  April  11,  1951  200.00 
HI  poll  to  L,  Martinez  my  31,  1951  164.75 
Mayme  Dole  November  b,  1950  200.00 
Charles  A,.  Yarbrough  June  1,  1951  284.40 
Beatriz  Vitelli  April  3,  1951  409,50 
Carolina  Risso  March  12,  1951  417. 08 
Marcel  Ls  Nouguier  my  2,  1951  254. 50 
Jayne  R.  Wood  my  8,  1951  102. 59 
Adele  K.  Gillet  April  17,  1951  130.OO 

Appropriation  No.  065-804-OI  $  13,035.58 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.715— 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  mnager  of  Utilities,  the  contract  for  the  following 
public  work:  to  be  performed  for  the  Public  Utilities  Con*- 
mission  of  the  City  and  County  of  San  Francisco,  to-wit: 

Municipal  Railway  Contract  No.  405- In stalling 
Electric  Heaters  on  Trolley  Coaches 

be  and  the    same  is  hereby  awarded  to 

Municipal  Railway,  they  being  the  only  regular  and 
responsible  bidder  therefor  at  the  lump  sum  price  of  $5,000, 

Funds  for  the  work  are  available  in  Appropriation 
No.  97-400-13  of  the  1947  Municipal  Railway  Rehabilitation 
Bond  Fund, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.716— 

RESOLVED    That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

HHWS  Contract  No,  237- Improvement  of  Access 
Road-South  Fork  to  lather  and  Early  Intake 

a  public  work  to  be  performed,  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Te  E.  Connolly,  Inc. 

they  being  the  lowest  regular  and  responsible  bidders  for  the 
work  aforesaid  at  $226,450,00,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above-described  work  are  hereby 
rjected* 

Funds  for  this  work  are  available  in  Appropriation  No, 
068-500-00. 
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On  motion  or  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.717— 

RESOLVED*  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $379 • 51 •  covering  expenses  of 
v&ter  Department  and  Hetch  Hetchy  properties  by  members  of 
the  San  Francisco  Press,  June  14-17,  1951 • 

Expense  Voucher   in  amount  $13.52,  expenses  of  Geo*  M# 
Dixon,  General  Manager  and  Chief  Engineer  of  the  San  Fran- 
cisco Airport,  month  of  my,  1951,  covering  conferences  with 
Airline  Committee  and  City  Officials  in  the  matter  of  general 
policies  at  the  Airport  and  conference  with  officials  of  the 
E.    R.  Bacon  Co.,  re  field  service  equipment. 

Expense  Voucher  in  amount  $58»95»  expenses  of  Harold  S. 
Messersmith,  Superintendent  of  Airport  Operations,  covering 
conferences,  month  of  my,  1951,  with  City  and  County 
Officials  of  San  mteo  County  respecting  police  powers; 
officials  of  the  University  of  California;  expenses  in  Sacra- 
mento re  aviation  legislation;  officials  of  the  Bay  Area 
Aviation  Council    and  with  Airline  Officials. 

Expense  Voucher  in   amount  $98.20,  expenses  of  Harold  S. 
Messersmith,  Superintendent  of  Airport  Operations,  covering 
conference  in  Bakersfield,  June  6-9,  1951,  of  the  American 
Association  of  Airport  Executives  (State) 

Expense  Voucher  in  amount  $600.00,  expenses  of  Paul  F.  Fanning, 
Director  of  Bureau  of  Personnel  and  Safety,  attending 
American  Transit  Association  Conference  at   Baltimore,  and 
conference  with  officials  of  transit  companies  in  New  York 
and  Washington,  D.C.,  my  20- 29,  1951. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,718— 

RESOLVED,  That  this  Commission  approves  and  hereby  re- 
quests the  Controller^  concurrence,  amending  Rule  6,  Sub- 
section B  of  the  Public  Utilities  Commission  Rules  and  Regu- 
lations pertaining  to  Revolving  Funds,  as  follows: 
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As  it  now  reads: 


B-San  Francisco  Airport 


Cash  change  entrusted  to  Supervisor  of 

Services,  Field  Service  Office*  $  30900 
Cash  change  entrusted  to  Senior  Clerk  for 

Communication  Desk,  600.00 
Petty  Cash  entrusted  to  Bookkeeper, 

Accounting  Department  100.00 

Bank  of  America,  San  Bruno  — li77Qt°Q 

$  2,500.00 

Amended  to  read  B-San  Francisco  Airport 

Cash  change  entrusted  to  Supervisor  of 

Services,  Field  Service  Office.  30*00 
Cash  change  entrusted  to  Senior  Clerk  for 

Communication  Desk.  825.OO 
Petty  Cash  entrusted  to  Bookkeeper, 

Accounting  Department  100*00 
Petty  Cash  entrusted  to  Maintenance  Chief  100*00 
Bank  of  America,  San  Bruno  1.445.00 

$  2,500.00 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  11.71Q-- 


RESOLVED »  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $88,386.08,  in  favor  of  Granite 
Construction  Co.,  under  SFWD  Contract  No.  536-Construction 
of  Concrete  Lining,  Roof  and  Control  Works,  Sutro  Reservoir* 

Contract  Payment  in  amount  $17,789.60,  in  favor  of  East  Bakers- 
field  Branch  of  Bank  of  America,  Bakersfield,  California, 
assignee  for  KleinSmid  Construction  Co.  and  Frank  Goodrick, 
Jt.  Lie,  under  HHWS  Contract  No.  225- Const  ruction  of  Access 
Road,  South  Fork  to  Mather. 

Contract  Payment  in  amount  $7,966.97,  in  favor  of  Artukovich 
Bros,  and  Steve  Rados,  under  SFwD  Contract  No.  524-Construction 
of  Bay  Division  Pipe  Line  No.  3-Section  B, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.720— 

RESOLVED,  That  in  accordance  with  the  recommendations  of 
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the  Manager  of  Utilities,  the  contract  for 

Surfacing  of  Roadways  at  Mi  librae  Headquarters 
in  Ml  librae,  San  Mateo  County,  SFWD  Contract 
No,  581 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Ben  Blair,  Millbrae,  San  Mateo  County 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  "at  Three  Thousand  Six  Hundred  and  Ten  Dollars 
and  Thirty  Cents  ($3,610.30)  said  sum  being  the  total  price 
for  the  lowest  regular  bid  submitted  on  the  basis  hereinabove 
stated . 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected , 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.721— 

RESOLVED'  That  this  Commission  approves  and  hereby  re- 
quests the  Controller's  certification  from  the  reserve  in 
Appropriation  No.  965-269-OO-Municipal  Railway  Operating  Fund, 
the  amount  of  $30,000.00,  to  provide  for  the  maximum  amount  in 
said  appropriation,  for  contract  between  City  and  County  of 
San  Francisco-Public  Utilities  Commission  and  Mar  mi  on  D. 
Mills,  for  services  as  transportation  expert  and  co-ordinator 
for  operations  of  the  Municipal  Railway, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,722— 

WHEREAS,  the  San  Francisco  Public  Utilities  Commission  re- 
quired the  services  of  a  consultant  in  the  course  of  its 
modernization  and  reorganization  program  of  the  Municipal  Rail- 
way; and 

WHEREAS f  after  search  of  the  field,  it  entered  into  a 
contract  with  Marmion  D,  Mills  to  render  the  services  required; 
and 
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WHEREAS 9  Marmion  D.  Mills  carried  out  his  assignments 
and  fulfilled  his  commitments  with  the  highest  d egree  of  in- 
dustry, perseverance  and  integrity  and  in  so  doing  obtained 
the  most  enthusiastic  cooperation  of  Commission,  staff  and 
public;  and 

WHEREAS t  under  the  direction  of  Marmion  D.  Mills  the 
modernization  and  reorganization  program  has  greatly  improved 
transit  service  to  the  public  with  consequent  improvement 
in  public  relations: 

BE  IT  RESOLVED,  That  the  San  Francisco  Public  Utilities 
Commission  hereby  expresses  its  deep  appreciation  to  Marmion 
D.  Mills  for  his  splendid  accomplishments  and  his  under- 
standing and  sympathetic  approach  to  the  many  difficult 
problems  encountered;  and 

BE  IT  FURTHER  RESOLVED ,  That  this  resolution  shall  b  e 
spread  upon  the  minutes  of  the  San  Francisco  Public  Utilities 
Commission  and  that  a  copy  of  said  resolution  shall  be 
prepared  by  the  Secretary  and  presented  to  Marmion  D.  Mills 
as  a  permanent  reminder  of  the  esteem  in  which  he  is  held  by 
said  Commission. 

On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 72^-- 

WHEREAS,  under  the  terms  of  the  contract  with  W.  P.  Day 
for  architectural  services  for  San  Francisco  Airport,  dated 
October  7,  1946,  as  amended  by  Modification  No.  4  dated  r&rch 
19,  1951,  the  Architect  was  required  to  complete  the  final 
working  d rawings,  specifications  and  estimates  for  the  Con- 
courses, The  Terminal  Area  Maintenance  and  Service  Building 
and  the  Air  Mail  and  Cargo  Building,  not  later  than  July  15» 
1951 ;  and 

WHEREAS,  the  Architect  has  expalenced  unavoidable  delays 
due  to  inability  to  obtain  approval  of  the  preliminary  plans 
from  the  officials  of  the  City  having  jurisdiction  over  such 
approvals;  and 

WHEREAS,  the  Architect  has  been  diligent  in  his  attempts 
to  secure  the  necessary  approvals  and  to  complete  the  final 
working  plans,  specifications  and  estimates  within  the 
specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  contract  time  for 
performing  the  specified  work  be  and  is  hereby  extended  for  a 
period  of  sixty  calendar  days. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  11. 724— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Allotment—expenditures  for 
first  quarter  of  fiscal  year  1951-1952,  as  follows: 

Appro*  No.  168-lll-OO-Allowance  for  Overtime  $  4R0. 

Appro,  No*  l68-112-00-Allowance  for  Holidays  l.OoO. 

Appro.  No.  068-640-OO-Water  Rghts.  &  Lam. Claims  3,750. 

Appro.  NO,  068-641-OO-Hydrography  0,250. 

Hetch  Hetchy  Project  Request  for  Allotment- 
Appro.  No.  l68-200-00-Mtce,  of  Radio-Tel. System  3,000. 
Appr.  No.  168-350-OO-Foodstuffs  4,331, 

Hetch  Hetchy  Project  Request  for  Allotment-Annual 
Expenditures  fiscal  year  195I-I952. 

Appro.  No.  168-550-OO-Fee  to  U.S. Govt. Raker  Act.  30,000. 

Appro.  No,  168-813-OO-Automobile  Insurance  1.590, 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in 
amount  $1,000.00,  from  Appropriation  No.  068-870-OO- Taxes,  to 
credit  of  Appropriation  No,  068-35O-OO,  to  provide  for  de- 
ficiency in  appropriation  for  foodstuffs. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in 
amount  $2,000.00,  from  Appropriation  No.  06&-870-OO- Taxes,  to 
credit  of  Appropriation  No.  068-30O-OO,  to  provide  for  de- 
ficiency in  appropriation  for  materials  and  supplies. 


Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$300*00,  from  Appropriation  No.  68-925-OO-Reconstruction  and 
Replacement  Fund,  to  credit  of  Appropriation  No,  68-925-142, 
to  provide  for  replacement  of  one  portable  standard  watt  hour 
meter  at  Moccasin  Power  House. 


Water  Department  Request  for  Allotment,  quarterly  allotment 

fort- 
Appro.  No.  l66-lll-00-Overtime  Allowance  $1,100 
Appro.  No.  l66-112-00-Holiday  Allowance  1,625,. 

Water  Department  Request  for  Allotment,  annual  allotment  for — 
Appro. No. l66-820-00-Bank  Collections  &  Commissions  $20,000, 
Appro. No. l66-8^5-00-Fees,  license  permits  4,600., 
Appro. No. l66-8oO-00-Rents,  Real  Property  4»750« 
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Municipal  Railway  Request  for  Allotment  in  amount,  $38,100.00 

under  Appropriations: - 
Appro.  No.97-400-12-64-Radio  Equipment  $  1,600. 

Appro.  No.520-520-21-0?d,Constn.  ©  Var. Locations  35,000, 
Appro.  No. 520-21-57     ~       "         "       f?   Fid. Eng.  1,500. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
3282,800.00,  from  Appropriation  No,  165-321-OO-Fuel  and  Lub- 
ricants, to  credit  of  Appropriation  No,  l65-399-321~Fuel  and 
Lubricants-Revolving  Fund-first  quarter's  expenditures  and 
encumbrances-fiscal  year  1951-1952. 

I949  Cherry  Valley  Dam  Bond  Fund  Request  for  Allotment,  in 
amount  $71,000.00,  under  Appropriation  No.  192-550-03,  to 
provide  for  certification  of  Contract  No,  239-City  Camp  at 
Dam  Site. 

On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.725— 

RESOLVED    That  this  Commission  approves  and  hereby 
requests  the  Controller's  permission  to  write-off  as  un- 
collectible, accounts  receivable  bills  against  John  F. 
Rodgers,  in  amount  $100.00  and  against  Edward  K.  Ryan  in 
amount  $120.00,  said  amounts  constituting  back  rentals  for 
cottages  at  Moccasin';  these  employees  are  now  retired  and 
have  no  income  other  than  pensions  and  under  California  law 
exempt  from  attachment. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.726— 

RESOLVED,  That  this  Commission  hereby  grants  permission 
to  Big  Bear  Lumber  Co.,  tenant  on  that  certain  five-year 
leasehold,  dated  January  1,  1951,  to  erect,  at  tenant's 
expense,  a  14'x20?  extension  to  existing  building  on  said 
premises,  saia  premises  being  Water  Department  property  on 
east  side  of  Junipero  Serra  Boulevard,  San  Francisco  and 
San  Mateo  Counties. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.727— 

RESOLVED,  That  the  City  Attorney  is  hereby  authorized  to 
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enter  into  a  settlement  and  adjustment  in  pending  condem- 
nation suit  entitled  Alameda  County  Water  District,  a 
County  Water  District,  Plaintiff,  vs.  City  and  County  of 
San  Francisco,  a  Municipal  Corporation,  numbered  224»7^1  in 
the  records  of  the  Superior  Court  of  the  State  of  California, 
in  and  for  the  County  of  Alameda,  under  which  payment  to  the 
City  and  County  of  San  Francisco  in  the  sum  of  $1,105*00  is 
to  be  provided  for  in  exchange  f or aquisition,  by  means  of 
said  condemnation  suit,  of  real  property  described  in  said 
condemnation  action. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11,728— 

RESOLVED f  That  this  Commission   approves  the  appoint- 
ment by  the  Manager  of  Utilities,  of  H.  E,  Lloyd,  Civil 
Engineer,  as  Acting  General  Manager  and  Chief  Engineer  of 
the  Hetch  Hetchy  Vfeter  Supply,  Power  and  Utilities  Engineering 
Bureau. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


SoiSt;  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JULY  2, 

1951- 


Present:    Commissioners  Sam  Mc  Kee,  Victor  S.  Swanson, 
Edw.  B.  Baron  and  Donald  A,  Cameron. 

Vice  President  Sam  Mc  Kee  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  800th  regular  meeting  of  the 
Commission  held  June  25,  1951  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  II.72Q— 

RESOLVED f  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $387.49,  covering  expenses  of  inspection  of 
Hetch  Hetchy  Water  Supply  properties  by  members  of  the  San 
Francisco  County  Grand  Jury,  June  22-23-24,  1951. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.73O-- 


RESOLVED,  That  this  Commission  approves  expenses  of 
David  D.  Canning,  Los  Angeles,  California,  in  amount  $63.82, 
for  appearance  as  witness  in  behalf  of  the  City  and  County 
of  San  Francisco,  June  11th  and  12th,  1951,  in  the  action  of 
Gowanlock  v.  Turner,  et  al,  San  Francisco  Superior  Court  No. 
388881. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanumously: 


— RESOLUTION  NO.    11. 7^1— 

RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Onager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated,  litigated  cases  and 
judgments,  as  follows: 


Claimant         PRIOR  YEARS 
Non-litigated  cases 

Stanley  M.  Behr 

Nancy  Jones  Clifford  and 
Ernest  Wayne  Clifford 

Lucile  &  Wm,  T,  Holland 

Eleanor  F.  Hofmann 

Evlyn  E.  Lazarus 

Florence  M.  Stamphly 

Julia  Grady 

Margaret  &  Fritz  Rosenau 
Hortense  Mkry  Tredway 
Walter  L,  Argo,  Jr.  and 

Josephine  Argo 
Jeannette  Aokerson 
Roscoe  C.  Pugh 
Thomas  Allsup,  Sr. 
Dora  Grijalva 
Carmen  Enderli 
David  Kronenberg 
Emma  Kronenberg 
Charles  Darrah 
Isabelle  Larsen 
Ann  S.  Hawken 
Carmel  Byron 
Mabel  Sickafoose 
Rebecca  and  Philip  Sapiro 
State  Compensation  Ins.Fd. 
U.S. Govt.  Dpt.  of  Army 
Dianna  Hickman-minor 
Irene  Solovskoy 

LITIGATED  SETTLEMENTS 
Ella  B.  Kelly 
Mrs.  mrie  Nilan 
Charles  F.  Gerughty 
Daniel  L.  Deegan 
Martha  Arends 


Date  of  Accident  Settlement 

November  10,  1950     $  1,000.00 

September  11,  1950  850.OO 

October  31,  1950  4,500.00 

narch  3,  1951  '  95O.OO 

September  7,  1950  950.OO 

December  2,  1950  1,500.00 

August  9,  1950  2,300.00 

November  9,  1950  900.OO 

December  4,  1950  1,562.24 

February  21,  1951  ..,  942.86 

December  14,  1950  2,675.00 

January  3,  1951  3,000.00 

October  24,  1950  2,750.00 

July  22,  1950  1,000.00 

January  21,  1951  2,500.00 

September  l8,  1950  1,000.00 

??  75O.OO 

August  21,  I950  8,750.00 

September  17,  1950  1,000.00 

August  28,  1950  2,000.00 

December  21,  1950  875. 00 

January  22,  I95I  1,000.00 

April  26,  1951  1,200.00 

November  18,  1949  226.02 

February  10,  1946  203.77 

March  8,  1950  500,00 

July  29,  1949  176.53 

my  14,  1950  3,750.00 

June  15,  1950  1,100.00 

August  23,  1949  600.00 

l^rch  4,  1951  Q50.OO 

November  lb,  I949  bOOfOO 
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Claimant    PRIOR  YEARS 
Litigated  settlements  (Cont 
Isabel  Behrens 
Sarah  Da t low 
Clara  B.  deCurtoni 
Harvey  T.  Greene 
Sol  A .  Richard 
Selma  H.  Rosenstroh  &  Jack 

Rosenstroh 
Matthew  J.  Savasta 
Sanford  Trice 
Bertha  F  VonDessonneck 

Judgments 
Ralph  E,  Allen 
Margaret  Appelgren 
Kenzo  Baba 

Vivian  R.  Baer 
Bernice  Barbero 

Mrs,  Jean  Baria 

Gaylord  W.  Boggs 
Manuel  Cabral 

Mrs,  Eddie  Crossland 

Rose  Cyprian 

Myrtle  Dantzler 
Florence  DeBernardi 

Matilda  Dietrich 

Bice  Diodati 

James  A,  Duncan 

Nona  D.  Dundas  als6  called 

Nona  R.  Dundas 
Charles  Feil 

Lelah  Freeman 
Aola  Gilford 
Irma  Glasser 
Fanny  Goldstein 
Adelo  Gonzales 
Josephine  Guaspari 

Mary  Guay 
Kate  Hafer 

Frank  A.  Haganey,  Jr. 

Dorothy  Haganey 

Frank  Haganey, II I,  aminor 


Date  of  Accident 
?dl 


Settlement 


February  26,  1946 
December  20,  1948 
March  25,  1948 
October  16,  1948 
November  16,  1949 

February  20,  1948 
August  2,  1949 
September  19,  1949 
November  l6,  1949 


650.00 
"JOO.OO 
000.00 
3,000.00 
100.00 

300.00 
3,500.00 
80.00 
500.00 


July  6,  1950 
June  13,  1949 
February  27,  1949 

September  21 ,  1949 
October  26,  1948 

March  8,  1949 

July5,  1950 
March  12,  1950 

August  26,  1949 

April  2,  1950 

April  17,  1950 
December  23,  I949 

January  16,  1950 
December  10,  1948 
February  9,  1951 


223.60 
1,250.00 
1,000.00 
plus  interest 
1,500.00 
1,550.00 
plus  interest 
1,250.00 
plus  interest 
213.38 
10,211.47 
plus  interest 
1,500.00 
plus  interest 

6,995.40 
plus  interest 

418.OO 
3,000,00 
plus  interest 

293.05 
600.00 
40.28 


February  17,  1951 
August  29,  1950 

April  1,  1949 
September  14,  1950 
August  16,  1948 
May  29,  1947 
June  2,  1949 
September  19,1949 

July  31,  1949 

February  Id,  1950 

February  5,  1949 
?» 

?t 


78.OO 
280.26 
plus  interest 
1,125.00 
2,161.17 
800.00 
2,130.00 
2,000.00 
862.50 
plus  interest 
10,214.15 
542.00 
2,500.00 

51-345.97 
5,000.00 
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Claimant     PRIOR  YEARS 
Judgments  (Cont*d) 
Raymond  C.  Hansen 

Hartford  Fire  Ins.  Co, 

Jaude  A.  Jones 

J.  Leith  Substituted  for 

Ann  A.  Leith) 
Janyce  B.  Letsinger 
Ruth  Mc  Bride 
Ruth  H.  Mc  Carty 

Amy  Morse 
Bertha  Neuburger 
Ruth  Parr 
Pauline  Pattie 

James  E.  Petersen 

Mildred  L.  Price  aka  Mildred 

L.  Sumate 
Nellie  Reed 

Mildred  Rouse 
Margaret  A.  Rowan 
Peter  Salvi 

John   Samaduroff  and  Jean 

Samaduroff ,  his  wife 
Amanda  Schwartz 

Sara  Shaw 

Arthur  Showers 

Loxley  Gretchen  Shropshire 

Ronald  F.  Soohoo 

Juanita  Troche 
Nadine  Trotsky 
Maria  Valenzuela 


Date  of  Accident 

August  29,  1947 

January  31,  1950 
July  5,  1950 


Settlements 

7,760.22 

plus  interest 
678.31 
8,695.61 


July  4,  1949 

my  3,  1949 

February  lb,  1950 
July  20,  1948 


450.00 
4,603.30 
1,472.20 
6,694.05 
plus  interest 
l,6qo.OO 

385.75 
750.00 

1,109.50 

plus  interest 

September  16,  1949  11,708.63 


my  31,  1949 
December  19,  1949 
April  22,  1949 
March  23,  1950 


February  19,  1949 
January  23,  1950 

April  26,  1950 
August  17,  1948 
June  9,  1948 

November  17,  I948 
September  l8,  1949 

January  11,  1950 
February  21,  1950 
August  2,  1948 
February  8,  1949 

March  1,  1950 
February  15,  1950 
January  25,  1949 


December  2, 
October  17, 


1948 
1949 


875.OO 
650.OO 
plus  interest 
552.00 
8,122.95 
750.00 

800.00 
1,750.00 
plus  interest 
18,123,50 
3,750 ,00 
2,581.80 
600*00 
plus  interest 
637,00 

2,591'30 
7,622.20 
plus  interest 
3,125.00 
1,000.00 


Evelyn  Warnock 
Jessie  Weiner 
Frank  B.  Wilson  and 

Lylith  I.  Wilson,  his  wife  September  11,  1949  3,000.00 

plus  interest 

Jean  M.  Yurko                        January  4,  1949  1,500.00 

plus  interest 


Appropriation  Nn.  165-804-02  $  254,403.97 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  IXxIlSSr- 

RESOLVED,  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications; approves  Modification  of  Contract  in  amount  $326.49. 
being  the  additional  difference  between  certified  estimated 
contract  and  final  performance;  approves  Certificate  of 
Acceptance  and  Pinal  Payment  in  amount  $13,123.49,  in  favor 
of  Harold  T.  Treacy,  under  SFWD  Contract  No.  570-Laying  12?? 
Cast  Iron  Vkins  across  Golden  Gate  Park  from  Lincoln  Way 
and  45th  Avenue  to  Cabrillo  and  46th  Avenue. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.7^— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $246.94, 
being  the  credit  difference  between  certified  estimated  con- 
tract and  final  performance;  approves  Certificate  of  Ac- 
ceptance and  Pinal  Payment  in  amount  $9,183.71,  in  favor  of 
Lowrie  Paving  Co,,  under  SFWD  Contract  No.  540-Construction 
of  Retaining  Wall,  Curb  and  Fence  around  Potrero  Heights 
Reservoir. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 7^-- 

RESOLVED'  That  this  Commission  approves  the  following 
Traveling  Expanse  Vouchers: 

Expense  Voucher  in  amount  $16.20,  expenses  of  Wm.  H.  Scott, 
General  Manager-Municipal  Railway,  covering  conference 
June  15,  1951,  with  Geo.  Cronin  of  Chicago,  111.,  re  trolley 
coach  operation,  maintenance  and  facilities. 

Expense  Voucher  in  amount  $8,10,  expenses  of  Wm.  H.  Scott, 
General  Manager-Municipal  Railway,  covering  conference, 
June  11,  1951 >  with  David  D,  Canning,  re  court  case  evidence, 
Superior  Court  Action  No.  38888l,Gowanlock  v.  Turner,  et  al. 

Expense  Voucher  in  amount  $25.60,  expenses  of  A.  0.  Olson, 
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General  Manager  and  Chief  Engineer  of  the  Hetch  Hetchy 
Project,  covering  conference,  June  12,  1951*  with  Governmental 
Officials  at  Stockton  and  Tracy  on  the  subject  of  Central 
Valley  Project  as  it  affects  the  Hetch  Hetchy  Project. 

Expense  Voucher  in  amount  $l8.00,  expenses  or  Robert  Rockwell, 
Assistant  Director  of  Bureau  of  Public  Service,  month  of 
June,  1951 >  covering  conferences  with  Junior  Chamber  of 
Commerce,  Advertising  Association,  Radio  Stations,  Public 
Relations  Committee. 

Expense  Voucher  in  amount  $19.95,  expenses  of  Myles  Smith, 
Assistant  Director  of  Bureau  of  Public  Service,  month  of 
June,  1951,  covering  conferences  with  Aviation  Writers, 
Chambers  of  Commerce,  Peninsula  Newspapermen,  Airline  Meeting. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

-^RESOLUTION  NO.    11. 7^5— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Mayor  to  recommend  to  the  Board  of  Supervisors  enactment  of 
ordinance,  appropriating  the  sum  of  $13,999.00-Municipal 
Railway  Funds,  to  provide  for  compensation  of  five  (5)  B454 
Telephone  Operators,  to  act  as  telephone  information  clerks 
answering  inquiries,  re  schedules,  routes,  transfer  points, 
places  of  interest  and  other  pertinent  data,  so  that  travel- 
ing public  may  be  politely  and  properly  informed  about 
the  most  effective  way  to  use  the  transportation  services 
provided  by  the  Municipal  Railway. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 7^6-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $600. 00- Public  Utilities  Com- 
mission-General Office  Funds,  to  provide  for  payment  of  over- 
time worked  during  fiscal  year  1951-1952  by  employees  of  the 
general  office. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  lX*£%r- 
RESOLVED'  That  this  Commission  hereby  calls  a  public 


7534- 


hearing  to  be  held  before  It  In  Room282,  City  Hall,  San 
Francisco,  California,  Monday,  July  23,  1951,  commencing  at 
5:00  PM  to  consider  revising  the  Schedule  of  Rates  to  be 
charged  by  San  Francisco  Vfcter  Department  by  adding  to  the 
present  Rate  Schedule  for  Water  Service  Applicable  Outside 
the  Limits  of  the  City  and  County  of  San  Francisco,  the 
following; 

Automatic  Fire  Sprinkler  Service-Covering  only  straight 
automatic  fire  sprinkler  service  installed  and  main- 
tained according  to  the  rules,  regulations  and  specifi- 
cations of  the  San  Francisco  Water  Department. 

A  monthly  service  charge  as  follows: 

4-Inch  • 
o-Inch 
8- Inch 
12- Inch 
16- Inch  - 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baronf  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  »,7$~ 

RESOLVED*  That  this  Commission  hereby  calls  a  public 
hearing  to  be'held  before  it  in  Room  282,  City  Hail*  San 
Francisco,  California,  Monday*  July  23t  1951#  commencing  at 
5:15  PM.,  to  consider  revising  the  Schedule  of  Rates  to  be 
charged  by  San  Francisco  W&ter  Department,  by  adding  to  the 
present  Rate  Schedule  for  Water  Service  Applicable  Outside 
the  Limits  of  the  City  and  County  of  San  Francisco,  the 
following: 

For  water  delivered  based  on  monthly  or  bi- 
monthly meter  readings  at  applicable  "General 
Use"  charges: 

Fire  Hydrants    -    $  5. 00  per  month. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.73Q— 

WHEREAS '  the  Commission  deems  it  to  the  best  interest  of 
the  City  and'County  of  San  Francisco  to  provide  for  the  in- 
stallation of  sprinkler  services  and  fire  hydrants  within  an 
area  in  San  Mateo  County  and  adjacent  to  the  San  Francisco-San 
Mateo  County  Line; 


$   b>2*)  per  month 
13.50  " 
21 .60  11 
43.20  " 

86.20  " 
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THEREFORE,  BE  IT  RESOLVED    That  the  Rules  and  Regulations 
Governing  Water  Service  to  Consumers  be  amended  by  the 
addition  to  Rule  5  of  Section  Al  of  the  following: 


Sprinkler  services  will  be  made  to  distribution  mains  be- 
longing to  the  San  Francisco  W&ter  Department  or  operated  by 
it  by  agreement  within  the  area  bounded  by  the  San  Francisco- 
San  Mateo  county  line,  Geneva  Avenue,  extended  to  San  Fran- 
cisco Bay  and  the  shores  of  the  Bay.     The  service  connection 
will  be  made  and  the  necessary  meter  set  as  close  to  the 
water  main  as  is  practical  at  the  expense  of  the  Department. 
The  applicant  shall  lay  all  piping  from  the  meter.  All 
sprinkler  services  shall  conform  to  the    general  conditions 
set  forth  in  Rule  12  of  Section  A. 

Fire  hydrants  conforming  to  the  general  standard  may 
be  installed  on  the  distribution  mains  in  the  above-mentioned 
area,  such  hydrants  to  be  used  for  fire  fighting  purposes 
only,  and  to  be  kept  sealed  at  all  times  except  when  in  use, 
by  a  seal  satisfactory  to  the  San  Francisco  Water  Department. 
The  applicant  shall  pay  all  costs  of  installation  of  the 
hydrants.    All  hydrants  shall  include  a  standard  gate  set 
in  the  connection  as  close  to  the  main  as  is  possible. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.7zi.O~ 

RESOLVED,  That  this  Commission  approves  and  hereby  re- 
quests the  Controller  to  recommend  to  the  Board  of  Super- 
visors, sale  of  bonds  as  follows: 

1947  Municipal  Railway  Rehabilitation 

Bonds,  in  the  amount  of  $  650,000. 

1947  Hetch  Hetchy  Water  Bonds  in  the 

amount  of  1,100,000, 
1949  San  Francisco  Airport  Bonds  in 

the  amount  of  4,100,000. 
1949  Cherry  Valley  Dam  Bonds  in  the 

amount  of  1,100,000, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,7/11— 

RESOLVED^  That  this  Commission  approves  the  following 
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Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $100.00,  in  favor  of  Marmion  D. 
Mills,  for  services  as  transportation  expert  and  co-ordinator 
for  operations  of  Municipal  Railway,  period  of  June  16-30, 
1951  • 

Contract  Pajrrnent  in  amount  $949.24,  in  favor  of  J.  Walter 
Thompson  Co.,  for  services  in  conducting  public  information 
and  business  promotion  campaign  for  the  Municipal  Railway. 

Contract  Payment  in  amount  $l6l,l8l .21,  in  favor  of  United 
Concrete  Pipe  Corporation,  under  HHWS  Contract  No.  230- Con- 
struction of  San  Joaquin  Pipe  Line  No.2-Section  A-l. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 742— 

RESOLVED*  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors,  enactment  of  ordi- 
nance, appropriating  the  sum  of  $l,557»49~Wat;er  Department 
Funds,  to  provide  for  payment  of  retroactive  wages  and  pensions 
to  seven  M254  Machinists  and  one  M252  Machinist  Helper,  for 
period  of  July  26,  1947  to  June  30,  1950,  in  accordance  with 
Court  Order,  Judgment  rendered  in  the  action  of  John  Mc  Neill 
v  City  and  County  of  San  Francisco  No.  399080* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,7^— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordinance, 
appropriating  the  sum  of  $1,350,000.00,  from  the  Unappropriated 
Balance  of  the  1949  Cherry  Valley  Dam  Bond  Fund,  to  the  credit 
of  the  following  appropriations: 

192-05^-OO-Administrative  Expenses  $  9,000.00 

192-056-00- Plans  and  Specifications  80,000.00 
192-057-OO- Inspection,  Supervision  and  Field  Engng.  120,000*00 

192-550-oo-construction  1,141, 000 .00 

Bldgs.  and  Facilities  $141,000. 

Outlet  and  Diversion 

Tunnel  at  Damsite  1,000.000. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  II.74A — 

RESOLVED '  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

airport  Request  for  Intra  Fund  Transfer  in  amount  $384.00, 
from  Appropriation  No.  l64~200-00-Contractual  Services,  Pest 
Control,  to  credit  of  Appropriation  No.  1 3 3- 256- 64- 21,  trans- 
ferring to  Purchasing  Department,  to  cover  contract  for  pest 
control  for  fiscal  year  1951-1952. 

Airport  Request  for  Allotment  in  amount  $275.00  under  Appro- 
priation No*  164-lll-OO-First  quarter  allowance  for  overtime 
and  in  amount  $1,500,00,  under  Appropriation  No.  164-II2-OO- 
Allowance  for  Holidays-First  quarter. 

Bureau  of  Light,  Heat  and  Power  Request  for  Allotment  in 
amount  $690,781.00,  under  various  sub-appropriations,  to  allot 
funds  for  second  quarter  of  fiscal  year  to  provide  for  certifi- 
cation of  encumbrance  requests  for  periods  of  time  in  excess 
of  the  first  quarter. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 745— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Director  of  Property  to  prepare  for  submission  to  Board  of 
Supervisors,  necessary  legislation,  providing  for  the  sale  of 
surplus  Water  Department  property  at  Ocean  Avenue  and  Tara 
Street,  San  Francisco,  said  property  to  be  sold  at  not  less 
than  $32,000.00. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


802nd  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JULY  9, 


Present:  Commissioners  Philip   F.  Landis,  Sam  Mc  Kee,  Victor 
S.  Swanson,  Edw.  B.  Baron  and  Donald  A.  Cameron, 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  8oist  regular  meeting  of  the 
Commission  held  July  2,  1951  were  approved* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11, 746-- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth: 


THEREFORE,  BE  IT  RESCLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County* of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 


To:    City  of  Burlingame,  San  Mateo  County 

Permit  to  occupy  a  portion  of  the  City  and  County  of  San 
Francisco  50  foot  strip  of  land  through  the  City  of  Burlingame 
x'or  a  planting  strip,  commonly  known  as  the  Municipal  Railway 
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right  of  way;  said  portion  being  a  6  foot  strip  of  land  ad- 
joining California  Drive  from  the  northerly  line  of  Burlingame 
to  the  northerly  line  of  Oak  Grove  Avenue, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.747— 

WHEREAS '  the  General   Manager  and  Chief  Engineer  of  the 
San  Franc isc&  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth i 

THEREFORE',  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Telephone  and  Telegraph  Company 

and 

Pacific  Gas  and  Electric  Company 

Permit  to  install  five  pole  line  anchors  within  the  San 
Andres  54"  pipe  line  right  of  way;  said  anchors  to  extend  25 
feet  within  the  right  of  way  opposite  Sterling  r&nor  Sub- 
division No.  2,  South  San  Francisco, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swans on,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11 .748— 

WHEREAS'  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  V&ter  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  same  as  follows; 

To:    Spinks  Water  System-Los  Altos,  California 

Permit  to  install  a  6T?  water  main  along  and  across  San 
Francisco  Wkter  Department's  Bay  Division  Pipe  Line  No,  3  right 
of  way,  Paroels  236  and  237 »  Santa  Clara  County,  northwesterly 
of  the  town  of  Los  Altos, 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.74.9-- 


RESOLVED  That  in  accordance  with  the  recommendations  of 
the  mnager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  12- Inch  Cast  Iron  Main  in 
Corbett  Avenue,  south  of  Romain  Street, 
SFWD  Contract  No.  580 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

San  Francisco  Water  Department 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at    Three  Thousand  Three  Hundred  Thirty  One 
Dollars  and  Sixty  Five  Cents  ($Jf 331,65)  said  sum  being  the 
total  price  for  the  lowest  bid  submitted  on  the  basis  herein- 
above stated, 

AND  BE  IT  FURTHER  RESOLVED,  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services, 

AND  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11 .  750-* 

RESOLVED'  That  in  accordance  with  the  recommendations  of 
the  Onager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  36-Inch  Steel  Sutro  Reservoir 
Supply  mins-SFWD  Contract  No.  579 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
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of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

M  and  K  Corporation 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  a  t  Two  Hundred  and  Forty  Three  Thousand  One 
Hundred  Sixty  Three  Dollars  ($243,163^00)  said  sum  being  the 
total  price  for  the  lowest  bid  aibmitted  on  the  basis  herein- 
above stated, 

AND  BE  IT  FURTHER  RESOLVED,  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  II.75I-- 

RESOLVED '  That  this  Commission  hereby  requests  the  Con- 
troller to  dr&w  warrant  in  amount  $30,000.00,  in  favor  of  the 
Treasurer  of  the  United  States,  to  be  forwarded  to  the  National 
Park  Service,  Yosemite  National  Park,  California,  as  payment 
to  the  United  States  for  and  in  consideration  of  the  grant 
provided  for  in  Act  of  Congress,  approved  December  19,  1913, 
(Stats.  242)  Raker  Act;  this  payment  to  be  made  as  provided  for 
in  Section  7  of    said  Act,  for  the  period  December  20,  1950 
to  December  19,  1951*  said  sum  to  be  paid  out  of  Appropria- 
tion No.  168-855-OO-Hetch  Hetchy  Project  Operating  Fund, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mb  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO .  1 1 .  7^2 — 

RESOLVED^  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $502.26,  bein, 
■Aiq  additional  dif ereence  between  certified  estimated  contract 
and  actual  performance;  approves  Certificate  of  Acceptance  and 
?inal  Payment,  in  amount  §9,866,04,  in  favor  of  American  Trust 
3o,,  San  Mateo  Office,  as  assignee  for  Bragato  Paving  Co., 
mder  Airport  Contract  N  o*  126-Constructing  Improvements  for 
Seaplane  Port  Area  Loading  Apron  at  San  Francisco  Airport. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO,  11.7^— 


RESOLVED^  That  this  Commission  accepts  the  work 
as  satisfactorily  completed  in  accordance  with  plans  and 
specifications;  approves  Modification  of  Contract  in 
amount  1114.92,  being  the  credit  difference  between  cer- 
tified estimated  contract  and  actual  performance;  approves 
Certificate  of  Acceptance  and  Final  Payment  in  amount 
$2, 199*58,    in  favor  of  E.  J.  Treacy,  under  San  Francisco 
Water  Department  Contract  No.  562-Laying  of  8  Inch  Cast 
Iron  Mains  in  West  Side  of  Nineteenth  Avenue,  south  of 
Cardenas  Avenue, 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  11.754— 


RESOLVED,  That  this  Commission  approves  the 
following  Airport  Traveling  Expense  Vouchers: 


Expense  Voucher  in  amount  $22,84,  expenses  of 
Geo.  M.  Dixon,  Manager  and  Chief  Engineer  of  the  San 
Francisco  Airport,  month  of  June,  1951,  covering  confer- 
ences with  Manager  of  San  Francisco  Examiner,  with 
officials  of  various  airline  companies  and  officials  of  the 
British  Embassy. 


Expense  Voucher  in  amount  $6.60,  expenses  of  H. 
S.  Messersmith,  Superintendent  of  Airport  Operations,  month 
of  June,  1951»  covering  conferences  with  airline  operators. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

■^-RESOLUTION  NO.  11.755-- 

WHEREAS f  the  San  Joaquin  Pipe  Line  No.  1,  at  a  point 
approximately  four  miles  east  of  Oakdale,  developed  a  leak;  and 

WHEREAS '  this  leak,  unless  immeiately  corrected  could 
result  in  an* uncontrolled  stream  of  water  washing  out  farm 
land,  causing  damage  to  City  property  through  floating  of 
adjacent  Line  No.  2  and  to  property  for  which  the  City  and 
County  of  San  Francisco  may  be  liable: 

THEREFORE,  BE  IT  RESOLVED,  That  in  consonance  with 
Section  46,  Chapter  X,  Article  2  of  the  Municipal  Code,  time 
being  of  the  essence  and  to  properly  minimize  erosion  of  land 
and  to  safeguard  the  City  and  County  of  San  Francisco  for 
legal  damages  that  may  be  incurred  by  reason  of  said  erosion 
of  land  and  to  safeguard  the  property  of  said  City  and  County, 
this  Commission  hereby  declares  the  existence  of  an  emergency 
and  hereby  authorizes  the  rtmager  of  Utilities  to  take  such 
steps  as  are  necessary  and  in  the  most  expeditious  manner,  to 
provide  for  immediate  repair  to  said  San  Joaquin  Pipe  Line 
No.l;  and 

BE  IT  FURTHER  RESOLVED,  That  the  Controller  be  and  he  is 
hereby  requested  to  certify  necessary  funds,  in  an  estimated 
amount  of  $350.00,  to  provide  for  said  emergency  repairs. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.756— 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for  the  following  public 
work  to  be  performed  for  the  Public  Utilities  Commission  of  the 
City  and  County  of  San  Francisco  ,  to-wit: 

Waiting  Station  at  La  Playa  and  Balboa  Streets 
Municipal  Railway  Contract  No.  407 

be  and  the  same  is  hereby  awarded  to  Arthur  W.  Baum,  he  being 
the  lowest  regular  and  responsible  bidder  therefor  at  the  lump 
sum  price  of  $7,371.  00. 

And  all  other  bids  for  the  above-described  work  are  hereby 
rjected. 

Funds  for  this  work  are  available  under  Appropriation  No. 
97-510-15. 
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On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  11. 757~ 

RESOLVED    That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  non-litigated,  litigated  cases  and  judgments,  as 
follows: 

Claimant         PRIOR  YEARS  Dat.fi  of  Accident 

Non-litigated  cases: 

Geo,  F.  Shade 

Gladys  M.  Cole 

mry  L*  Collins 

Robert  A.  Mendle 

Ariadni  Carantinos 

Ruby  A,  Benedict 

Leolia  V,  Omr 

Jennie  Dunklee 

Alma  Grace 

Wm.  T.  Collum 

Clementine  Parker 

Wallace  L*  Keanrey 

Joseph  A,  Klein 

March  C.  Mills 

Gustave  Jacobs 

Dorothy  Richey 

Fay  Dong 

Celia  Dugan 

Rosa  Marquez 

Lloyd  Lewis 

Dora  Kolkmann 

Barbara  Ruth  Webb-minor 

Ellen  Pettit 

Howard  James  Clement 
Litigated  Settlements 

Bessie  E«  Egan 

Eugene  P.  Nolan 

Valerie  Nora  Larsen 
JUDGMENTS 

D.  David 

Lulu  C.  Guard 

Alice  Santos 

Wm.  G.  Swigert,  Jr. 

John  G.  Turner 


my  14,  1951 
April  13,  1951 
October  18,  1950 

my  31,  1951 

March  10,  1950 
December  22,  1950 
December  22,  1950 
October  19,  1950 
October  lo,  1950 
January  3,  1951 
May  24,  1951 
March  21,  1951 
April  2,  1951 
March  9,  1951 
May  11,  1951 
November  29,  1950 
December  4,  1950 
December  16,  1950 
March  2,  1951 
March  24,  1951 
February  13,  1951 
February  5» 
February  21,  1951 
June  20,  1951 

June  16,  1950 
June  26,  1950 
February  22,  1950 

August  25,  1950 
January  30,  1949 
December  15,  1948 
January  6,  194b 
July  19,  1949 


Settlement 


500.00 

650.OO 
500.00 
250.00 

2,000.00 
350.00 

3,500.00 
65O.OO 

4,500.00 
325.00 
350.00 
21440 
712.00 
400.00 
336.88 
OO5.5O 
300.00 
900.00 
500.00 
125.00 

2,600.00 

850.00 
350.00 
200.14 

100.00 

750.00 
500.00 


200.00 

1,018.80 
825.00 
600.00 
1, 800.00 

plus  interest 
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Amending  Resolution  No.  11,731*  claimant 
Peter  Salvi,  judgment  of  $750.00,  increasing 
payment  to  $1,000.00.    City  and  Victor  Gervasl, 
co-defendants;  co-defendant  Gervasi  uninsured, 
and  his  attorney  demands  full  payment  from 

City  250.OO 
Amending  Resolution  No.  11,731,  claimant, 

naude  Jones-interest  on  judgment   8l  .71 

Appropriation  No.  165-804-02  I  27,99443 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

Resolution  No.  11. 758— 

RESOLVED,  That  that  portion  of  Resolution  No.  11,714, 
adopted  June  25,  1951,  approving  non-litigated  settlement 
in  amount  $300.00,  claim  of  Ernest  L.  Hoover  v.  Municipal 
Railway,    be  and  the  same  is  amended  to  $365*14*  chargeable 
against  Fiscal  Year  Appropriation  No.  065-804-01. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.7^9— 

RESOLVED f  That  this  Commission  hereby  requests  the 
Controller's  certification  of  the  following: 

Hetch  Hetchy  Project  Request  from  Compensation  Reserve  Appro- 
priation N0.  168-996-13,  to  Appropriation  No.  168-996-I26, 
in  amount  SlOO.OO-Military  Leave  for  Theodore  L.  Chung. 

Hetch  Hetchy  Project  Request  for  Allotment,  in  amount  $3,310.00, 
under  Appropriation  No.  168-400-OO-Eq ui pmen t ,  1951-1952  Budget, 
to  provide  for  purchase  of  refrigerator,  distribution  refor- 
mers, pump,  fire  extinguishers  and  two  electric  ranges. 

1947  H.  H.  Water  Bond  Fund  Request  for  Additional  Allotment, 
in  amount  $32,000.00,  under  Appropriation  No.  98-9OI-04,  to 
provide  additional  funds  for  certification  of  contract  for 
Section  A  of  the  San  Joaquin  Pipe  Line  No.  2. 

Airport  Request  for  Intra  Fund  Transfer,  in  amount  $502.26, 
from  Appropriation  No.  I96-952-OI,  to  credit  of  Appropriation 
No.  I96-952-O3-I,  to  provide  for  modification  of  Contract  No. 
126- Improvements  to  Seaplane  Port  Area  Apron. 

Airport  Request  for  Additional  Allotment,  in  amount  $5,443.04, 
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under  Appropriation  No*  96-900-57,  for  engineering  charges 
in  connection  with  inspection,  supervision  and  field  engineer- 
ing for  first  quarter  of  1951-1952  fiscal  year* 

Bureau  of  Light,  Heat  and  Power  Request  for  Allotment,  in 
amount  $162. 00,  under  Appropriation  No.  163-lll-OO-First 
quarter  Allotment  for  Overtime  Allowance. 

Water  Department  Request  for  Intra  Fund  Transfer,  in  amount 
$34.33,  from  Appropriation  No.  66-925--OO,  to  credit  of  Appro- 
priation No.  66-939-OO,  to  provide  additional  funds  for 
purchase  ov  Eenturi  Meter, 

Municipal  Railway  Request  for  Intra  Fund  Transfer,  in  amount 
$375.12,  from  Appropriation  No.  165-200-OO,  to  credit  of 
Appropriation  No.  133-237-65,  being  additional  amount  for 
Scavenger  Service  for  fiscal  year  1951-1952  and  transfer  in 
amount  $750.00,  from  Appropriation  No.  105-200-00,  to  credit 
of  Appropriation  No.  165-900-Ol-Services  of  Other  Departments- 
Office  of  the  Controller. 

On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11,760— 

RESOLVED,  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $2,856.51,  in  favor  of  J.  N. 
Pitcher  Co.,  under  HHVS  Contract  No.  228-Cherry  River  Project- 
Exploratory  Soil  Test  Hole  Drilling  and  Test  Trench  Excavation. 

Contract  Payment  in  amount  $7,785*00,  in  favor  of  Diamond 
Drillers,  Inc.,  under  HHWS  Contract  No.  229-Cherry  River 
Project-Exploratory  Core  Drilling. 

Contract  Payment  in  amount  #731830 900,  in  favor  of  T.  E. 
Connolly,  Inc.,  under  HHWS  Contract  No.  238-Construction  of 
Access  Road,  Early  Intake  to  Cherry  Valley  Dams it e,  Section 
C-2. 

Contract  Payment  in  amount  $2,700.00,  in  favor  of  KleinSmid 
Construction  Co.,  under  HHWS  Contract  No.  238-Construction  of 
Access  Road,  Early  Intake  to  Cherry  Valley  Damsite,  Section  DE. 

"Jontract  Payment  in  amount  $3,07,3474.07,  in  favor  of  Great 
vmerican  Indemnity  Co.,  c/o  Anderson,  Mc  Pharlin  and  Connors, 
.os  Angenes,  as  assignee  for  P.  and  J.  Artukovich,  Inc., 
alder  HHWS  Contract  No.  230-C ons true t ion  of  San  Joaquin  Pipe 
liine  No.  2-Section  A-2. 
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Contract  Payment  in  amount  $2,566.38,  in  favor  of  Leon 
Carlen,  under  Municipal  Railway  Contract  No.  392-A Iterations 
to  Geneva  Offices, 

Contract  Payment  in  amount  $5, 944.94,  in  favor  of  Enterprise 
Electric  Works,  under  Municipal  Railway  Contract  No,  389-Elec- 
trical  Installations  at  mson-Washington  Carhouse* 

Contract  Payment  in  amount  $7,998*10,  in  favor  of  George  F. 
Brayer,  under  Municipal  Railway  Contract  No,  381-West  Portal 
Feeders, 

Contract  Payment  in  amount  $10,700,86,  in  favor  of  Severin 
Electric  Co,,  under  Municipal  Railway  Contract  No.  365-Trolley 
System  for  No.  47  (H)  Line, 


Public  Hearing 

Tracks  and  pavement  on  Ocean  Avenue,  from  Pfielan 
Avenue  to  Junipero  Serra  Boulevard  are  shortly  to  be  recon- 
structed and  because  of  a  signalizing  system  at  Junipero  Serra 
Boulevard  and  Ocean  Avenue  to  be  installed,  the  operation  of 
the  No,  36  Line  will  be  seriously  hampered.    On  the  recommen- 
dation of  the  Department  of  Public  Works  and  of  Railway  Manage 
ment,  the  Commission  directed  that  a  public  hearing  be  held 
on  July  23,  1951,  in  the  matter  of  partial  re-routing  of 
the  No,  3b  Line.    It  is  proposed  to  route  via  Ocean  Avenue  to 
Phelan  Avenue,  thence  to  Lakeview  Avenue,  thence  over  present 
routing  to  Junipero  Serra  Boulevard,  abandoning  service  on 
Brighton  Avenue,  between  Ocean  and  Grafton  Avenues  and  on 
Grafton  Avenue  between  Brighton  and  Plymouth  Avenues* 


THEREUPON  THE  MEETING  ADJOURNED, 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


803rd  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JULY  l6, 

1951- 


Present:  Commissioners  Philip  P.  Landis,  Sam  Mc  Keet  Victor 
S,  Swans on,  Edw.  B.  Baron  and  Donald  A.  Cameron, 

President  Philip  F,  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  802nd  regular  meeting  of  the  Com- 
mission held  July  9,  1951  were  approved — the  following  cor- 
rection being  noted.    Correcting  notice  of  public  hearing 
re  re-routing  of  the  No.  36  Bus  Line;  where  reference  is  made 
to  routing  via  Ocean  Avenue  to  Phelan,  should  read,  via  Ocean 
Avenue  to  Plymouth  Avenue. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.761— 

RESOLVED    That  Geo*  W.  Pracy,  General  Manager  and  Chief 
Engineer  of  tfte  San    Francisco  Water  Department  is  hereby 
authorized    and  directed  to  sign  and  execute  on  behalf  of  this 
Commission  and  of  the  City  and  County  of  San  Francisco,  a 
proposed  release  to  Employees  Mutual  Liability  Insurance 
Company  of  Wisconsin,  involving  the  payment  of  $967,01,  by  said 
Company  to  Morrison  and  Knudsen,  Inc.,  for  effecting  repairs 
made  necessary  by  damaged  Water  Department  12- Inch  Mains  at 
Hyde  and  Broadway  Streets,  San  Francisco,  California. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  v\as  adopted  unanimously: 

— RESOLUTION  NO.  11. 762-- 

RESOLVED,  That  this  Commission  hereby  authorizes  ac- 
ceptance of  the  permit  submitted  to  this  Commission  by  The 
Pacif ic  Telephone  and  Telegraph  Company  granting  permission  to 
install,  free  of  charge,  upon  the  east  exterior  wall  of  the 
building  in  ownership  by  The  Pacific  Telephone  and  Telegraph 
Company  at  the  southwest  corner  of  Otis  and  Mc  Coppin  Streets, 
in  the  City  and  County  of  San  Francisco,  one  eye-bolt,  approxi- 
mately 22  feet  above  the  present  sidewalk  level,  for  the 
purpose  of  attaching  span  wire  to  support  trolley  wires  of  the 
Municipal  Railway  and  to  use  and  maintain  the  same. 

BE  IT  FURTHER  RESOLVED,  That  the  Manager  of  Utilities  is 
hereby  authorized  and  directed  to  sign  for  and  on  behalf  of 
the  City  and  County  of  Fan  Francisco,  acting  by  and  through 
this  Commission,  the  said  form  of  permit  submitted  to  this 
Commission. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 76V- 

WHEREAS ^  Jasper  Motto,  Ranger,  San  Francisco  Water  De- 
partment, has  retired  from  the  service  of  the  City  and  County 
of  San  Francisco  after  serving  the  Spring  Valley  Water  Company 
and  the  San  Francisco  Water  Department  for  a  period  of  thirty- 
five  years;  and 

WHEREAS f  in  the  performance  of  his  duties,  in  his  contacts 
with  the  public,  his  fellow  employees  and  the  heads  of  depart- 
ments, he  has  earned  their  respect  and  admiration;  and 

WHEREAS,  the  Public  Utilities  Commission  recognizes  the 
valuable  service  Mr.  Motto  has  rendered  the  people  of  San  Fran- 
cisco while  employed  by  said  Spring  Valley  Vkter  Company  and 
said  San  Francisco  Water  Department: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission on    behalf  of  the  people  of  the  City  and  County  of  San 
Francisco,  in  recognition  if  his  long  and  faithful  service,  by 
this  resolution  expresses  to  Mr.  Motto,  its  best  wishes  for  a 
long  and  happy  life  and  the  assurance  of  its  appreciation  of 
work  well  performed;  and 

BE  IT  FURTHER  RESOLVED,  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  a  copy  of  this  resolution  for  pre- 
sentation to  Mr,  Jasper  Motto. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11,76/1 — 

WHEREAS,  Delisle  w.  Straffen,  Laborer,  Hetch  Hetchy 
Division,  has  retired  from  the  service  of  the  City  and  County 
of  San  Francisco  after  serving  the  Hetch  Hetchy  Project  for  a 
period  of  thirty-one  years;  and 

WHEREAS,  in  the  performance  of  his  duties,  in  his  contacts 
with  the  public,  his  fellow  employees  and  the  heads  of  depart- 
ments, he  has  earned  their  respect  and  admiration;  and 

WHEREAS,  the  Public  Utilities  Commission  recognizes  the 
valuable  service  Mr.  Straffen  has  rendered  the  people  of  San 
Francisco  while  employed  by  said  Hetch  Hetchy  Project: 

THEREFORE,  BE  IT  RESOLVED '  That  the  Public  Utilities  Com- 
mission on  behalf  of  the  people  of  the  City  and  County  of  San 
Francisco,  in  recognition  of  his  long  and  faithful  service,  by 
this  resolution  expresses  to  Mr.  Straffen,  its  best  wishes  for 
a  long  and  happy  life  and  the  assurance  of  its  appreciation 
of  work  well  performed;  and 

BE  IT  FURTHER  RESOLVED^  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  a  copy  of  this  resolution  for 
presentation  to  Mr*  Delisle  W.  Staffen. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swans on,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  II.76S— 

RESOLVED^  That  this  Commission  approves  and  hereby  re- 
quests the  Board  of  Supervisors  to  adopt  resolution,  accepting 
deeds  from  the  following  named  parties,  or  the  legal  owners,  to 
certain  parcels  of  land  required  for  the  Bay  Division  Pipe 
No.  3*  and  "that  the  sums  set  forth  opposite  their  names  be 
paid  for  said  property  from  Appropriation  No.  98-950-59. 

Alameda  County; 

Mary  Andrada  Souza: 
8o?  strip,  containing  O.465  acre,  commencing  in 
the  southwesterly  boundary  of  State  Highway  Niles 
to  Mission  San  Jose,  northwesterly  of  Palm  Avenue 

Santa  Clara  County; 

M.  J,  Pear  and  Milica  Pear  5,702.70 
8o?  strip,  containing  1,609  acre,  approximately 
863.51  feet  in  length,  between  Palo  Alto  and  Mt. 

View,  near  El  Camino  Real,  facing  on  Ortega  Avenue, 


$  850.OO 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.766-™ 

RESOLVED ,  That  in  accordance  with  Section  151.3  of  the 
Charter,  this  Commission  approves  inclusion  in  the  195I-I952 
Public  Utilities  Commission  Budget  Estimates,  schedules  of 
compensation  to  be  paid  certain  employees  of  the  City  and 
County  of  San  Francisco,  effective  July  1,  195** 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11,767-- 

RESOLVED9  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for  the  following 
public  work  to  be  performed  for  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco,  to-wit: 

Hetch  Hetchy  Water  Supply  Contract  No. 
244-Land  Clearing  at  0?Shaughnessy  Reser- 
voir 

be  and  the  same  is  hereby  awarded  to 

Hetch  Hetchy  Water  Supply,  Power  and  Utilities 
Engineering  Bureau 

they  being  the  only  regular  and  responsible  bidder  therefor 
at  the  lump  sum  price  of  $13,300.00. 

Funds  for  this  work  are  available  under  Appropriation  No. 
068-500-06  of  Hetch  Hetchy  Project. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
He  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.768— 

RESOLVED f  That  in  accordance  with  the  recommendation  of 
the  Onager  of  U  tilities,  the  contract  for  the  following 
public  work  to  be  performed  for  the  Public  Utilities  Commission 
of  the  City  and  County  of  San  Francisco,  to-wit: 

Hetch  Hetchy  Water  Supply  Contract  No. 
243-Cons true ting  Flume  at  O'Shaughnessy 
Dam 

be  and  the  same  is  hereby  awarded  to: 


7552- 


Hetch  Hetchy  Water  Supply,  Power  and 
Utilities  Engineering  Bureau 

they  being  the  lowest  regular  and  responsible  bidder  there- 
fore at  the  lump  sum  price  of  $3,450,00. 

And  all  other  bids  for  the  above-described  work  are 
hereby  rejected* 

Funds  for  this  work  are  available  in  Hetch  Hetchy 
Project  Appropriation  No.  068-500-06* 

On  motion  of    Commissioner  tic  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 769-- 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for  the  following 
public  work  to  be  performed  for  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco,  to-wit: 

Hetch  Hetchy  Water  Supply  Contract  No.  245- 
Installation  of  Radio  Stations  in  Five  Cabins 
on  Snow  Course, 

be  and  the  same  is  hereby  awarded  to 

Hetch  Hetchy  Water  Supply,  Power  and 
Utilities  Engineering  Bureau 

they  being  the  lowest  and  only  regular  and  responsible  bidder 
therefor,  at  the  lump  sum  price  of  $3,250.00. 

Funds  for  this  work  are  available  in  Hetch  Hetchy 
Appropriation  No,  068-530-29. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11,770— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifications 
and  hereby  approves  Certificate  of  Acceptance  and  Final  Payment 
in  amount  $2,219.00,  in  favor  of  American  Tent  and  Awning  Co., 
under  Airport  Contract  No.  131-Cons true ting  Extension  of  Canopy 
for  International  Terminal  Building  at  San  Francisco  Airport. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.771— 

RESOLVED.  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated,  litigated  cases  and 
judgments,  as  follows: 


Claimant     PRIOR  YEARS  Date  of  Accident  Settlement 

Non-litigated  settlements 

Harold  E.  Curry  May  Jl,  1951  $     277. 04 

Milan  Gurgevich  February  28,  1951  650.OO 

Charles  Moreno  May  21,  1951  108,45 

Henrietta  Glicksman  April  9,  1951  650,00 

Jennie  Simon  February  1,  1951  250,00 

Mary  Lundy  February  23,  1951  2,500*00 

George  W.  Scott  June  29,  1951    '  41442 

Marie  Jane  Lambert  May  11,  1951  142.25 

Gail  Mangum  January  30,  1950  8,000.00 

Joseph  L.  Puccinelli  June  16,  1951  '  228,31 

Castro  E.  Manning  June  28,  1951  128.82 

Geogina  Williams  May  5,  1951  350.OO 

Daisie  E,  Wetherell  April  14,  1951  792.9)0 

Rose  Ann  Marron  April  14,  1951  950.00 

Helen  D.  La ugh 1 in  June  1,  1951  300.00 

Arthur  D.  0?Keefe  May  2Q,  1951  195.46 

Ida  Taylor  "  my  20,  1951  150.OO 

Elsie  M.  Selberg  January  30,  1951  600.00 

Hazel  Frey  June  13,  1951  '  160.00 

Margie  A.  Manske  May  16,  1951  400,00 

David  Lyons  April  24,  1951  300.00 

Julia  Gorbatova  February  9,  1951  15947 

Leslie  Salt  Company  October  27,  1950  140.04 

Helen  H.  Treuter  my  4,  1951  150*00 

Samuel  Rubinowitz  April  8,  1951  350,00 

Marv  Manya  Susoev-deceased    May  27,  1951  1,000,00 

Sybil  C,  Wider  April  30,  1951  272.OO 

Ethel  W.  Swingle  August  27,  1950  750eOO 

Alma  Lee  Anderson  April  21,  1951  300.00 
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Claimant     PRIOR  YEARS 
Litigated  settlements 
Dan  P.  Casey 
Marie  Dayton 
Marie  Doubasoff 
Blanche  A.  Manley 
Irene  Ravetti 
Maggie  Vyatt 

Judgments: 
Blanche  M.  Brown 

Beatrice  Cal 

Elizabeth  M.  Canyuch 

Ben  S.  Free 
Roy  0.  Glenn 
Lizzie  Mattie 

Anna  L.  Moffett 
Henrietta  Roher 
Mary  B.  Van  Wyck 


Date  of  Accident  Settlement 


January  1,  1950 
August  10,  1949 
January  27,  1950 
August  3,  1950 
June  17,  1949 
March  26,  1950 


February  16,  1946 

February  15,  1946 

May  6,  1949 

September  23,1949 
November  19,  1950 
February  15,  1946 

August  5,  1948 
May  9,  1950 
November  18,  1949 


$  250.OO 
42r50O»OO 
300,00 
325.OO 
150.00 
500.00 


3,500.00  4 
plus  interest 
4,500.00 
plus  in  terest 

9,164.00 
plus  interest 
302.20 
850.OO 
4,500.00 
plus  interest 
2,425.20 
775.00 
3,500.00 
plus  interest 


Amending  portions  of  Resolution  No.  11,731,  adopted 
July  2,  1951*  t0  Provide  for  approval  and  encum- 
brance of  interest  on  judgments: 

Claimants 
Ruth  M.  Mc  Carthy 
Amanda  Schwartz 
Ronald  S.  Soohoo 
Frank  B.  Wilson 
Pauline  Pattie 
Nadine  Trotsky 
Manuel  Cabral 
Maria  Valenzuela 
Rose  Cyprian 
Mary  Guay 
Fanny  Goldstein 


152.77 
41.62 

54.66 
22.55 
72.06 
102.13 
90.63 
111.35 
286.00 

39tg£ 


Appropriation  No.  165-804-O2     $  95,427.19 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron#  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11,772— 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  l^nager  of  Utilities,  the  con  tract  for 

Municipal  Railway  Contract  No.  378- Trolley 
Coach  Overhead  at  Special  Locations 

a  public  work  to  be  performed,  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Severin  Electric  Co, 

they  being  the  lowest  regular  and  responsible  bidders  for  the 
work  aforesaid  at  $23,079.87,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above-described  work  are  here- 
by rejected. 

Funds  for  this  work  are  available  in  Appropriation  No. 
97-520-21  of  the  1947  Municipal  Railway  Rehabilitation  Bond 
Fund. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 77^— 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  mnager  of  Utilities,  the  contract  for 

Airport  Contract  No,  137-Removing  Silt  from 
Drainage  Canals 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities  of 
work  to  be  performed  under  Proposal  B  as  set  forth  in  the  re- 
lated specifications,  for  the  Public  Utilities  Commission  of 
ihe  City  and  County  of  San  Francisco,  be  and  the  same  is  hereby 
awarded  to 

Bragato  Paving  Co.,  Belmont,  Calif. 
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they  being  the  lowest  regular  and  responsible  bidder  therefor 
at  §6,175.00  for  Proposal  B,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above- described  work  are 
hereby  rejected. 

Funds  for  this  work  are  available  in  Appropriation  Noc 
064-20O-OO. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

^-RESOLUTION  NO.  11, 774— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in 
amount  $1,123*00,  under  Municipal  Railway  Contract  No.  389- 
Electrical  Installations  at  Mason-Washington  Carhouse,  con- 
tractor. Enterprise  Electric  Works,  covering  the  following: 

Install  additional  rigid  conduit,  outlet  boxes,  replace 
existing  lighting  circuit  in  cable  tunnel  and  install 
hood  fixtures,  all  made  necessary  by  the  Electrical  In- 
spection Section  of  the  Department  of  Public  Works. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 775-- 

RESOLVSD,  That  this  Commission  approves  the  following 
contract  payment  recommendations: 

Contract  Payment  in  amount  $331,072.35,  in  favor  of  Security 
First  National  Bank  of  Los  Angeles,  assignee  for  United 
Concrete  Pipe  Corporation,  under  SFWD  Contract  No.  524- Con- 
strue t  ion  of  the  Bay  Division  Pipe  Line  No.  3-Section  AC. 

Contract  Payment  in  amount  $72,245.91,  in  favor  of  Granite 
Construction  Co.,  under  SFWD  Contract  No.  536-Constructing 
Concrete  Lining,  Roof  and  Control  Works-Sutro  Reservoir. 

Contract  Payment  in  amount  $10,650,20,  in  favor  of  Arthur 
wallgren,  under  SFWD  Contract  No.  556-Laying  36"  Steel  rain 
In  Division,  Tenth  and  Bryant  Streets. 

.ontract  Payment  in  amount  $2,754.63,  in  favor  of  Wenrick  and 
Associates,  under  SFWD  Contract  No9  554-Construction  of  San 
uidres  Outlet  No Xhlorina ting  Plant, 
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Contract  Payment  in   amount  $2,248.97,  in  favor  of  mnning  and 
Whitaker,  Inc..  under  Airport  Contract  No.  119-High  Intensity 
Runway  Lights  at  San  Francisco  Airport. 

Contract  Payment  in  amount  $12,780.14,  in  favor  of  Carrico 
and  Gautier,  under  Airport  Contract  No.  123-Construction  of 
Field  Lighting  Building. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously; 

— RESOLUTION  NO.  11. 776— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $470.97, 
from  Appropriation  No.  164-200-OO-Contractual  Services,  to 
credit  of  Appropriation  No.  164-813-OO,  to  provide  additional 
funds  for  automobile  insurance , 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$250.00,  from  Appropriation  No.  l66-200-00-Contractual  Ser- 
vices, to  credit  of  Appropriation  No.  166-813-OO,  to  provide 
additional  funds  for  automobile  insurance. 


1947  Municipal  Railway  Rehabilitation  Bond  Fund  Request  for 
Additional  Allotment,  in  amount  $188,350.00,  under  various 
sub-appropriations,  to   make  available  funds  for  expenditures 
and  the  certification  of  contracts  in  connection  with  the 
rehabilitation  of  the  Municipal  Railway. 

1947-Municipal  Railway  Rehabilitation  Bond  Fund  Request  for 
Intra  Fund  Transfer,  in  amount  $750.00,  from  Appropriation 
No.  97-510~21-Remode !inS  Shops,  to  credit  of  Appropriation  No. 
97-5IO-I9,  to  provide  sufficient  funds  for  modification  of 
Contract  No.  389-Electrical  Installations  at  Mason- Washington 
Carhouse. 

m  motion  of  Commissioner  Baron,  *  seconded  by  Commissioner 

-wanson,  the  following  resolution  was  adopted  :  CosSnissloner 
vlc  Kee  voting  "NO". 

—RESOLUTION  NO.  11.777— 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
.he  Onager  of  Utilities,  the  contract  for 

Hetch  Hetch  Water  Supply  Contract  No.  240-Con- 
structing  Steel  Plate  Liner  and  Manif old  at  Oakdale 
Portal,  By-Pass  Valves  at  Tesla  Portal  and  Inciden- 
tal Construction  in  the  San  Joaquin  Division  of  the 
Hetch  Hetchy  Aqueduct 
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a  public  work  to  be  performed ,  on  the  basis  or  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities  of 
work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

United  Concrete  Pipe  Corp. 
Baldwin  Park,  California 

they  being  the  only  regular  an  d  responsible  bidder  for  the 
work  aforesaid  at  $123,975.00,  said  sum  being  the  total  price 
for  the  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above-described  work  are  hereby 
r jected . 

Funds  for  this  work  are  available  in  the  1947  Hetch  Hetchy 
Bond  Fund  Appropriation  No.  98-901-04, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.778— 

RESOLVED,  That  Harry  E.  Lloyd,  Civil  Engineer  of  the 
Hetch  Hetchy  Water  Supply,  be  and  he  is  hereby  directed  and 
authorized  to  proceed  to  Washington,  D.C.,  to  ajpear  as  re- 
quired, starting  Thursday,  July  19,  1951 »  before  the  Senate 
Committee  on  War  Department,  Civil  Functions  Flood  Control,  to 
present  exhibits  and  factual  data  required  in  consideration  of 
the  proposed  appropriation  to  be  made  from  funds  set  up  under 
Public  Law  534,  said  appropriation  to  be  used  by  the  City  and 
County  of  San  Francisco  for  the  purpose  of  initiating  the 
construction  of  facilities  in  connection  with  the  Cherry  River 
Project,  all  of  which  will  be  used  and  useful  for  preventing 
floods  in  the  San  Joaquin  Valley  and  for  augmenting  the  water 
supply  of  said  City  and  County;  and 

BE  IT  FURTHER  RESOLVED 9  That  necessary  expenses  are  deemed 
contracted  in  the  performance  of  routine  duties,  payable  from 
Appropriation  No.  168-200-00, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11, 779— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Hetch  Hetchy  Water  Supply  Request  for 
Additional  Allotment,  under  Appropriation  No.  l6o-200-00-Con- 
tractual  Services,  to  meet  estimated  requirements  for  first 
quarter  encumbrances,  including  certain  items  on  an  annual  or 
semi-annual  basis. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  II.780-- 

RESOLVED'  That  the  Manager  of  Utilities  is  hereby 
authorized  to* execute  for  and  on  behalf  of  this  Commission 
and  the  City  and  County  of  San  Francisco  an  agreement  sub- 
mitted to  this  Commission  providing  for  telephone  service  to 
Cherry  Valley  Dam  and  vicinity  over  the  proposed  power  line 
to  be  constructed  by  the  City  and  County  of  San  Francisco  be- 
tween Early  Intake  Power  House  and  the  site  of  said  Dam. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  ms  adopted  unanimously: 

— RESOLUTION  NO.  II.78I— 

RESOLVED    That  the  Manager  of  Utilities  is  hereby 
authorized  to* execute  for  and  on  behalf  of  the  City  and  County 
of  San  Francisco  and  this  Commission  a  Public  Toll  Station 
Agreement  in  connection  with  the  Agreement  between  City  and 
County  of  San  Francisco,  through  this  Commission,  and  Pacific 
Telephone  and  Telegraph  Company  for  provision  for  telephone 
service  along  the  proposed  power  line  to  Cherry  Valley  Dam 
between  Early  Intake  Power  House  and  the  site  of  said  Dam. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 782— 

WHEREAS,  the  Manager  and  Chief  Engineer  of  the  Hetch 
Hetchy  Water  Supply,  Power  and  Utilities  Engineering  Bureau  of 
this  Commission  has  recommended  the  granting  of  a  certain 
revocable  permit  for  use  and  occupancy  of  land  and  property 
under  control  of  that  Bureau,  as  hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED*  That  the  Public  Utilities  Com- 
mission of  the  City  and  County' of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  the  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Telephone  and  Telegraph  Company 

Permit  to  install,  maintain  and  use  one  six-pin  cross  arm 
and  two  copper-steel  conductors  of  approximately  O.IO4  Inch 
diameter  in  the  second  gain  upon  each  of  approximately  23  wood 
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poles  owned  by  the  City  and  extending  southeasterly  up  the 
slope  from  Early  Intake  Powerhouse  to  the  pole  line  located 
along  the  former  railroad  right  of  way,  at  a  rental  charge  of 
fifty  (50)  cents  per  year  per  pole;  and  to  install,  main- 
tain and  use  future  additional  copper-steel  conductors  of 
approximately  Of104  inch  diameter  on  the  aforesaid  cross 
arms  up  to  a  total  of  six  conductors  at  an  additional  rental 
charge  of  twenty  five  (25)  cents  per  year  per  conductor  per 
pole* 


Conversion  of  the  No.  47  (H)  Line. 

Mr.  A.  0.  Olson,  Chief  Engineer  and  General  Manager  of  the 
Utilities  Engineering  Bureau  reported  to  the  Commission  that 
the  date  for  conversion  of  the  No,  47  (H)  Line  to  trolley 
coach  operation,  could  not  be  made  effective  until  the  latter 
part  of  October,  1951 ;  this  delay  results  from  inability  of 
City  to  procure  necessary  copper  wire.    Delay  of  this  con- 
version necessarily  entails  delay  for  changes  in  the  opera- 
tion of  the  Nos.  6-7-31-71  lines,  to  be  effective  with  the 
freeing  of  motor  coaches  from  the  No.  47  (H)  Line, 


THEREUPON  THE  MEETING  ADJOURNED # 
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M  I  N  U  T  E  S 


PUBLIC  UTILITIES  COMMISSION 


804th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JULY  23, 
1951. 


Present:  Commissioners  Philip  F.  Landis,  Sam  Mc  Kee  and 
Edw.  B.  Baron. 

President  Philip  F«  Landis  presided. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  803rd  regular  meeting  of  the  Com- 
mission held  July  16,  1951  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11 .78V- 

WHEREAS,  SFWD  Contract  No.  569-Laying  of  12??  CI  Mains  in 
Newhall,  Palou  and  Keith  Streets  from  Topeka  to  Newcomb,  con- 
tractor, W.  Lenkeit,  should,  in  accordance  with  the  time  limit 
set  forth  in  said  contract  be  completed  on  or  before  June  11, 
1951:  and 

WHEREAS    contractor  has  experienced  unavoidable  delay  due 
to  rain:  # 

THEREFORE,  BE  IT  RESOLVED*  That  this  Commission  hereby 
grants  an  extension  of  one  (1)  day  for  the  completion  of 
said  SFWD  Contract  No.  569,  and  liquidated  damages  for  the  re- 
sulting day  of  delay  is  hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO.  11. 784-- 

RESOLVED'  That  this  Commission  approves  and  hereby  requests 
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the  Controller's  concurrence,  amending  Public  Utilities 
Commission  Rules  and  Regulations  pertaining  to  Revolving  Funds, 
as  follows: 

Under  E-I-Munlcipal  Railway- General  Claims  Agent, 
American  Trust  Co, 
Signatures: 

Principal  Counter 

ADD  C,  D.  Miller 

Under  E-2~Municipal  Railway-General  Manager 
Bank  of  America 
Signatures: 

Principal  Counter 

ADD  Cs  D.  Miller 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11,78s— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  #10, 800. 00- Water  Department 
Funds,  to  provide  for  replacement  of  two  air  compressors  ac- 
quired when  City  and  County  of  San  Francisco  took  over  the 
properties  of  the  Spring  Valley  Water  Company  in  1930. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.786— 

i 

WHEREAS ,  under  the  terms  of  Municipal  Railway  Contract 
No,  404,  Extension  to  West  Portal  Waiting  Station,  Wellnitz 
and  DeNarde,  contractor,  was  required  to    complete  all  of  the 
work  on  June  5,  1951;  and 

WHEREAS'  the  contractor  has  experienced  unavoidable  delays 
due  to  failufe  of  Municipal  Railway  to  remove  concrete  poles 
from  job  site;  and 

WHEREAs,  said  Contractor  has  been  diligent  in  his  attempt 
to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED'  That  the  contract  time  for 
performing  all  work  specified  under'Municipal  Railway  Contract 
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No.  404,  be  and  is  hereby  extended  for  a  period  of  thirty-six 
calendar  days  until  July  11,  1951,  and  that  liquidated  damages 
by  reason  of  such  extension  are  hereby  waived ♦ 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baront  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 787-- 

RESOLVED   That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions and  hereby  approves  Certificate  of  Acceptance  and  Pinal 
Payment  in  amount  $6, 7&9#OOt  under  Municipal  Railway  Contract 
No.  404-Extension  to  West  Portal  Waiting  Station,  contractor, 
Wellnitz  and  DeNarde. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11. 788-- 

RESOLVED'  That  pursuant  to  notice  of  intention  to  revise 
the  schedule  6f  rates  to  be  charged  by  San  Francisco  Water 
Department  by  adding  to  the  present  rate  schedule  for  water 
service  applicable  outside  the  limits  of  the  City  and  County 
of  San  Francisco,  heretofore  published  as  is  required  by  the 
Charter  of  the  City  and  County  of  San  Francisco,  and  after  public 
hearing  being  held  in  accordance  with  the  aforesaid  notice, 
the  following  additional  schedule  of  rates  to  be  charged  for 
water  service  applicable  outside  the  limits  of  the  City  and 
County  of  San  Francisco  be  and  the  same  is  hereby  adopted: 

Automatic  Fire  Sprinkler  Service-Covering  only  straight 
automatic  fire  sprinkler  service  installed  and  maintained  ac- 
cording to  the  rules,  regulations  and  specifications  of  the 
San  Francisco  W&ter  Department: 

First:  A  monthly  service  charged  based  on  the  sizes  of 

meters.    On  batteries  of  meters  the  service  charge 
is  to  be  based  on  the  size  of  single  meter  of 
equivalent  capacity. 

4-Inch    -   $    6.25  8-Inch    ~    $21. 60     16- Inch  -  $86.20 

6-Inch   *      13.50  12-Inch   -     43. 20 

Second:  For  water  delivered,  based    on  monthly  or  bi-monthly 

meter  readings,  at  applicable  "Metered  Service"  charges. 

BE  IT  FURTHER  RESOLVED,  That  the  said  additional  schedule 
of  rates  be  submitted  to  the  Board  of  Sup  ervisors  for  approval 


*       *  • 
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as  required  by  Section  130  of  the  Charter  and  that,  when  ap- 
proved either  expressly,  or  by  operation  of  law,  said  addi- 
tional schedule  of  rates  shall  go    into  effect  commencing 
with  the  first  day  of  September,  l^l* 

On  motion  of  Commissioner   Baron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

^-RESOLUTION  NO.  ll,ffk)~«> 

RESOLVED*  That  pursuant  to  notice  of  intention  to  revise 
the  schedule  of  rates  to  be  charged  by  San  Francisco  Water 
Department  by  adding  to   the  present  rate  schedule  for  water 
service  applicable  outside  the  limits  of  the  City  and  County 
of  San  Francisco,  heretofore  published  as  is  required  by  the 
charter  of  the  City  and  County  of  San  Francisco  and  after 
public  hearing  bein  g  held  in  accordance  with  the  aforesaid 
notice,  the  following  additional  schedule  of  rates  to  be 
charged  for  veter  service  applicable  outside  the  Limits  of 
the  City  and  County  of  San  Francisco  be  and  the  same  is 
hereby  adopted: 

Fire  Hydrants:    Monthly  charges  for  each  fire  hydrant 
installed  and  maintain  ed  according  to  the 
rules*  regulations  and  specifications  of  the 
San  Francisco  Vfeter  Department  $5*00 

BE  IT  FURTHER  RESOLVED,  That  the  said  additional  schedule 
of  rates  be  submitted  to  the  Board  of  Supervisors  for  approval 
as  required  by  Section  130  of  the  Charter  and  that,  when 
approved,  either  expressly,  or  by  operation  of  law,  said  ad- 
ditional schedule  of  rates  shall  go  into  effect  commencing 
with  the  first  day  of  September*  1951. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.7Q0— 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

HHWS  Contract  No. 246- Paving  at  Moccasin 

a  public  work  to  be  performed,  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Beerman  and  Jones,  Sonora,  Calif, 
they  being  the  only  regular  and  responsible  bidder  for  the  work 
aforesaid  at  $12,295.00,  said  sum  being  the  total  price  for  the 
bid  submitted  on  the  basis  hereinabove  stated;  funds  for  this 
work  are  available  in  Appropriation  No,  068-500-OI  (for  alloca- 
tion and  expenditure  through  sub-appropriation  No,o68-500-U-lf " 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  II.7QI-- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED^  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    East  Palo  Alto-Ravenswood-Willow  Road  Water  District 

Permit  to  install  a  l2n  and  8"  CI  water  main  and  appur- 
tenant connections  across  Hetch  Hetchy  right  of  way  and  the 
Water  Department's  50*  roadway  at  Ravenswood,  San  Mateo 
County. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.792— 

RESOLVED    That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution,  authorizing  acquisition 
by  eminent  domain  proceedings  of  certain  lands  in  Tuolumne 
County  required  for  the  Cherry  Valley  Project,  being  in  area, 
1801.41  acres,  more  or  less,  the  cost  of  said  property  to  be 
paid  from  Appropriation  No.  192-558-OO,  In  an  amount  not  to 
exceed  $9,000.00,  unless  an  additional  authorization  is  se- 
cured. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 79>~ 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $647,59, 
being  the  additional  difference  between  certified  estimated 
contract  and  final  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  In  amount  $10,925.08,  in  favor  of 
W.  Lenkeit,  under  SFWD  Contract  No*  569-Laylng  of  12"  CI  Mains 
in  Newhall,  Palou  and  Keith  Streets,  from  Topeka  to  Newcomb* 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  II.70A-- 

RESOLVED    That  on  recommendation  of  the  Onager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof 9  and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  availabL 
in  payment  of  non-litigated, litigated  cases  and  judgments,  as 
follows: 


Claimant  PRIOR  YEARS  Date  of  Accident  Settlement 
Nori-lltlgated  cases 

' Ike'Greenberg  January  31,  1951        $  400,00 

Eva  Woods  May  12,  1951    '  325,00 

Celia  Katz  October  24,  1950  250.OO 

Ray  Abeyta  June  11,  1951  136.04 

Wilford  BV  Undman  September  1,  1950  250.OO 

Les  Vogel  Chevrolet  Co.  my  2Q,  1951  219.16 

Fred  A.  Richardson  June  o,  1951  366.55 

Peter  Arrigoni  April  20,  1951               212. 46 

Rose  DePew  May  5,  1951  200.00 

Louis  J,  Cascone  October  27,  1950  923*32 

Litigated  settlements 

Peter  T.  Angel  October  5,  1948  254.38 

Alice  Burgheim  January  31,  1949  500.00 

Robert  W.  Johnson  July  21,  1950  100.00 

I.  Rhodes  April  28,  1949  300.00 

Gil  Roxas  January  4,  1951  1,500.00 

Judgments: 

Ella  Goussen  August  l8,  1948  7,644.95 

Pern  Mickey  June  13,  1949  750.00 

Amending  portions  of  Resolution  No.  11,731,  to 
encumber  funds  for  payment  of  interest  on  judgments: 

Chas.  Fiel  3#01 

Raymond  C.  Hansen  187.51 

Kenzo  Baba  17»45 

Mrs.  Jean  Barla  14.62 

Mrs.  E.  Crossland  27.33 

Florence  DeBernardi  39, 70 

Josephine  Guaspari  12. 90 

Nellie  Reed  5,86 

Jean  M.  Yurko  AA*?0 


Appropriation  No.  165-804-02  $14,684.54 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

— RESOLUTION  NO.  11.795— 

RESOLVED.  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  specifi- 
cations; approves  Modification  of  Contract  in    amount  $304.85, 
being  the  additional  difference  between  certified  estimated 
contract  and  final  performance;  approves  Certificate  of  Ac- 
ceptance and  Pinal  Payment  in  amount  .$4,475,15,  in  favor  of 
Fred  T.  Fairey,  under  SFWD  Contract  No.  550R-Laying  12f?  Cast 
Iron  Main  in  Bayshore  Industrial  Development. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.7Q6-- 

RE SOLVED    That  in  accordance  with  the  recommendation  of 
the  Onager  oi  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  8- Inch  Transite  Main  in 
Cora  and  Allan  Streets  south  of  Sunny- 
dale  Avenue-SFWD  Specification  No.  584 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Fred  T*  Fairey 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at    Five  Thousand  Three  Hundred  Seventy  Eight 
Dollars  and  Eighty  Cents  ($5,378.80)  said  sum  being  the  total 
price  for  the  lowest  bid  submitted  on  the  basis  hereinabove 
stated. 

And  Be  It  Further  Resolved,  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
servi ces. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 
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On  motion  of  Commissioner  Me  Kee,  seconded  by  Commissioner 
Baronf  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.7ff7-y 

RESOLVED,  That  this  Commission  hereby  requests  the 
Controller's  certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$12,450.00,  under  Appropriation  No.  165-200-OO-Contractual 
Services,  for  encumbrance  of  items  properly  chargeable  to 
3rd   and  4th  quarters. 

Municipal  Railway  Request  for  Allotment*  in  amount  $2,500*00* 
under  Appropriation  No.  165-126-00,  allotment  for  military 
leave-first  quarter. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$458.07,  from  Appropriation  No.  165-200-OO-Contractual 
Services,  to  credit  of  Appropriation  No.  165-813-OO,  to  pro- 
vide for  deficiency  in  appropriation  for  Automobile  Insurance, 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$40.00,  from  Appropriation  No,  166- 200-00- Contractual  Services, 
to  credit  of  Appropriation  No,  l66-8l2-00,  to  provide  for 
Official  Bonds  for  certain  employees  of  the  Peninsula 
Division. 

Bureau  of  Light,  Heat  and  Power  Request  for  Additional  Allot- 
ment, in  amount  $1,425.00,  under  Appropriation  No.  163-214-63, 
to  provide  additional  funds  for  maintenance  and  repairs  of 
structures  damaged  by  automobiles. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.7Q8— 

RESOLVED,  That  this  Commission  acknowledges  the  receipt 
of  and  approves  assignment,  from  KleinSmid  Construction  Co., 
to  the  East  Bakersf ield  Branch  of  the  Bank  of  America,  Bakers- 
field,  California,  of  all  monies  and  claims  for  monies  due 
said  KleinSmid  Construction  Cor.  under  HHWS  Contract  No.  238- 
Access  Road,  Early  Intake  to  Cherry  Valley  Damsite, 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.7QQ-- 

RESOLVED'  That  this  Commission  approves  of  the  proposed 
contract,  submitted  to  it,  with  Pacific  Gas  and  Electric 
Company  for  the  furnishing  of  electric  energy  to  the  Municipal 
Railway  in  connection  with  its  operation  of  the  portion  of 
the  Municipal  Railway  comprising  the  former  Market  Street 
Railway  System. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.80Q~ 

RESOLVED,  That  this  Commission  hereby  requests  the  rfcyor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $24, 500 • OO-Mun i cl pal  Railway 
Funds,  to  provide  for  compensation  of  7  SII3  Schedule  Maker- 
$350.00,  and  deleting  7  Sill  Inspector-4350.00. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.8oi~ 

RESOLVED,  That  James  H.  Turner,  Manager  of  Utilities,  is 
hereby  authorized  to  sign  and  execute  on  behalf  of  this 
Commission  and  the  City  and  County  of  San  Francisco  that 
certain  document  submitted  to  this  Commission,  entitled 
?>Second  Amendment  to  Automobile  Parking  Lot  Concession  Agree- 
ment" with  Better  Parking  Company,  a  corporation,  providing 
for  an  additional  area  at  the  location  of  the  Parking  Lot  at 
the  San  Francisco  Airport,  as  previously  defined  as  of  October 
3,  l%9$  and  as  extended  by  a  previous  amendment,  under 
authority  of  Resolution  No.  10,855  of  this  Commission,  and 
providing  for  an  additional  ground  rental  in  conformity  with 
the  enlarged  area  created  by  said  second  amendment,  which  said 
second  amendment  is  to  be  effective  as  of  the  11th  day  of  July, 
1951. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NOT  11.802— 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  HHWS  Request  for  Additional  Allot- 
ment, in  amount  $4,300.00,  under  Appropriation  No.  1 68-216-00,  t 
to  meet  payroll  charges  for  automotive  maintenance*? 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11 .80V- 

WHEREAS'  for  the  benefit  of  more  adequate  public  service, 
it  is  recommended  by  the  management  of  the  Municipal  Railway 
that  the  following  Municipal  Railway  Lines  or  portions  there- 
of, be  abandoned: 

No,  20     On  Ellis  Street  from  Market  Street  to  Divisadero 
and  20B   Street;  on  Oak  Street  from  Divisadero  Street  to 

Masonic  Avenue;  on  Taylor  Street  from  Eddy  Street 

to  Ellis  Street; 

20B         On  Ulloa  Street  from  Sunset  Boulevard  to  36th  Avenue; 
on  36th  Avenue  from  Ulloa  Street  to  Vicente  Street 
and  on  Vicente  Street  from  36th  Avenue  to  Sunset 
Boulevard. 

31  On  Turk  Street  from  Market  Street  to  Divisadero  St. 

78  On  30th  Avenue  from  Quintara  Street  to  Judah  Street; 
on  Judah  Street  from  30th  Avenue  to  31st  Avenue;  on 
31st  Avenue  from  Judah  Street  to  Kirkham  Street;  on 
Kirkham  Street  from  31st  Avenue  to  30th  Avenue;  on 
Ulloa  Street  from  30th  Avenue  to  29th  Avenue;  on  29th 
Avenue  from  Ulloa  Street  to  Vicente  Street;  on 
Vicente  Street  from  29th  Avenue  to  30th  Avenue, 

79  On  10th  Avenue  from  Lawton  Street  to  Judah  Street;  on 
Judah  Street  from  10th  Avenue  to  9th  Avenue;  on 
Kirkham  Street  from  10th  Avenue  to  9th  Avenue;  on 
15th  Avenue  from  Quintara  Street  to  Taraval  Street;  on 
Taraval  Street  from  15th  Avenue  to  l6th  Avenue;  on 
l6th  Avenue  from  Taraval  Street  to  Quintara  Street. 

NOW,  THEREFORE ,  BE  IT  RESOLVED,  That  this  Commission 
recommends  to  the  Board  of  Supervisors  that  the  proposed 
abandonment  so  recommended  be  authorized  and  confirmed  by  said 
Board  of  Supervisors. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.804— 

WHEREAS ,  for  the  benefit  of  more  adequate  public  service, 
it  is  recommended  by  the  Management  of  the  Municipal  Railway 
that  the  following  portion  of  the  No.  36  Line  be  abandoned:  On 
Brighton  Avenue  between  Ocean  and  Grafton  Avenues  and  on 
Grafton  Avenue  between  Brighton  and  Plymouth  Avenues;  and 
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WHEREAS '  the  Management  of  the  Municipal  Railway  for 
the  benefit  bf  more  adequate  public  service,  recommends  that 
in  lieu  thereof,  the  route  of  said  No.  36  Bus  Line,  be  as 
follows:    On  Ocean  Avenue  from  Brighton  to  Plymouth  Avenues 
and  on  Plymouth  Avenue,  from  Ocean  to  Grafton  Avenues: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  this  Commission 
recommends  to  the  Board  of  Supervisors  that  the  proposed 
abandonment  so  recommended,  be  authorized  and  confirmed  by 
said  Board  of  Supervisors. 

On  motion  of  Commissioner  Mc  Keef  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.80S-- 

RESOLVED    That  this  Commission  approves  the  preliminary 
plans  submitted  by  W.  P.  Day  for  the  Service  Building  and  for 
the  Air  mil  Cargo  Building,  for  new  terminal  area  at  the  San 
Francisco  Airport* 

Remarks: 

The  Commission  noted  report  from  Mr.  Keesling,  Jr*, 
from  Washington,  D.  C,  re  new  terminal  building  at  the  San 
Francisco  Airport;  the  Civil  Aeronautics  Authority  has  ap- 
proved the  construction  of  the  building  and  has  assurred 
a  steel  allocation  in  the  fourth  quarter. 


The  Commission  noted  with  considerable  interest  report  from 
the  City  Attorney  to  the  effect  that  within  the  past  week 
6  Superior  Court  cases  were  called  to  trial  and  all  success- 
fuly  terminated  in  favor  of  the  City. 


The  Commission  noted  report  from  Mr.  Mar mi on  D,  Mills,  Con- 
sultant, reviewing  line  studies  of  the  Municipal  Railway:  the 
Commission  directed  that  the  report  be  transmitted  to 
Municipal  Railway  Management  and  Staff  for  study. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COmiSSION 


805th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  JULY  JO, 
1951. 


Present:    Commissioners  Philip  F.  Landis,  Sam  Mc  Keef  Victor  S. 
Swanson,  Edw.  B.  Baron  and  Donald  A*  Cameron. 

President  Philip  F.  Landis  presided  * 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  804th  regular  meeting  of  the  Com- 
mission held  July  23,  1951  were  approved. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.806-- 

RESOLVED,  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  June,  1951;  and 

BE  IT  FURTHER  RESOLVED    That  copy  of  report  of  said 
appointments  and  removals  be  transmitted  to  the  Civil  Service 
Commission  and  to  the  Controller 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.    11 ,807— 

RESOLVED,  That  that  certain  revocable  permit  granted  under 
Resolution  No.  11,650  of  May  28,  1951,  to  the  Lomita  Park 
Capuchino  Sanitary  District,  to  construct  an  8?*  sanitary  sewer 
across  a  portion  of  the  V&ter  Department's  former  Mi librae 
Reservoir  Lot,  San  Vhteo  County,  be  and  the  same  is  hereby 
rescinded. 
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On  motion  of  Commissioner  Mc  Kee*  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  II.808-- 

RESOLVED,  That  this  Commission  hereby  requests  the 
myor  to  recommend  to  the  Board  of  Supervisors  enactment  of 
ordinance*  appropriating  the  sum  of  $282, 625,00,  from  Such 
Ponds  As  Are  Legally  Available,  to  credit  of  Appropriation 
No,  164-800-04,  in  amount  $211,000.00,  Bond  Redemption,  and 
to  credit  of  Appropriation  No.  164-800-04,  in  amount  $71r625.00 
Bond  Interest,  redemption  of  bonds  and  interest  thereof,  on 
Series  B  1959  Airport  Bonds,  maturing  April  1,  1952. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11 .809— 

RESOLVED,  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $11,000.00,  from  Appropriation 
No.  68-990-OO-Hetch  Hetchy  Project  Surplus  Fund,  to  credit  of 
Appropriation  No,  168-830-OO,  to  provide  for  six  months9  in- 
terest on  contemplated  sale  of  $1,100,000.  of  1949  Cherry 
Valley  Dam  Bonds  at  estimated  interest  rate  of  2%  per  annum. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.8l0~ 

RESOLVCD,  That  this  Commission  hereby  requests  the  Con- 
troller^ certification  of  Modification  of  Contract  in  amount 
$264.00* (Credit),  under  SFWD  Contract  No.  536-Concrete  Lining 
and  Roof  and  Control  Works-Sutro  Reservoir,  contractor. 
Granite  Construction  Co.,  covering  the  following: 

Modification  of  Item  12,  due  to  inability  to 
secure  12  gauge  galvanized  wire  mesh  and  sub- 
stituting therefor  16  gauge  galvanized  wire 
mesh. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.81I— 

RESOLVED'  That  that  portion  of  Resolution  No.  11,714, 
of  June  25,  1951 ,  approving  settlement  of  claim  of  Donald  Ward 
v.  Municipal  Railway,  be  and  the  same  is  hereby  rescinded,  said 
settlement  being  in  amount  $165.46, 
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On  motion  of  Commissioner  Camerons  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO,  11.8l2~ 


RESOLVED '  That  on  recommendation  of  the  Onager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  and  litigated  settle- 
ments and  judgments,  as  follows: 


Claimant  Current  Year 
Non-litigated  settlements 

John  Kirby 

Wm.  B.  Cadwallader 


Date  of  Accident 

July  13,  1951 
July  16,  1951 


Appropriation  No.  I65-804-OI 


PRIOR  YEARS 

Ac  Ferdinand  Heuer 

Dave  Bloom 

Ethel  J.  Fowler 

Margaret  Bouche 

Edwin  C.  Anderson 

Richard  A.  Merriam 

Charlcie  E.  Stewart 
Amending  that  portion  of  Resolution  No.  11,771 

claimant  Julia  Gorbatova,  to  read  $265*00, 

instead  of  $159.47 
Litigated  settlement 

Lillian  Walker  October  18,  1948 

Judgment 

Frank  X.  Rivas,  Jr.  March  11,  1949 


February  26,  1951 

my  19,  1951 

April  12,  1951 
February  2 3,  1951 
April  28,  1951 
June  25,  1951 
February  1,  1951 


Amending  portions  of  Resolution  No.  11,731 
to  provide  for  encumbrance  of  interest: 

Margaret  A.  Rowan 
James  E.  Peterson 
Aola  Gilford 
Amending  portion  of  Resolution  No*  11,757, 

claimant- John  G.  Turner,  for  interest 
Amending  portion  of  Resolution  No.  11,771, 
claimant-Marie  Payton:-Of  Approved  Settlement 
in  amount  $42,500.00,  Lloyds  of  London  to  pay 
"5,000.00,  City  to  pay  $57,500*00 

Appropriation    No.  165-804-O2 


Settlement 


170.30 
g8g»23 


!  45g^ 

$  225.00 

15947 
125,00 

1,200.00 

200.00 
836.38 
400.00 


105&53 

500.00 

1,250.00 
plus  interest 


126.18 
282.93 
47.25 

11.74 


-SOOQ.Op 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO-  11.8lV- 

RESOLVED 9  That  this  Commission  accepts  the  work:  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $27,831.00 
(Credit)  adjusting  the  estimated  unit  quantities  to  agree  with 
the  actual  unit  quantities  performed  (in  large  measure  due  to 
cancellation  of  portion  of  Section  B  of  Access  Road);  approves 
Certificate  of  Acceptance  and  Pinal  Payment  in  amount 
115,560014,  in  favor  of  East  Bakersfield  Branch  of  Bank  of 
America,  Bakersfield,  California,  as  assignee  for  KleinSmid 
Construction   Co,  and  Frank  Goodrick,  Jt.  Lie,  under  HHWS 
Contract  No,  225-Construction  of  Access  Road,  South  Fork  to 
Mother. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.814-- 

RESOLVED'  That  in  accordance  with  the  recommendations  of 
the  Onager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

Laying  of  8- Inch  and  12- Inch  Cast  Iron  Mains 
in  34th  Avenue  between  Balboa  and  Clement 
Streets-SFWD  Specification  No.  571 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estinated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Fred  T.  Fairey 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
aforesaid  at  Nineteen  Thousand  Eight  H  undred  Sixty  Dollars  and 
Thirty  Cents  ($19,860.30)  said  sum  being  the  total  price  for 
the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

AND  BE  IT  FURTHER  RESOLVED'  The  Controller  is  hereby  re- 
quested to  approve  the  allocati6n  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services  0 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.815-- 

RESOLVED    That  in  accordance  with  the  recommendation 
of  the  Onager  of  Utilities,  the  contract  for 

Municipal  Railway  Contract  No.  369-Re- 
cons true ting  Tracks  and  Pavement  on  Ocean 
Avenue 

a  public  work  to  be  performed,  on  the  basis  of  the  unit 
prices  submitted  and  regularly  on  file  for  the  estimated 
quantities  of  work  to  be  performed  as  set  forth  in  the  re- 
lated specifications,  for  the  Public  Utilities  Commission  of 
the  City  and  County  of  San  Francisco,  be  and  the  same  is 
hereby  awarded  to 

Eaton  and  Smith, 

they  being  the  lowest  regular  and  responsible  bidder  for 
the  work  aforesaid  at  $456,375.50,  said  sum  being  the  total 
price  for  the  lowest  bid  submitted  on  the  basis  hereinabove 
stated. 

And  all  other  bids  for  the  above-described  work  are 
hereby  rejected. 

Funds  for  this  work  are  available  in  Appropriation  No. 
165-992-OO. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.8l6~ 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller^ certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer,  in 
amount  $2, OOO.OO,  from  Appropriation  No.  168-996-ll-Reserve 
for  Sick  Leave,  to  credit  of  Appropriation  No".  168-996-IO, 
to  provide  funds  for  vacation  pay  of  interdepartmental  em- 
ployees. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in 
amount  $116.83,  from  Appropriation  No.  l68-200-00-Contractual 
Services,  to  credit  of  Appropriation  No.  168-813-OO-Automobile 
Insurance. 
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Municipal  Railway  Request  for  Intra  Fund  Transfer  of  Funds, 
in  amount  $156,01,  from  Appropriation  No.  97-52Q-08  and  in 
amount  $543.78,  from  Appropriation  No.  97-520-O9,  to  credit 
of  Appropriation  No.  97-520-09-4-Arranging  Overhead  and  In- 
stall Poles  for  Legal  Clearance  for  Sutter  Street  Lines. 

1949  Cherry  Valley  Dam  Bond  Fund  Request  for  Additional 
Allotment  in  amount  $13,000.00,  under  Appropriation  No.  192- 
558-OO,  Land  Acquisitions  in  amount  $10,000.00  and  under 
Appropriation  No.  192-559-OO-Rights  of  Way  and  Easement,  in 
amount  $3,000.00. 

Bureau  of  Light,  Heat  and  Power  Request  for  Intra  Fund 
Transfer  in  amount  $640.00,  from  Appropriation  No.  163-53O-02- 
Miscellaneous  Lighting  Construction,  to  credit  of  Appropria-, 
tion  No.  163-I2O-OO,  to  provide  for  compensation  of  one  B412 
Senior  Clerk  Stenographer,  pending  supplemental  appropriation 
now  in  process  pursuant  to  permanent  requisition. 

Airport  Request  for  Intra    Fund  Transfer  in  amount  $1,560.00, 
from  Appropriation  No.  164-200-OO-Contractual  Services,  to 
credit  of  Appropriation  No.  164-80I-OO,  to  provide  for 
Industrial  Accident  Commission  award  to  injured  employee. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.8l7— 

RESOLVED,  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

For  the  Laying  of  6- Inch  CI  Mains  in  Goettingen  Street, 
Wilde  to  Campbell  and  in  Lansing  Street,  west  of  First 
Street-SFWD  Specification  No.  582 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the    estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  Is  hereby  awarded  to 

The  San  Francisco  Water  Department 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  $6,691.20,  said  sum  being  the  total  price  for 
the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

AND  BE  IT  FURTHER  RESOLVED    The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services;  and  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 
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On  motion  of  Commissioner  Swans  on,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  11.8l8— 


RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for  the  following 
public  work  to  be  performed  for  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco,  to-wit: 


Hetch  Hetchy  Water  Supply  Contract  No, 
242-Installation  of  Additional  Revenue 
Metering  Equipment  and  Air  Break  Switches 
in  Substation  MJ"  Modesto 

be  and  the  same  is  hereby  awarded  to 

Fred  Johnson  Electric  Co, 
San  Francisco, Calif . 

they  being  the  lowest  regular  and  responsible  bidder  therefor 
at  the  lump  sum  price  of  $6,219.00. 

And  all  other  bids  for  said  work  are  hereby  rejected. 

Funds  for  the  work  are  available  in  Appropriation  No, 
168-500-34. 

On  motion  of  Commissioner  Camerson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  11.8lQ~ 

RESOLVED^  That  this  Commission  hereby  reoxuests  the 
Board  of  Supervisors  to  adopt  resolution  granting  permission 
to  Charles  D.  Miller,  Acting  General  Manager-Municipal 
Railway  and  Paul  J.  Fanning,  Director  of  Personnel  and  Safety, 
Public  Utilities  Commission,  to  attend  Annual  Meeting  of  the 
American    Transit  Association,  in  Cincinnati,  Ohio,  October 
1-4,  1951. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO*  11.820— 

RESOLVED,  That  pursuant  to  the  provisions  of  Ordinance 
No.  6562,  this  Commission  approves  the  terms  and  conditions 
and  hereby  authorizes  issuance  of  revocable  permit  for  vending 
machines  on  Municipal  Railway  property,  as  follows: 

To:    Belfast  Beverages,  Inc. 

Permit  to  install  and  operate  machines  for  vending  Pepsi 
Cola  and  Belfast  flavored  beverages  in  bottles  at  Kirkland, 
Geary,  Potrero,  24th  and  Utah,  Geneva  and  Washington-Mason 
Divisions, 

Rental :-Pepsi  Cola — difference  between  wholesale  and  retail 
price,  less  rental  and  mechanical  service  charge 
on  the  machines  at  rate  of  20  cents  per  case  for 
each  case  of  Pepsi  Cola  sold  through  the  machines; 
less  loss  incurred  through  receipt  of  slugs;  less 
Federal,  State  and  City  sales  tax;  less  loss  for 
bottles  not  returned  at  rate  of  ordinary  deposit. 

Belfast  Flavors :-d if f erence  between  wholesale  and  re- 
tail price  of  Belfast  beverages;  less  loss  in- 
curred through  receipt  of  slugs;  less  Federal, State 
and  City  sales  tax;  less  loss  for  bottles  not  re- 
turned at  rate  of  ordinary  deposit. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.821— 

RESOLVED'  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $10,000.00-Surplus  Fund 
Hetch  Hetchy  Project,  to  credit  of  Appropriation  No.  162-298-02, 
to  provide  for  proportionate  share  of  salary  and  expenses 
as  a  recipient  of  the  benefits  to  be  derived  from  the  activities 
of  the  Legislative  Representative  of  the  City  and  County  of 
San  Francisco  at  Washington,  D*  C.,  for  the  fiscal  year  of 
1951-1952. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


-•-RESOLUTION  NO.  11.822— 

RESOLVED'  That  this  Commission  approves  and  hereby  re- 
quests the  Pfejror  to  recommend  to  the  Board  of  Supervisors, 
Municipal  Railway  Supplemental  Budget  1951-1952,  for  Operation 
and  l^aintenance,  California  Street  Cable  Railroad  Properties 
for  the  Period-September  1,  1951  to  June  30,  1952,  as  follows: 


Expenditures 

Appro. No.  Description 
165 

110-  00    Permanent  Salaries 

111-  00   Allowance  for  Overtime 

112-  00    Allowance  for  Holidays 
130-01   Wages-Platform  Employees 
130-02   Wages-Miscellaneous  Employees 

200-00  Contractual  Services 

23I-OO  Light,  Heat  and  Power 

300-00  Materials  and  Supplies 

315-OO  Wire  Rope  Cables 

"321-00  Fuel  and  Lubricants 

oOl-OO  Accident  Compensation 

804-OI  Passenger  a  nd  Damage  Claims 

813-  OO  Automobile  Insurance 

814-  OO  Fire  Insurance 

815-  OO  Miscellaneous  Insurance 

860-00    Pension  and  Retirement  Allowances 
862-00   Social  Security 

Total  Operation  and  r^intenance 

Detail  of  Transfers  to  Other  Deots. 
231-00   Light,  Heat  and  Power 
860-OO    Pension  and  Retirement  Allowances 

Net  Budget 


No, 
Emp. 

23 


98 

144 


Amount 

I  79»358. 
2,%5» 

3.857. 
295,071. 

08,280. 
$468,881. 

9,630. 
34,68o. 
17*630. 
30,000. 

1,786* 

2,379° 
50,000, 

125, 

150, 

2,000. 

41.984- 
6.170- 


144  $665,475. 


34, 680. 
41.984. 

144  $588.811. 


Revenue  and  Receipts 
Passenger  Revenue 
Advertising  and  Other  Revenue 
Receipts    from  Other  Sources 


$538,569. 
5»329. 

121,577- 
"665.475. 


-  7581- 


On  motion  of  Commissioner  Baron;  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

•  —RESOLUTION  NO.  11,82V- 

RESOLVED,  That  this  Commission  hereby  approves  the 
proposed  resolution  of  the  Board  of  Supervisors  submitted 
to  this  Commission  which  would  authorize  consent  to  assign- 
ment from  United  Air  Lines,  Inc*,  to  Aeronautical  Radio,  Inc. 
of  that  certain  lease  entered  into  on  the  first  day  of 
September,  1946,  between  the  City  and  County  of  San  Francisco 
as  lessor  and  United  Air  Lines,  Inc.  as  lessee; 

AND  BE  IT  FURTHER  RESOLVED ^  That  this  Commission  re- 
quests the  Board  of  Supervisors* to  enact  said  proposed  reso- 
lution, authorizing  the  execution  of  a  written  consent  to 
said  assignment  by  the  Mayor  and  the  Clerk  of  the  Board  of 
Supervisors,  under  the  terms  and  conditions  set  forth  in  said 
proposed  resolution. 


THEREUPON  THE  MEETING  ADJOURNED , 
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M  T  N  fl  T  E  S 


PUBLIC  UTILITIES  COMMISSION 


806th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  AUGUST 

6,  1951. 


Present;     Commissioners  Philip  F.  Land  is,  Sam  Mc  Kee,  Victor 
S.  Swanson,  Edw%  B*  Baron  and  Donald  A.  Cameron, 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  805th  regular  meeting  of  the 
Commission  held  July  30,  1951  were  approved. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 824-- 

WHEREAS,  under  the  terms  of  Municipal  Railway  Contract 
No.  381-West  Portal  Feeders,  George  P.  Brayer,  contractor,  was 
required  to  complete  all  the  work  on  April  21,  1951 ;  and 

WHEREAS,  the  Contractor  has  experienced  unavoidable  delays 
due  to  inability  to  obtain  delivery  of  materials  from  vendor; 
and 

WHEREAS,  said  Contractor  has  been  diligent  in  his  attempts 
to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED'  That  the  contract  time  for 
performing  all  work  specified  under'Municipal  Railway  Contract 
No.  381 »  be  and  is  hereby  extended  for  a  period  of  ninety-three 
calendar  days  until  July  23,  1951,  and  that  liquidated  damages 
by  reason  of  such  extension  are  hereby  waived* 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.825— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifications 
and  hereby  approves  Certificate  of  Acceptance  and  Final  Payment 
in  amount  *14, 917,10,  in  favor  of  Geo.  F.  Brayer,  under 
Municipal  Railway  Contract  No.  381-West  Portal  Feeders. 

On  motion  of    Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 826— 

RESOLVED    That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications and  approves  Certificate  of  Acceptance  and  Final 
Payment,  in  amount  $3,680. 00,  in  favor  of  Arthur  W.  Baum,  under 
Municipal  Railway  Contract  No.  398-Roof  Reconstruction  at 
Downtown  Substation. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 827-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
$12, 104:37,  under  Municipal  Railway  Contract  No.  365-Trolley 
System  for  No.  47  (H)  Line,  contractor,  Severin  Electric  Co., 
covering  the  following: 

Change  special  work  at  17th  and  Potrero;  16th  and 
Potrero;  l6th  and  Bryant  and  install  new  poles, 
crossarms,  spans,  street  lights;  change  traffic 
signals;  remove  poles;  credit  allowances  for 
materials  turned  over  to  Municipal  Railway  Store- 
keeper, all  occasioned  by  re-routing  of  the  No.  47 
(H)  Line  at  Bryant  and  Alameda  Streets  and  at  Potrero 
and  16th  Streets,  said  re-routing  being  required  by 
action  of  the  Public  Utilities  Commission. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11. 828— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller^ certification  of  Modification  of  Contract  in  amount 
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$8, 500 '00  (Credit),  under  Airport  Contract  No.  ^-Con- 
struction of  Terminal  Building  at  the  San  Francisco  Airport, 
contractor.  Clinton  Construction  Co.,  covering  the  following: 

Change  plastic  window  coverings  in  the  Ticket 
Lobby,  as  described  under  ''specialities*9  in  the 
specifications,  to  aluminum  $  7,000.00 

Change  all  interior  hollow  metal  and  Kalamein 
doors,  except  toilet  stall  doors,  to  Bataan 
veneer  (Weldwood)  fire  doors 


On  motion  of    Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.829— 

WHEREAS    the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mr.  Jack  K.  Tanimoto-Mountain  View,  Calif. 

Permit  to  utilize  for  gardening  purposes,  a  portion  of  Bay 
Division  Pipe  Line  No.  3,  Parcel  203H;  said  portion   being  a 
20 *  strip  of  land  adjacent  to  and  southerly  of  Lot  8,  Block 
3,~Meadow  Glenn  Subdivision,  Unit  No.  1,  Mountain  View,  Santa 
Clara  County* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.8^0— 

RESOLVED'  That  A.  0.  Olson,  General  Manager  and  Chief 
Engineer,  Hetch  Hetchy  Water  Supply,  Power  and  Utilities  En- 
gineering Bureau,  be  and  he  is  hereby  appointed  as  Acting  Manage! 
of  Utilities  during  the  vacation  absence  of  James  H.  Turner, 
Manager  of  Utilities. 


1,  yo,00 

157500.00 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  11.8^1— 


RESOLVED,  That  on  recommendation  of  the  Onager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to  draw 
warrants    against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  and  litigated  settlements 
and  judgments,  as  follows: 

Claimant       CURRENT  YEAR  Date  of  Accident  Settlement 

Non-litigated  settlements 

Gene  J.  Merlino  July  19,  1951  $  344*51 

John  A.  Meany  July  12,  1951  1. 425. 00 


Appropriation 


No.  165-804-OI 


PRIOR  YEARS 


Libbie  Broetsky 


August  12,  1950 


500,00 


JUDGMENT 
Jennie  Treanor 


May  4,  1950 


513-50 


Rescinding  that  portion  of  Resolution  No.  11,757, 
pertaining  to  Clementine  Parker  for  the  amount  of 


-350.00 


Amending  that  portion  of  Resolution  No.  11,704, 
pertaining  to  Fred  A.  Richardson  to  read  $306. 
instead  of  $366.55 


20*00 


Amending  that  portion  of  Resolution  No.  11731, 
pertaining  to  Sarah  Shaw,  for  encumbrance  of 
interest  on  judgment  of  $l8,123#50 


444.89 


Amending  portions  of  Resolution  No.  H771, 
to  provide  for  encumbrance  of  interest,  as 
follows: 


Elizabeth  M.  Canyuch- judgment  of  $9,164.00 
Blanche  M,  Brown- judgment  of  $3,500.00 
Mary  B.  Van  Wyck- judgment  of  $3,500.00 


14-77 


Appropriation  No.  165-804-02 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.8^2— 

RESOLVED    That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $6,480.00,  in  favor  of  Ferrero¥s 
Motor  and  Electric  Works,  under  HHWS  Contract  No.  232-Con- 
struction  of  Cherry  Valley  22  KV  power  line. 

Contract  Payment  in  amount  $15,321.61,  in  favor  of  Great 
American  Indemnity  Co.,  assignee  for  P.  and  J,  Artukovich, 
Inc..  under  HHW'S  Contract  No.  230-Const ruction  of  San  Joaquin 
Pipe    Line  No.  2-Section  A-2. 

Contract  P  ayment  in  amount  $137,634.32,  in  favor  of  United 
Concrete  Pipe  Corporation,  under  HHWs  Contract  No*  230-Con- 
struction  of  San  Joaquin  Pipe  Line  No.  2-Section  A-l. 

Contract  Payment  in  amount  $8,253.59,  in  favor  of  Severin 
Electric  Co.,  under  Municipal  Railway  Contract  No.  365- Trolley 
System  for  No.  47  (H)  Line. 

Contract  Payment  in  amount  $2,439.00,  in  favor  of  Atabett 
Electric  Co.,  under  Municipal  Railway  Contract  No.  356-Trolley 
System  for  No.  14  Line. 

Contract  Payment  in  amount  $2,745.46,  in  favor  of  Enterprise 
Electric  Works,  under  Municipal  Railway  Contract  No.  389- 
Electrical  Installations  at  Mason-Washington  Carhouse. 

Contract  Payment  in  amount  $4,316.77,  in  favor  of  Leon  Carlen 
under  Municipal  Railway  Contract  No.  392-Alterations  to 
Geneva  Qffioes* 

Contract  Payment  in  amount  $2,527,74,  in  favor  of  Carrico  and 
Gautier,  under  Airport  Contract  No.  123-Construction  of  Field 
Lighting  Building, 

Contract  Payment  in  amount  $200.00,  in  favor  of  Marmion  D. 
Mills,  for  services  as  transportation  expert  and  co-ordinator 
for  Operations  of  Municipal  Railway,  month  of  July,  1951. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.8^-- 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Allotment  in  amount  $12,000.00. 
under  Appropriation  No.  165-804-03- Passenger  and  Damage  Claims, 
Prior  Years-Additional. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer,  from 
Appropriation  No.  192-550-Ol-Access  Roads  in  amount  $3,910.25 
and  from  Appropriation  No.  192- 550-02- Power  and  Telephone 
Lines  in  amount  $5^084.25,  to  credit  of  Appropriation  No. 
192-550-03,  to  provide  additional  funds  for  certification  of 
Contract  No.  239-Cherry  River  Project  City  Camp  at  Damsite. 

"Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $2,000.00,  under  Appropriation  No.  192-052-00,  and 
in  amount  $2,000.00,  under  Appropriation  No.  I92-053-OO, 
and  in  amount  $3,000.00,  under  Appropriation  No.  I92-O54-OO, 
to  provide  for  preliminary  expense,  legal  fees  and  expense 
and  administration  expense  required  for  sale  of  1949  Cherry 
Valley  Dam  Bonds, 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  33,800. 00,  under  Appropriation  No.  l68-200~0O-Con- 
tractual  Services,  to  provide  for  encumbrances    for  certain 
services  on  semi-annual  and  annual  basis  and  items  not  forseen 
at  budget  time. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 8M— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
$l60,00r  under  Municipal  Railway  Contract  No.  389-Electrical 
Installations  at  Mason-Washington  Carhouse,  contractor,  Enter- 
prise Electric  Works,  covering  the  following: 

The  16 T  section  of  the  enclosure  immediately  behind  the  is- 
sistor'grids  is  to  be  installed  approximately  2?6??  beyond 
the  location  indicated  on  Drawing  No.  CI  4324;  to  relocate 
the  fence  and  install  one  additional  post  at  the  south-east 
corner  of  the  enclosure,  relocate  the  post  at  the  west  end  of 
the  15'  section  and  install  approximately  5  extra  feet  of 
fence; "the  short  section  of  fence  immediately  below  the  cable 
cover  and  between  the  two  posts  at  the  south-east  corner  of 
the  enclosure  is  to  be  removable. 
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On  motion  of  Commissioner  Me  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


--.RESOLUTION  NO.  11.8^-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $2,764,00,  from  Appropriation 
2100-Estirmted  Receipts  from  Taxes,  to  credit  of  Appropriation 
No,  164-90O-IO,  Services  of  the  Fire  Department-San  Francisco 
Airport,  to  provide  for  holiday  overtime  pay  for  officers  and 
men-12  holidays  of  fiscal  year  1951-1952. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11,8^6— 


RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution,  granting  permission 
to  Paul  J*  Fanning,  Director  of  the  Bureau  of  Personnel  and 
Safety,  Public  Utilities  Commission,  to  attend  the  National 
Safety  Congress,  under  the  auspices  of  the  National  Safety 
Council,  to  be  held  in  Chicago,  Illinois,  for  the  week  com- 
mencing October  8,  I95I, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 8^7— 

RESOLVED    That  this  Commission  hereby  requests  the 
Controller's  certification  of  the  following: 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $1,314,900,00 
from  various  sub-appropriations  in  the  1945  and  1949  San 
Francisco  Airport  Bond  Funds,  to  the  credit  of  the  following 
appropriations:— to  conform  with  requirements  of  the  Federal 
Government  Civil  Aeronautics  Administration  in  connection  with 
Federal  Airport  Aid  Projects,  9-O4-034-IO4  and  9-04-034-IO5: 
Appro..  No. 

196-904-56-Plans  and  Specifications  (1945  Fund)  $  11,000. 
196-904-57-Field  Engineering  "  45,000. 

196-954-01-contract  No.  132  "  950,000* 

196-954-02-Contract  No.  133                       "  50,500. 

196-954-03-Contract  No.  135                       »  25,400. 

.196-903- 56- Plans  and  Specifications  (1949  Fund)  33,000, 

196-903-57-Field  Engineering                    "  200,000. 

Airport  Request  for  Additional  Allotment  in  amount  $200,00,  undei 
Appro.  No.  96-915-OO,  to  set  up  funds  required  for  the  purchase 
of  parts  for  use  with  Westinghouse  200  Watt  Insulating  Trans- 
former, 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  11.8^8— 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  con  tract  for 

Hetch  Hetchy  Water  Supply  Contract  No.  239-Cherry 
River  Project  City  Camp  at  Damsite 

a    public  work  to  be  performed  on  the  basis  of  the  unit 
prices  submitted  and  regularly  on  file  for  the  estimated 
quantities  of  work  to  be  performed  as  set  forth  in  the  re- 
lated specifications,  for  the  Public  Utilities  Commission  of 
the  City  and  County  of  San  Francisco,  be  and  the  same  is  here- 
by awarded,  subject  to  Controller's  certification  of  funds, 
to 

KleinSmid  Construction  Company-Bakersf ield 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  $79,994.50,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above-described  work  are  here- 
by rejected. 

Funds  for  this  work  will  be  available  in  Appropriation 
No.  192-550-03. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO ,  11.8^— 

RESOLVED'  That  this  Commission  hereby  approves  and 
recommends  to' the  Board  of  Supervisors  that  the  Board  of  Super- 
visors will  enact  a  resolution,  submitted  to  the  Public 
Utilities  Commission,  accepting  the  grant  of  pipe  line  easement 
from  The  Stoneson  Development  Corporation  to  the  City  and  County 
of  San  Francisco,  as  per  the  written  offers  on  file  in  the 
office  of  the  Director  of  Property  of  the  City  and  County  of 
San  Francisco,  in  and  to  the  real  property  described  in  the 
proposed  resolution  of  the  Board  of  Supervisors  submitted  to 
uhis  Commission. 
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NOTICE  OF  PUBLIC  HEARING? 


The  Commission  set  Monday,  August  20#  1951*  commencing 
at  5:00  FM,  in  Room  282  City  Hall,  San  Francisco  as 
the  time  and  place  for  conducting  a  public  hearing  in 
the  matter  of  transportation  service  to  Fort  Miley 
Hospital. 


THEREUPON  THE  MEETING  ADJOURNED . 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


807th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  AUGUST 
13,  1951. 

******* *****  ********************************* ********************** 


Present:    Commissioners  Philip  F.  Landis,  Sam  Mc  Kee,  Victor 
S.  Swans on,  Edw,  B.  Baron  and  Donald  A,  Cameron* 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  806th  regular  meeting  of  the  Com- 
mission held  August  6,  1951  were  approved. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11.8dO— 

WHEREAS,  the  primary  purpose  of  the  San  Francisco  W&ter 
Dep  artment  in  bidding  water  main  extension  jobs  is  first,  to 
insure  obtaining  a  fair  and  reasonable  price  for  the  work  and 
second,  to  provide  employment  for  a  normal  yard  crew  to  be 
available  for  emergencies;  and 

WHEREAS'  the  San   Francisco  Water  Department  at  the  present 
3ime  has  ample  work  to  keep  its  pipe  crews  busy  and  has 
effected  its  purpose  in  securing  a  reasonable  bid  by  outside 
contractors,  under  San  Francisco  W&ter  Department  Contract  No. 

,87: 

THEREFORE,  BE  IT  RESOLVED'  That  the  public  interest  would 
«e  best  served  by  accepting  other  than  the  bid  submitted  by  said 
an  Francisco  Water  Department  in  that  the  work  of  said  con- 
ract  could  be  finished  more  rapidly,  and  in  accordance  with  the 
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recommendations  of  the  Manager  of  Utilities  for  the  extension 
of  uater  mains  and  services,  the  contract  for  the  following 
work  to  be  performed  for  the  Public  Utilities  Commission  of 
the  City  and  County  of  San  Francisco  in  pursuance  of  the 
provisions  of  the  Charter  of  said  City  and  County,  to-wit: 

The  Laying  of  12- Inch  Cast  Iron  Main 
in  Mason  North  and  South  of  Broadway- 
San  Francisco  Water  Department  Speci- 
fication No.  587 

be  and  the  same  is  hereby  awarded  to  E.  J •  Treacy  for  said 
work  at  Three  Thousand  Five  Hundred  and  Eighty  Three  Dollars 
and  Ninety  Cents  ($3,583.90),  said  sum  being  the  total  price 
for  the  bid  submitted  on  the  basis  hereinabove  stated* 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

AND  BE  IT  FURTHER  RESOLVED'  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll,8ztl~ 

RESOLVED '  That  in  accordance  with  the  recommendations  of 
the  mnager  of  Utilities  for  the  extension  of  watermains  and 
services,  the  contract  for 

The  Laying  of  8- Inch  Cast  Iron  Main  in 
msonic  Avenue,  north  of  O'Farrell  Street, 
San  Francisco  Water  Department  Specifica- 
tion No.  585 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

E.  J.  Treacy 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
aforesaid  at  Three  Thousand  One  Hundred  and  Twenty  Two  Dollars 
and  Forty  Cents  ( ^3*122.40)  said  sum  being  the  total  price  for 
the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 
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AND  BE  IT  FURTHER  RESOLVED'  The  Controller  is  hereby  re- 
quested to  approve  the  allocati&n  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services. 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected . 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 842-- 

RESOLVED'  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities,  the  contract  for 

Construction  of  College  Hill  Chlorinating 
Station,  San  Francisco  Water  Department 
Specification  No.  583 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

R.  Madsen 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Five  Thousand  Six  Hundred  Dollars  ($5#600.) 
said  sum  being  the  total  price  for  the  lowest  regular  bid 
submitted  on  the  basis  of  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected A 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.&ft-- 

WHEREAS,  SFWD  Contract  No.  556  for  the  laying  of  36"  Steel 
Main  in  Division,  Tenth  and  Bryant  Streets,  contractor,  Arthur 
Wallgren,  should,  in  accordance  with  the  time  limit  set  forth 
in  said  contract  be  completed  on  or  before  April  14,  1951 ;  and 

WHEREAS*  contractor  has  experienced  unavoidable  delay  due 
to  his  inability  to  secure  the  steel  pipe;  and 

WHEREAS t  said  Arthur  Wallgren  prosecuted  the  work  of  con- 
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tract  diligently: 


THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  hereby 
grants  an  extension  of  ninety  (90)  days  for  the  completion 
of  SFWD  Contract  No.  556  and  liquidated  damages  for  the  re- 
sulting days  of  delay  are  hereby  waived. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll,&pA- 

RESOLVED '  That  this  Commission  hereby  requests  the  FHyor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  i?l82#5°»  from  Appropriation  No. 
68-990-OO,  to  credit  of  Appropriation  No,  168-500-OO,  to  pro- 
vide for  payment  to  City  of  Oakdale,  of  cost  of  curb  and 
gutter  to  be  constructed  in  front  of  Hetch  Hetchy  property  in 
said  Cltv  of  Oakdale. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 844— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution,  authorizing  the 
refunding  of  the  City's  pro  rata  share  of  the  assessment 
by  the  Irvington  Sanitary  District  to  Teresa  Gallegos  et  al, 
in  the  sum  of  $173*. 62,  on  the  80  foot  strip  extending  in  a 
general  southerly  direction  from  County  Road  No.  398,  in 
Alameda  County,  said  strip  having  been  acquired  for  Bay 
Division  Pipe  Line  No.  J;  said  Teresa  Gallegos  et  al,  grantors 
having  paid  the  entire  assessment  upon  under  standing  that 
City's  share  would  be  refunded. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.84S-- 

RESOLVED'  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for  the  following  public 
work  to  be  performed  for  the  Public  Utilities  Commission  of  the 
City  and  County  of  San   Francisco,  to-wit: 

Constructing    Camp  House  at  O'Shaughnessy-Daaa-HHWS  Contr.234 

be  and  the  same  is  hereby  awarded  to  Chas.  I,  Cunningham  Co., 
they  being  the  lowest  and  only  regular  and  responsible  bidder 
therefor,  at  the  lump  sum  price  of  £28,889.00;  funds  for  this 
work  are  available  in  Appropriation  No.  068-599-OO-II. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


--RESOLUTION  NO,  11.846— 

RESOLVED'  That  on  recommendation  of  the  I^nager  of  Utili- 
ties, the  Gen&ral  Manager  of  the  Municipal  Railway,  the  General 
V  aims  Agent  thereof,  and  the  City  Attorney,  this  Commission 
:pprovea  and  hereby  requests  the  Controller  to  draw  warrants 
against  such  funds  as  are  or  will  be  legally  available  in  pay- 
ment of  non-litigated  and  litigated  settlements  and  payment 
of  interest  on  judgments,  as  follows: 


Claimant         CURRENT  YEAR 
Non-litigated  settlements 
Stanley  W.  Jouanne 
Herschel  W.  Holloway 
Walter  Joseph  Ryan 


Date  of  Accident 

July  12,  1951 
July  24,  1951 
July  17,  1951 


Settlement 


Appropriation  No,  I65-804-OI 
PRIOR  YEARS 

Amending  that  portion  of  Resolution  No.  11,831, 
claimant-Libbie  Boretsky,  correcting  settlement 
to  read  $300,00  instead  of  $500,00 
Amending  that  portion  of  Resolution  No.  11,731, 
claimant-Loxley  G.  Shropshire- interest  on  judgment 
Amending  that  portion  of  Resolution  No,  11,731, 
claimant-Ruth  Mc  Bride-interest  on  judgment 
Amending  that  portion  of  Resolution  No.  11,794, 
claimant-Elia  Goussen- interest  on  judgment 
Amending  portion  of  Resolution  No.  11*771, 
claimant-Beatrice  Cal-interest  on  judgment 

Appropriation  No.  165-804-02 
Non-litigated  settlements 


$  -200.00 

53-48 
39.25 
87.97 
 51*78 


Margaret  L.  Clack 
Anna  Basuino 
Alice  A.  Jickling 
Maude  A.  Naeher 
Cecelia  Kelly 
Melissa  S#  Morse 
Henry  Ross 

Litigated  settlements 
Helen  M.  Dunne 
Janette  Mc  Devitt 
Rose  Mc  Devitt 
Olga  A.  Andreeff 

Judgment: 
Vivi enne  ^ulrk 


April  17,  1951 
February  14,  1951 
April  23,  1951 
October  24,  1950 
March  31,  1951 

my  9,  1951 

October  2b,  1950 

December  17,  1948 
November  3,  1949 

February  11,  1951 

December  19,  1946 


206.51 

111.45 
125.Q0 


1  ^.86 


Appropriation  No.  165-804-03 


800.00 
850.OO 
450.OO 
500.00 
500.00 
400,00 
365-15 

6,250.00 

375-oo 
375-oo 
270.00 

500.00 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  11,847— 

RESOLVED    That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $5,040.00,  in  favor  of  Diamond 
Drillers,  Inc.,  under  HHWS  Contract  No.  229-Cherry  River 
Project-Exploratory  Core  Drilling. 

Contract  Payment  in  amount  $1,342.53.  in  favor  of  J.  N. 
Pitcher  Co.,  under  HHWS  Contract  No.  228-Cherry  River  Project- 
Exploratory  Soil  Test  Hole  Drilling  and  Test  Trench  Excavation. 

Contract  Payment  in  amount  §4,050.00,  in  favor  of  T*  E. 
Connolly,  Inc.,  under  HHWS  Contract  No.  238-Construction  of 
Access  Road,  Early  Intake  to  Cherry  Valley  Damsite-Section  C-2. 

Contract  Payment  in  amount  $21,284.68,  in  favor  of  East 
Bakersfield  Branch  of  America,  as  assignee  for  KleinSmid  Con- 
struction Co.,  under  HHWS  Contract  No*  238-Construction  of 
Access  Road,  Early  Intake  to  Cherry  Valley  Damsite-Section  DE, 

Contract  Payment  in  amount  32,757.51,  in  favor  of  Wenrick  and 
Associates,  under  SPWD  Contract  No.  554- Construct ion  of  San 
Andres  Outlet  No.  1  Chlorinating  Plant. 

Contract  Payment  in  amount  $93,833.38,  in  favor  of  Granite 
Construction  Co.,  under  SPWD  Contract  No.  536-Construction  of 
Concrete  Lining,  Roof  and  Control  Works-Sutro  Reservoir. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.    11. 848— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract,  in  amount 
$347.31;  under  Municipal  Railway  Contract  No.  365- Trolley 
System  for  No.  47  (H)  Line,  contractor,  Severin  Electric  Co., 
covering  the  following: 

Install  special  eyebolt  ?W  and  change  tension  and  span 

configuration  as  shown  on  Drawing  BL2930-Rev.  No.  2       $  180.97 

Furnish  two  6  pin  double  cross  arms  with  12  angle  cross 

arm  pins  with  insulators  and  12  standard  cross  arm  pins 

and  insulators  as  shown  on  Drawing  BL2987-Rev.  No.  1 

and  CL-4278-Rev.  No.  6.  166.34 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously; 

--RESOLUTION  NO.  11.8AQ— 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller^ certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment,  as  follows: 
Appropriation  No.  97-5IO-05,  in  amount  $9,316.24,  Contract 
No.  400-Sidewalks,  Kirkland  Bus  Yard. 

Appropriation  No.  97-52O-II,  in  amount  $3,000.00,  Contract 
No.  365- Trolley  System  for  No.  47  (H)  Line. 
Appropriation  No.  97-520-2O,  in  amount  $500.00,  Investments 
in  Joint  Pole  Association. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
£400.00,  from  Appropriation  No.  97-510-14-West  Portal  Sub- 
station, to  credit  of  Appropriation  No.  97-510-24,  additional 
funds  required  for  Contract  No.  395-Air  Conditioning  Offices 
at  24th  and  Utah  Garage. 

Municipal  Railway  Request  for  Additional  Allotment,  in  amount 
123,010.04,  Appropriation  No.  165-130-Ol-Wages-Platf orm  Em- 
ployees. 

Water  Department  Request  for  Intra  Fund  Transfer,    in  amount 
$5,000.00,  from  Appropriation  No.  66-925-OO-Reconstruction  and 
Replacement  Fund,  to  credit  of  Appropriation  No.  66-948-08,  to 
provide  for  surfacing  of  Corporation  Yard  at  639  Bryant  Street. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$24.28,  from  Appropriation  No,  66-925- 00- Re c ons t r uc t i on  and  Re- 
placement Fund,  to  credit  of  Appropriation  No.  66-949-OO,  for 
Department  of  Public  Works  Invoice-20??  Steel  min,  south  side 
of  Geary  Street. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer,  in 
amount  $15,000.00,  from  Appropriation  No.  68-925-OO-Recon- 
struction  and  Replacement  Fund,  to  credit  of  Appropriation  No. 
168-599-OO-H,  to  provide  additional  funds  for  Contract  No.  234- 
Camp  Building  at  O'Shaughnessy  Dam. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
330,000.00,  from  Appropriation  No.  192-056-OO-Plans  and  Specifi- 
nations,  to  credit  of  Appropriation  No.  192-057-OO,  for  Field 
Engineering,  Inspection  and  Supervisoon-Cherry  Valley  Project. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
•1>3»  150.00,  from  Appropriation  No.  68-925-OO-Reconstruction  and 
Replacement  Fund,  to  provide  for  repairs  to  6  damaged  trans- 
formers. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.850— 

RESOLVED'  That  in  accordance  with  the    recommendation  of 
the  Manager  ot  Utilities,  the  contract  for  the  following 
public  work  to  be  performed  for  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco,  to-wit: 

Air  Conditioning  Offices  at  24th  Street 
Garage-Municipal  Railway  Contract  No.  395 

be  and  the  same  is  hereby  awarded,  subject  to  Controller^ 
certification  of  funds,  to 

Beaumont  Furnace  and  Sheet  Metal  Corporation, 
San  Francisco,  California 

they  being  the  lowest  regular  and  responsible  bidder  therefor 
at  the  lump  sum  price  of  $4,203-95* 

And  all  other  bids  for  the  above-described  work  are  hereby 
rejected. 

Funds  for  this  work  will  be  available  in  Appropriation 
No.  97-510-24  of  the  1947  Municipal  Railway  Rehabilitation  Bond 
Fund. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.851— 

RESOLVED,  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $16.65,  expenses  of  Robert  Rockwell, 
Assistant  Director-Bureau  of  Public  Service,  month  of  July, 
1951 •  covering  conferences  with  Junior  Chamber  of  Commerce, 
Advertising  Club,  Newspaper  Service  and  Radio  Station  Officials. 

Expense  Voucher  in  amount  $22.95,  expenses  of  Myles  Smith, 
Assistant  Director-Bureau  of  Public  Service,  month  of  July, 
195*  ■  covering  conferences  with  Junior  Chamber  of  Commerce, 
aviation  Writers,  Airline  Meeting,  Officials  of  Radio  Stations, 
News  Agencies. 
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On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.852— 

RESOLVED   That  this  Commission  approves  inclusion  in 
the  1951-1952* Public  Utilities  Commission  Budget  Estimates, 
schedule  of  compensation  to  be  paid  certain  employees  of  the 
City  and  County  of  San  Francisco,  reflecting  costs  of 
living  adjustment,  under  provisions  of  Ordinance  No.  6843* 
adopted  under  Section  151*5  of  tlle  Charter*-  effective, 
August  1,  1951. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  II.85V- 

RESOLVED'  That  this  Commission  hereby  requests  the 
Controller's  certification  of  Municipal  Railway  Request  for 
Additional  "Allotment,  in  amount  $^$000.00,  under  Appro- 
priation No.  165-804-03,  Passenger  and  Damage  Claims-Prior 
Years-Add  i  ti  onal . 

REMARKS 

The  Commission  devoted  considerable  time  and  thought 
to  the  matter  of  that  portion  of  Resolution  No.  11,849, 
Municipal  Railway  Request  for  Additional  Allotment, 
in  amount  §25,010.04,  under  Appropriation  No.  165-150- 
Ol-Wages,  Platform  Employees,  and  in  its  adoption  of 
same,  took  such  remedial  measures   as  are  available  to 
the  Commission. 


THEREUPON  THE  MEETING  ADJOURNED. 
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PUBLIC  UTILITIES  COMMISSION 
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8o8th  REGULAR  MEETIN  G  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  AUGUST  20, 

1951. 

*************************************** 


Present:  Commissioners  Philip  P.  Landis,  Sam  Mc  Kee  and 
Edw.  B.  Baron. 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  807th  regular  meeting  of  the  Com- 
mission held  August  13,  1951  were  approved. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11. 854— 

RESOLVED f  That  this  Commission  hereby  approves  and 
recommends  to'the  Board  of  Supervisors  that  the  Board  of 
Supervisors  enact  a  resolution  in  acceptance  of  the  grant  of 
pipeline  easements  and  rights  of  way  from  One  Twenty  Graystone 
Terrace,  a  Corporation,  One  Thirty  Graystone  Terrace,  a  Cor- 
poration, One  Forty  Graystone  Terrace,  a  Corporation,  One 
Fifty  Grystone  Terrace,  a  Corporation,  One  Sixty  Graystone 
Terrace,  a  Corporation  and  One  Seventy  Graystone  Terrace,  a 
Corporation,  to  the  City  and  County  of  San  Francisco,  for  in- 
stallation, maintenance,  operation,  patrol,  repair  and  re- 
placement of  a  subsurface  water  main  or  mains,  with  necessary 
accessories,  for  the  purpose  of  supply  water  service  to 
resepctive  properties  of  said  grantors  under  the  terms  and 
conditions  prescribed  in  said  Grant  of  Easements  from  said 
Corporations,  the  same  £eing  exclusive  easements  and  rights  of 
way  in  and  under  the  lands  of  said  grantors  described  in  said 
Grant  of  Easements, 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.855-- 

RESOLVED '  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amftunt  $405.20,  covering  expenses  of  Harry  E. 
Lloyd,  Civil  Engineer  of  the  Hetch  Hetchy  Project,  on  trip  to 
Washington,    D.  C„  appearing  before  the  Senate  Committee  on 
War  Department,  Civil  Functions  Flood  Control,  Cherry  River 
Project,  July  17-24,  1951. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.856— 

RESOLVED f  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  ^200,20, 
being  the  additional  difference  between  certified  estimated  con- 
tract and  final  performance;  approves  Certificate  of  Acceptance 
and  Final  Payment  in  amount  $3,256.20,  in  favor  of  E.  Treacy, 
under  SFWD  Contract  No.  ^J^haying  8??  CI  Mains  in  Bayshore 
Boulevard,  between  Industrial  and  Augusta  Streets. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 857— 

RESOLVED'  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Onager  of  Utilities  for  the  month  of  July,  1951;  and 

BE  IT  FURTHER  RESOLVED'  That  report  of  said  appointments 
nd  removals  be  transmitted* to  the  Civil  Service  Commission  and 
0  the  Controller^ 

<n  motion  of  Commissioner   Baron,  seconded  by  Commissioner 
lo  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 858— 

RESOLVED,  That  this  Commission  approves  payment  of  interest 
:i  amount  C78.26,  on  judgment  of  v7, 55^.00,  in  the  action  of 
>seph  and  Rachel  Fleishman  v.  Municipal  Railway  and  hereby  re- 
vests the  Controller's  certification  of  Municipal  Railway  Re- 
vest for  Intra  Fund  Transfer,  in  said  amount  of  ,78.26,  from 
jpropriation  No.  065-804-99,  to  credit  of  Appropriation  No. 
) 5-804-03,  to  provide  for  payment  of  said  interest. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously;- 


--RESOLUTION  NO.  11.85Q-- 

RESOLVED'  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  non-litIgated9  litigated  settlements  and 
judgment,  as  follows: 


Claimant     PRIOR  YEARS 


Date  of  Accident 


Settlement 


Non-litigated  settlements 
Sally  Mills 

Roger  and  Rita  Giovannoni 

John  E.  Pur year 

Ella  Cummings 

Helene  Sauers 

Bert  L.  M^rr  and  Argonaut 

Ins.  Exchange 
Albert  F,  Castro 
Robert  Franco 
Jose  Cuevas 

Litigated  settlements 

Lillian  Greenbaum 
Dorothy  F.  Davies 
Fannie  Oliva 
Gaetano  Oliva 

Judgment: 


September  28,  1950 
May  23,  1951 
June  9,  1951 
April  19,  1951 
.December  4#  195° 

April  26,  1951 
February  4,  1951 

?! 


September  15,  1949 

my  19,  1949 

June  10,  1949 
June  27,  1949 


&  1,728*00 
268.29 
103,42 
1,350.00 
2,750.00 

963.86 
1,250.00 
813.OO 
250.OO 


2,250.00 
1,000.00 
10,000,00 

8,000.00 


Dorothy  K.  Baletta 


February  12,  1950 


APPROPRIATION  NO.  165-804-03 


1,500,00 
plus  interest 

t  ^2.226.57 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.860-- 

WHEREAS ,  under  the  terms  of  Hetch  Hetchy  Contract  No. 
245,  Installations  of  Radio  Stations  in  Five  Cabins  on  Snow 
Course,  Hetch  Hetchy  Water  Supply,  Power  and  Utilities  En- 
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gineering  Bureau,  contractor,  was  required  to  complete  all 
the  work  on  August  16,  1951 ;  and 

WHEREAS,  the  Contractor  has  experienced  unavoidable  de- 
lays due  to  delay  on  the  part  of  the  vendor  in  making 
necessarv  adjustments  required  by  regulations  of  the  Federal 
Communications  Commission;  and 

WHEREAS   said  contractor  has  been  diligent  in  his  attempts 
to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  contract  time  for 
performing  all  work  specified  under  Hetch  Hetchy  Water  Supply 
Contract  No.  245*  be  and  is  hereby  extended  for  a  period  of 
(45)     calendar  days  until  September  5°»  1951 1  and  that 
liquidated  damages  by  reason  of  such  extension  are  hereby 
waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.861-- 

RE SOLVED,  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  specifi- 
cations; approves  Modification  of  Contract  in  amount  $161.40, 
being  the  additional  difference  between  certified  estimated 
contract  and  factual  performance;  approves  Certificate  of 
Acceptance  and  Final  Payment  in  amount  $9,917.33,  in  favor  of 
Arthur  Wallgren,  under  SFWD  Contract  No.  556-Laying  36"  Steel 
Main  in  Division,  Tenth  and  Bryant  Streets. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.862— 

RESOLVED'  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations; 

Contract  Payment  in  amount  $227,213.77,  in  favor  of  Security 
First  National  Bank  of  Los  Angeles,  as  assignee  for  United 
Concrete  Pipe  Corporation,  under  SFWD  Contract  No.  524-Con- 
s true t Ion  of  the  Bay  Division  Pipe  Line  No,  3-Section  AC. 

Contract  Payment  in  amount  $2,044.03,  in  favor  of  Fred  T.  Fairey. 
under  SFWD  Contract  No.  577-Laying  of  6f?  and  8??  Transite  Mains 
m  Olmstead,  Bowdoin  and  Colby  Streets. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.86V- 

RESOLVED*  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$25,000.00,  under  Appropriation  No.  165-804-OO-Passenger  and 
Damage  Claims-Prior  Years-Additional. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
5250*00,  under  Appropriation  No.  97-510-05-57,  Field  En- 
gineering-Kirkland  Bus  Yard-Sidewalks,  and  in  amount  $35,000. 
under  Appropriation  Noe  97-520-08,  Construction  of  Trolley 
Coach  Operation  on  Mission  Street,  Ocean  Avenue,  from  Phelan 
to  Mission  Street. 

Water  Department  Request  for  Additional  Allotment  in  amount 
&13, 125«00,  under  Appropriation  No.  166-200-00,  alloting 
balance  of  funds  necessary  in  appropriation  for  harvesting 
walnut  crop. 

Bureau  of  Light,  Heat  and  Power  Request  for  Allotment,  in 
amount  #35,000.00,  under  Appropriation  No.  163-530-28,  to 
provide  for  street  lighting  construction  on  Monterey  Boulevard, 
Rldgewood  to  San  Anselmo. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment,  in 
amount  $2*000.00,  under  Appropriation  N  o&  168-641-00,  to 
provide  for  unusual  seasonal  expense  due  to  stocking  and  fur- 
nishing snow  cabins  for  winter  use  of  crews  making  surveys. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $8,000.00,  under  Appropriation  No.  168-300-OO-Materials 
and  Supplies-normal  and  seasonal  maintenance  and  operation 
through  first  quarter. 

Airport  Request  for  Additional  Allotment  in  amount  $&>000.00, 
under  Appropriation  No.  96-900-56-salaries,  wages,  indirect 
labor,  materials,  fixed  charges  in  connection  with  plans  and 
specifications  for  period  July  1-September  30,  1951. 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $7,000.00, 
transferring  funds  required  in  connection  with  Federal  Airport 
Aid  Projects  No.  9-04-034-IO4  and  105,  for  Engineering  Work  on 
Plans  and  Specifications  and  Field  Engineering  and  Inspection, 
through  first  quarter,  1951. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.8&L— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
^,OOO#0O,  under  SFWD  Contract  No.  ^-Construction  of  Bay 
iivision  Pipe  Line  No.  3-Sectlon  A&C-contractor,  United 
Concrete  Pipe  Corporation,  covering  the  following: 

Install  2"  grout  pipes,  l8??  to  36"  long,  in  not  more  than 
12  locations,  selected  by  the  Engineer,  in  the  Stanford 
Tunnel  and  grout  under  pressure  of  5°-75  pounds  per  square 
inch.    Work  to  include  all  necessary  labor,  materials  and 
equipment  required  to  drill  holes,  install  grout  pipes  and 
grout  connections,  grout  the  holes,  patch  holes  cut  in  the 
steel  pipe  and  repair  cement  lining  in  steel  pipe. 

On  motion  of  Commissioner  He  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.86f>~ 

RESOLVED'  That  this  Commission  hereby  requests  the  I^yor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $6, 100.00- Water  Department 
funds,  to  provide  additional  funds  for  payment  of  emergency 
overtime  for  permanent  salary  employees  of  the  San  Francisco 
Water  Department. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.866— 

RESOLVED'  That  this  Commission  hereby  approves  of  the 
adoption  of  a'program  of  advertising  and  approves  of  form  and 
content  in  the  San  Francisco  Argonaut,  with  reference  to  the 
Municipal  Railway,  in  the  total  maximum  sum  of  One  Thousand 
One  Hundred  a r\6  Twenty  Dollars  ($1,120.00),  the  payment  of 
which  is  to  be  provided  for  by  members,  or  member,  of  this 
Commission,  individually  and  considers  this  an  action  on  be- 
half of  the  Municipal  Railway  of  the  City  and  County  of  San 
Francisco, 
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Remarks: 


In  the  matter  of  settlement  of  the  claims  of  Fannie 
Ollva  in  amount  $10,000.00  and  of  Gaetano  Oliva  in  amount 
§8,000,00,  Resolution  No.  11,859,  the  Commission  approved 
same  after  a  detailed  study  of  the  facts  of  the  cases,  in- 
cluding the  medical  reports. 

Public  Hearing: 

Transportation  Service  to  the  Fort 
Miley  Veterans  Hospital. 

The  Commission  after  public  hearing,  authorized  an  ex- 
tension of  the  No.  2  Clement  Street  Line,  to  serve  the  Fort 
Miley  Veterans  Hospital;  this  is  to  be  accomplished  by  having 
certain  vehicles  of  the  line  terminate  at  the  Hospital  and 
others  to  terminate  at  48th  Avenue. 


Mr.  Chas.  Woods  of  the  A.  F.  of  Le  Carmens  Union  appeared 
before  the  Commission  protesting  late  delivery  of  paychecks 
to  platform  personnel;  President  Philip  F.  Landis  advised 
that  the  lateness,  affecting  the  Ocean  Division,  at  the  last 
payroll  period  was  due  to  circumstances  beyond  the  control 
of  the  Commission;  the  matter  was  referred  to  Mr.  Chas.  D. 
Miller,  Acting  Manager  of  the  Railway,  who  was  present  at  the 
meeting.* 


Press  Release: 

The  Commission  for  the  past  several  days  has 
devoted  itself  to  an  intensive  study  of  means  by  which  it 
can  avoid  a  curtailment  of  Railway  service,  pursuant  to  wishes 
expressed  by  Mayor  Elmer  E.  Robinson;  the  Commission  is  happy 
to  report,  not  only  that  scheduled  service  curtailment  will 
not  be  necessary,  but  that  its  plans  for  betterments  and  ex- 
tensions will  be  carried  out.    This  program  has  been  made 
possible  following  a  series  of  conferences  with  the  Controller, 
Police  Commission,  Civil  Service  Commission  and  with  repre- 
sentatives of  the  carmen's  union. 


Inspections: 

The  Commission  is  arranging  an  inspection  of 
the  Cherry  Valley  Project  and  of  the  San  Francisco  Airport. 


THEREUPON  THE  MEETING  ADJOURNED • 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION. 


809th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  ~  AUGUST 
27,  1951. 


Present:    Commissioners  Philip  P.  Landis,  Sam  Mc  Kee,  Victor 
S.  Swans on,  Edw.  B#  Baron  and  Donald  A.  Cameron. 

President  Philip  F,  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  808th  regular  meeting  of  the 
Commission  held  August  20,  1951  were  approved* 

On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.867-- 

WHEREAS,  under  the  terms  of  Municipal  Railway  Contract 
No.  403- One-Way  Trolley  System  on  Otis  Street,  Severin 
Electric  Company,  Contractor,  was  required  to  complete  all 
the  work  on  June  19,  1951 ;  and 

WHEREAS    the  Contractor  has  experienced  unavoidable 
delays  due  to  inability  to  secure  permission  to  install  eye- 
bolt  in  Pacific  Telephone  and  Telegraph  Company ?s  Building  at 
Otis  and  Mc  Coppin  Streets;  and 

WHEREAS,  said  Contractor  has  been  diligent  in  his 
attempts  to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED^  That  the  contract  time 
for  performing  all  work  specified  under  Municipal  Railway  Con- 
tract No.  403,  be  and  is  hereby  extended  for  a  period  of  fifty 
two  calendar  days  until  August  10,  I95U  and  that  liquidated 
damages  by  reason  of  such  extension  are  hereby  waived. 
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On  motion  of  Commissioner  Mc  Kee*  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

^-RESOLUTION  NO.  11.868— 

RESOLVED f  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  specifi- 
cations and  approves  Certificate  of  Acceptance  and  Pinal 
Payment  in  amount  $2,166.90,  in  faVor  of  Severin  Electric 
Co.,  under  Municipal  Railway  Contract  No.  403-One-Way  Trolley 
System  on  Otis  Street* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.860— 

RESOLVED^  That  this  Commission  approves  Traveling  Ex- 
pense Voucher* in  amount  $12.10,  expenses  of  M,  L,  Dickinson, 
Utilities  Engineering  Bureau,  covering  conference  at  Sacramen- 
to, California,  August  10,  1951,  with  Messrs  Johnson,  Mikesell, 
Hoggard,  Holdrege,  Parsons,  and  Don  C.  Johnson,  all  of  the 
United  States  Army,  Corps  of  Engineers »  re  approval  of  plans 
for  Cherry  River  Project, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.87O— 

RESOLVED,  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  'ils5&°»00,  from  Airport  Com- 
pensation Reserve,  to  credit  of  Appropriation  No.  164-80I-OO- 
Compensation  Insurance,  to  provide  for  Compensation  award  to 
injured  employee,  for  fiscal  year  1951-1952,  said  award  having 
been  made  by  the  Industrial  Accident  Commission  of  the  State 
of  California. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.871— 

RESOLVED*  That  in  accordance  with  the  recommendation  of 
the  imager  of  Utilities,  the  contract  for 

Municipal  Railway  Contract  No.  408-Con- 
structing  a  Duct  Line  on  Alameda  Street 

a  public  vork  to  be  performed,  on  the  basis  of  the  unit  prices 
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submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  under  Proposal  t?B'?  as  set  forth  in 
the  related  specifications,  for  the  Public  Utilities  Commission 
of  the  City  and  County  of  San  Francisco,  be  and  the  same  is 
hereby  awarded  to 

The  Lowrie  Paving  Co, -San  Francisco 

they  being  the  lowest  regular  and  responsible  bidder  therefor 
at  $15,875 •00,  for  Proposal  ,?B*?,  said  sum  being  the  total 
price  for  the  lowest  bid  submitted  on  the  basis  hereinabove 
stated. 

And  all  other  bids  for  the  above-described  work  are 
hereby  rejected. 

Funds  for  this  work  will  be  available  in  Appropriation 
No.  165-992-OO, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11,872— 

RESOLVED '  That  on  recommendation  of  the  Manager  of 
Utilities,  thfe  General  Claims  Agent  thereof,  and  the  City 
Attorney,  this  Commission  approves  and  hereby  requests  the 
Controller  to  draw  warrants  against  such  funds  as  are  or  will 
be  legally  available  in  payment  of  non-litigated,  litigated 
settlements  and  judgments,  as  follows: 


Claimant     CURRENT  YEAR 


pate  of  Accident 


Settlement 


Non-litigated  settlements 
Jacob  L.  Karesh 


July  5,  1951 


Appropriation  N0.165-804-OI 
PRIOR  YEARS 


Litigated  settlement 
Paula  Boernsen 

Judgments: 

Margaret  Doepfner 

Nellie  Frick 

Haskell  Robins 


March  1,  1950 
May  3,  1949 
June  26,  1951 


I  200.00 
I  200.00 


September  5,1959  $15,000,00 


5> 177*06 
plus  interest 

3.779-30 

plus  interest 
^2.00 


Appropriation  No.  165-804-03 


2^,q88.^6 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.87^— 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Requests  for  Allotment: 

Under  appropriation  No,  165-804-03,  in  amount  54,000.00, 
Passenger  and  Damage  Claims-Prior  Years-Additional 
Under  Appropriation  No.  165-I3O-OI,  in  amount  $20,000,00, 
Wages-Platform  Employees,  additional  amount  required  for 
month  of  August,  1951. 

Under  Appropriation  No.  165- 200-00,  in  amount  $5,000*00, 
Contractual  Services. 

Under  Appropriation  No.  165-244-OO,  in  amount  l3.750.OO, 
Tire  Rental. 

Under  Appropriation  No.  97-510-21,  in  amount  -819,315.61, 
and  under  Appropriation  No/97-510-21-57,  in  amount  $2,500* 
for  expenditures  and  certification  of  contracts  in  con- 
nection with  construction  work  under  Contract  No.  387-Roof 
Repairs  at  Elkton  Shops. 

Municipal  Railway  Request  for  Intra  Fund  Transfer,  in  amount 
^300,000*00,  from  Appropriation  No.  165-321-OO-Fuel  and  Lubri- 
cants, to  credit  of  Appropriation  No.  165-399-321-Stores  Re- 
volving Fund-Fuel  and  Lubricants. 

Airport  Request  for  Additional  Allotment,  in  amount  $778.00, 
under  Appropriation  No.  1 64-854 -00,  Membership  Dues,  to  pro- 
vide for  dues  on  annual  basis. 

Hetch  Hetchy  Project  Request  for  Transfer  to  proper  object  of 
expenditure,  from  Appropriation  No.  168-I99-OO,  to  credit  of 
appropriation  No.  168-900-04-Services  of  Other  Departments- 
Purchaser  of  Supplies. 

Water  Department  Request  for  Additional  Allotment,  in  amount 
-1,100.00,  under  Appropriation  No.  166-lll-OO-Allowance  for 
Overtime,  to  allot  second  quarter  allotment,  in  anticipation 
of  request  for  supplemental  appropriation. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 874-- 

RESOLVED^  That  this  Commission  hereby  requests  the  r^yor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordinance 


-7611 

1 


\  ■  " 


appropriating  the  sum  of  $7*500.00  from  any  funds  available 
to  credit  of  Appropriation  No.  163-53O-25,  to  provide  ad- 
ditional funds  for  the  certification  of  BLH&P  Contract  No. 
110-Street  Lighting  System  on  Mission  Street,  Silver  Avenue 
to  Geneva  Avenue. 

On  motion  of  Commissioner  3/sanson,  seconded  by  Commissioner 

Liar  on,  the  following  resolution  was  adopted  :  Commissioners 
Mc  Kee  and  Cameron  voting  NO. 

—RESOLUTION  NO.  11.875— 

RESOLVED,  That  pursuant  to  the  provisions  of  Ordinance 
No.  6562,  this  Commission  approves  the  terms  and  conditions 
and  hereby  authorizes  issuance  of  revocable  permit  for  vending 
machines  on  Municipal  Railway  property,  as  follows: 

To:    Viking  Foods,  349  r&rket  Street,  San  Francisco 

Permit  to  install  and  operate  machines  for  vending 
food  products  (pies,  cakes,  doughnuts)  in  the  lobby 
of  the  Geary  Division  and  in  the  business  offices 
of  Potrero,  Kirkland  and  Geneva  Divisions. 

Rental: -Ten  percent  (10%)  of  the  gross  sales  from  said 
machines. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 876— 

WHEREAS,  the  operation  of  the  Municipal  Railway  recently 
has  been,  and  now  is,  confronted  with  a  manpower  shortage;  and 

WHEREAS    the  recruitment  program  now  in  effect  on  limited 
tenure  appointments  has  not  been  productive  in  obtaining 
efficient  help  in  adequate  number: 

NOW,  THEREFORE,  BE  IT  RESOLVED'  That  this  Commission 
requests  and  recommends  to  the  Civil  Service  Commission  of  the 
City  and  County  of  San  Francisco  that  waiver  be  made  of  any 
requirements  of  residence  in  the  City  and  County  of  San 
Francisco  for  such  limited  tenure  appointments,  as  permitted 
by  Section  I45.I 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RES  GLUT  I  ON  NO.  11.877— 

RESOLVED'  That  the  Pacific  Gas  and  Electric  Company  is 
hereby  granted  permission  to  permit  the  Pacific  Telephone  and 
Telegraph  Company  to  install  telephone  wires  on  that  certain 
pole  line  crossing    Water  Department  property  adjacent  to  the 
Mission  Pass  Road  near  Sunol,  Alameda  County;  said  pole  line 
right  of  way  having  been  leased  to  said  Pacific  Gas  and 
Electric  Company  under  date  of  November  1,  1933*  and  having 
provision  that  pole  lines  should  be  used  for  electric  power 
and  telephone  purposes. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11. 878— 

WHEREAS '  the  General  Manager  and  Chief  Engineer  of  the 
San  Franc isc6  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinaftei 
set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commi  ssion  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

Tb:    E»  J.  La vino  and  Company,  1428  Walnut  Street, 
Philadelphia,  Penn. 

Permit  to  occupy  a  portion  of  Hetch  Hetchy  Bay  Division 
Pipe  Line  right  of  way  at  Newark,  Alameda  County;  said  portion 
being  a  20f  strip  of  land  adjacent  to  the  easterly  line  of 
Willow    Street  for  the  purpose  of  a  spur  track  crossing. 

On  motion  of  Commissioner  Baron,.,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted:  Commissioners 
Landis  and  Mc  Kee,  voting  CfNOf?. 

--RESOLUTION  NO.  11,879— 

RESOLVED^  That  the  City  Attorney,  after  the  approval  of 
the  I^yor  and* the  Board  of  Supervisors  has  been  obtained,  is 
hereby  authorized  to  offer  to  California  Street  Cable  Railroad 
Company,  a  corporation,  the  sum  of  Eighty  Six  Thousand  Sixty 
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Two  Dollars  and  Ninety-Two  Cents  ($86,062,92)  being  the 
difference  between  the  sum  of  One  Hundred  Fifty  Thousand 
Dollars  ($150,000,00)  and  the  total  sums  owing  from  said 
Corporation  to  the  City  and  County  of  San  Francisco,  for  the 
purchase  by  the  City  and  County  of  San  Francisco  of  the 
operative  properties  of  said  Company  in  accordance  with  and 
subject  to  the  provisions  of  Section  II9.4  of  the  Charter, 
provided  that  title  to  said  operative  properties  be  a 
merchantable  title  free  and  clear  of  all  claims,  judgments, 
liens  and  encumbrances  of  every  kind  and  character* 

In  explanation  of  his  vote,  President  Philip  F.  Landis 
stated  that  his  action  was  in  no  manner  to  be  construed  as 
opposition  to  purchase  of  the  operative  properties  of  the 
Company,  but  felt  that  a  broader  from  of  resolution  could  be 
adopted;  Commissioner  Sam  Mc  Kee  concurred  in  this  expression* 

Hearing: 

In  the  matter  of  the    purchase  of  the  California 
Street  Cable  Railroad  Company,  nr.  H.  S.  Foley,  President 
of  the  C,  I,  0,  Carmens  Union,  appeared  before  the  Commission; 
he  stated  that  he  was  instructed  by  his  organization,  to 
request,  through  the  Commission,  the  City  Attorney  to  in- 
stitute action  for  the  revocation  of  the  operating  permit  or 
franchise  of  the  Company,  and  to  express  to  the  Commission 
its  congratulations  for  the  sincere  efforts  of  the  Commission 
and  the  City  Attorney  to  carry  out  the  mandate  of  the  people 
looking  toward  acquisition  of  the  properties.    He  was  advised 
that  the  matter  of  revocation  was  under  the  jurisdiction  of 
the  Board  of  Supervisors. 


Mr,  Andrew  J.  Gallagher  of  the  Southern  Promotion  Association 
appeared  before  the  Commission  in  the  matter  of  disposal  of 
Water  Department  properties  on  Bryant  Street  (present  yard  and 
shops);  he  contended  that  the  City  Planning  Commission,  in 
accordance  with  an  opinion  of  the  City  Attorney,  had  no  juris- 
diction in  its  refusal  to  approve  of  the  Vkter  Department 
developing  new  yard  and  shops  at  University  Mound  Reservoir; 
the  matter  was  referred  to  the  City  Attorney  and  Mr.  Pracy  of 
the  Water  Department  for  study  and  report. 

THEREUPON  THE  MEETING  ADJOURNED  TO  SEPTEMBER  5,  I95I. 
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PUBLIC  UTILITIES  COMMISSION 


ADJOURNED  MEETING  OP  THE  PUBLIC  UTILITIES  COM- 
MISSION IN  ROOM  282  -  CITY  HALL  -  SEPTEMBER  5, 

1951- 


Present:  COMMISSIONERS  Philip  F.  Land  is,  Sam  Mc  Kee,  Victor 
S.  Swans on,  Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Philip  F,  Landis  presided. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously. 

--RESOLUTION  NO.  II.880— 

WHEREAS,  for  the  benefit  of  more  adequate  public  service, 
it  is  recommended  by  the  I^nagement  of  the  Municipal  Railway 
that  the  following  portion  of  the  No.  19  Line,  be  abandoned: 

On  Hyde  Street,  from  Beach  Street  to  Jefferson  Street, 
On  Jefferson  Street,  from  Hyde  Street  to  Powell  Street, 
On  Powell  Street,  from  Jefferson  Street  to  Beach  Street; 
and 

WHEREAS,  the  Management  of  the  Municipal  Railway  for  the 
benefit  of  more  adequate  public  service,  recommends  that  in 
lieu  thereof,  the  route  of  said  No.  19  Line,  be  as  follows: 

On  Mkson  Street,  from  Beach  Street  to  North  Point  Street, 
On  North  Point  Street, from  r^ison  Street  to  Powell  Street, 
On  Powell  Street,  from  North  Point  Street  to  Beach  Street: 

NOW,  THEREFORE ,  BE  IT  RESOLVED,  That  this  Commission 
recommends  to  the  Board  of  Supervisors  that  the  proposed  aban- 
donment so  recommended,  be  authorized  and  confirmed  by  said 
Board  of  Supervisors. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RTlftOTJITTON  NO.  U,88l~ 

RESOLVED*  That  the  following  work  to  be  performed  for  the 
Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco  in  pursuance  of  the  Charter  of  said  City  and  County, 
to-wit: 

Construction  of  a  Street  Lighting  System  on 
Mission  Street,  between  Silver  avenue  and 
Geneva  Avenue,  Bureau  of  Light,  Heat  and  Power 
Contract  No.  110 

be  and  the  same  is  hereby   awarded  to  mnning  and  Whitaker, 
Inc.,  the  lowest  regular  and  responsible  bidder,  for  the  sum 
of  S39,820.00. 

And  all  other  bids  for  the  work  are  hereby  rejected. 

Funds  for  the  work  will  be  available  in  Appropriation 
No.  163-530-25*  "through  a  supplemental  appropriation  and  con- 
ditioned upon  certification  by  the  Controller* 

On  motion  of  Commissioner  He  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.882— 

RESOLVED'  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Airport  Department  Contract  No.  1 33- Cons true ting 
Maintenance  Storage  Shed,  Itinerant  Pilots  Building 
and  Related  Work  at  San  Francisco  Airport 

a  public  work  to  be  performed,  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to: 

Morris  Daley-Burl ingame,  California 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  $50,308.00,  said  sum  being  the  total  price 
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for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

All  other  bids  for  the  above  described  work  are  hereby 
rejected. 

Funds  for  this  work  are  available  in  Appropriation  No. 
196-954-02. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 88^-- 

RESOLVED'  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Airport  Department  Contract  No.  135-Constructing 
Lighting  North  Access  Road,  Lighting  Itinerant 
Aircraft  Area,  and  Related  Work  at  San  Francisco 
Airport 

a  public  work  to  be  performed  on  the  basis  of  the  unit  price 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to: 

Fred  Johnson  Electric  Co. -San  Francisco 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  $23,675.00,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

All  other  bids  for  the  above  described  work  are  hereby 
rejected. 

Funds  for  this  work  are  available  in  Appropriation  No. 
196-954-03. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

-^RESOLUTION  NO.  II. 884-- 

RESOLVED'  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Municipal  Railway  Contract  No.  400 
Constructing  Sidewalk-Kirkland  Bus 
Yard 
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a  public  work  to  be  performed,  on  the  basis  of  the  lump  sum 
price  submitted  and  regularly  on  file  for  the  work  to  be  per- 
formed as  set  forth  in  the  related  specifications,  for  the 
Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  be  and  the  same  is  hereby  awarded  to:- 

The  Lowrie  Paving  Co. -San  Francisco 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid,  at  $4,807,00,  said  sum  being  the  lump  sum 
price  for  the  lowest  bid  submitted. 

All  other  bids  for  the  above  described  work  are  hereby 
rejected. 

Funds  for  this  work  are  available  in  Appropriation  No. 
97-510-05. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.88*5— 

RESOLVED,  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution,  authorizing  acceptance 
of  deed  from  Mkrion  Curtner,  or  the  legal  owner,  to  a  certain 
80  foot  strip  of  land,  approximately  1437.31  feet  in  length, 
in  Santa  Clara  County,  lying  to  the  north  of  Calaveras  Road, 
required  for  the  Bay  Division  Pipe  Line  No.  3,  and  that  the 
sum  of  $1,585.00  be  paid  for  said  real  property  from  Appro- 
priation No.  98-950-59, 

On  motion  of  Commissioner   Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.886— 

RESOLVED,  That  this  Commission  approves  Traveling  Ex- 
pense Voucher  in  amount  $38.80,  expenses  of  Ceo.  M.  Dixon, 
General  Manager  and  Chief  Engineer-San  Francisco  Airport, 
month  of  July,  1951,  covering  conferences  with  Air  Line 
Officials,    U.  S.  Navy  Officials  and  representing  the  San  Fran- 
cisco Airport  Department  at  reception  in  honor  Vice  Admiral 
George  D.  Murray  given  by  the  Navy  League  of  California. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 887 — 

RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Claims  Agent  thereof,  and  the  City 
Attorney,  this  Commission  approves  and  hereby  requests  the 
Controller  to  draw  warrants  against  such  funds  as  are  or  will 
be  legally  available  in  payment  of  non-litigated  settlements, 
as  follows: 


Claimant     CURRENT  YEAR           Date  of  Accident  Settlement 

micolm  T.  Vance                  July  17,  1951  $  164.45 

Leo  A.  Tripoulas                  July  25,  1951  175*85 

Gerald  Durkin                      August  6,  1951  112. 35 

Robert  D.  West                     August  19,  1951  242.46 

John  H.  Herzog                     August  7,'  1951  108.07 

Frank  Arroyo                       August  24,  1951  146.92 

Appropriation  No.  165-804-OI  §  QSO.QO 

PRIOR  YEARS: 

Marjarie  R.  Walton                September  22,  1950  300.00 

Bertha  Marks                       March  24,  1951    '  1,750.00 
Landis,  Pelletier  &  Parrish 
'subrogated  claim  of  the  A. 

K.  Thanos  Co.)                      I^y  21,  I95I  210. 41 

Millie  M,  Ortisi                  June  15,  1951  300.OO 

Victoria  B.  Kroll                 March  15,  1951  000.00 

Eva  Mc  Kenzie                      May  24,  1951  150*00 

Nathan  Bitker                      May  28,  1951  400.00 

Appropriation  N~.  165-804-03  |  ^910.41 

Amending  portions  of  Resolution  No.  11,731  and 
11,771  to  encumber  interest  as  follows: 

Bernice  Barbero- judgment-41 ,550.00  10. 70 

Lizzie  Mattie- judgment-$4, 500*00  66,45 

Appropriation  No.  165-804-02  &  77.1s 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.888-- 

WHEREAS'  the  following  employees  have  retired  from  the 
service  of  tfte  City  and  County  of  San  Francisco,  having  served 
in  the  Municipal  Railway  and  or  in  the  Market  Street  Railway 
Company,  in  excess  of  twenty-five  years;  and 

WHEREAS '  the  Public  Utilities  Commission  recognizes  the 
valuable  service  these  employees  have  rendered  the  people  of 
San  Francisco  while  employed  in  said  Municipal  Railway,  and  or 
in  said  mrket  Street  Railway  Company: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  in  behalf  of  the  people  of  the  City  and  County  of 
San  Francisco,  in  recognition  of  their  long  and  faithful 
service,  by  this  resolution  expresses  to  these  employees,  its 
best  wishes  for  a  long  and  happy  life  and  the  assurance  of  its 
appreciation  of  work  well  performed;  and 

BE  IT  FURTHER  RESOLVED f  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  a  copy  of  resolution  for  presenta- 
tion to  each  of  the  following  employees: 

Employee 
J>mes  M.  Fenton 
Robert  J.  Taylor 
Harambos  Araboglou 
William  Cahill 
George  P.  Cocoles 
John  Coleman 
Pierre  V,  Ewert 
John  Kelleher 
Thomas  Francis  0?Dea 
Jeremiah  F.  Shannon 
Patrick  Ward 
Wm.  H,  Wilson 
John  J.  Wynn 
Henry  E.  Wuestefeld 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.88Q— 

WHEREAS,  Free  S.  Beach,  Lineman,  Hetch  Hetchy  System  has 
retired  from  the  service  of  the  City  and  County  of  San  Francisco 
after  serving  the  Hetch  Hetchy  System  for  a  period  of  twenty-one 
years;  and 


Service 
36  years 
31  years 

30  years 
34-  years 
2o  years 

31  years 
33  years 
33  years 
33  years 
33  years 
36  years 
26  years 
33  years 
36  years 
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WHEREAS '  in  the  performance  of  his  duties,  in  his  contacts 
with  the  public,  his  fellow  employees  and  the  heads  of 
departments,  he  has  earned  their  respect  and  admiration;  and 

WHEREAS    ths  Public  Utilities  Commission  recognizes  the 
valuable  service  Mr.  Beach  has  rendered  the  people  of  San 
Francisco  while  employed  by  the  said  Hetch  Hetchy  System: 

THEREFORE,  BE  IT  RES QLVED'  That  the    Public  Utilities  Com- 
mission on  behalf  of  the  people  of  the  City  and  County  of  San 
Francisco,  in  recognition  of  his  long  and  faithful  service,  by 
this  resolution    expresses  to  Mr.  Beach,  its  best  wishes  for 
a  long  and  happy  life  and  the  assurance  of  its  appreciation  of 
work  well  performed?  and 

BE  IT  FURTHER  RESOLVED'  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  a  copy  of  this  resolution  for 
presentation  to  Mr.  Free  S».  Beach. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

^RESOLUTION  NO.  11.8QO-- 

RESOLVED '  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
15,000.00,  under  Appropriation  No.  165-804-03,  to  provide  for 
payment  of  Passenger  and  Damage  Claims. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$225.00,  from  Appropriation  No.  165-200-OO-Contractual  Services, 
to  credit  of  Appropriation  No.  165-880-OO,  to  provide  for  de- 
ficiency occuring  in  appropriation  for  ??Rents?\ 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in  amount 
$6, OOO.OO,  under  Appropriation  No.  168-300-OO-Materials  and 
Supplies,  to  provide  for  heavy  seasonal  maintenance  program* 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in  amount 
$300.00,  under  Appropriation  No.  168-350-OO-Foodstuf f s,  to  pro- 
vide for  heavy  food  requirement  at  Jrtiis  season  of  the  year. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously; 

--RESOLUTION  NO,  11.8q1~- 

RESOLVED.  That  this  Commission  approves  Contract  Payment 


7621 


Recommendation  in  amount  $200,00,  in  favor  of  Marmion  D. 
Mills,  for  services  as  a  transportation  expert  and  co-ordina- 
tor  for  operations  of  the  Municipal  Railway,  month  of  August, 

1951. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.8Q2— 

RESOLVED*  That  this  Commission  acknowledges  the  receipt 
of  and  approves  cancellation  of  assignment  from  Bank  of 
America,  East  Bakersfield  Branch,  and  new  assignment  to  the 
Crocker  First  National  Bank  of  San  Francisco,  of  monies  and 
claims  for  monies  due  KleinSmid  Construction  Co.,  under  HHWS 
Contract  No*  238-Access  Road,  Early  Intake  to  Cherry  Valley 
Damsite. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously; 

--RESOLUTION  NO.  11.8QV- 

WHEREAS „  on  Friday,  Augusy  31,  1951.  damage  due  to  a 
9?f  lash-over?t  was  discovered  on  the  Hetch  Hetchy  transmission 
line  at  Towers  Nos,  911-912-913*  rendering  the  conductors 
inoperative  and  making  immediate  emergency  repairs  necessary 
to  safeguard  the  property  of  the  City  and  County  of  San  Fran- 
cisco and  to  avoid  loss  of  revenue;  and 

WHEREAS '  the  Pacific  Gas  and  Electric  Company  has  a  trans- 
mission line!  which  crosses  under  the  Hetch  Hetchy  transmission 
line,  near  point  of  "f lash-over",  said  line  having  to  be  de- 
energized  to  permit  lowering  and  repair  of  the  Hetch  Hetchy 
line,  and  the  construction  of  a  temporary  ?{shoo-fly??  by- passing 
the  location  of  the  repair  work  on  the  Hetch  Hetchy  line: 

THEREFORE,  BE  IT  RESOLVED*  That  in  consonance  with  Section 
46-Chapter  X*  Article  2  of  the  Municipal  Code,  time  being  of 
the  essence  and  to  properly  minimize  loss  of  revenue  and  the 
sageguarding  of  property,  this  Commission  hereby  declares  the 
existence  of  an  emergency  and  hereby  directs  the  Onager  of 
Utilities  to  take  such  steps  as  are  necessary  and  in  the  most 
expeditious  manner,  to  provide  for  repairs  to  said  Hetch  Hetchy 
transmission  line;  and 

BE  IT  FURTHER  RESOLVED,  That  the  Controller  is  hereby  re- 
quested to  certify  necessary  funds.  In  an  estimated  amount  of 
>r600.00,  to  provide  for  said  emergency  repairs  to  said  Hetch 
Hetchy  transmission  line. 
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On  motion  of  Commissioner  Me  Kee,  seconded  by  Commissioner 
Cameron*  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11 .894— 

RESOLVED*  That  this  Commission  hereby  requests  the  Con* 
troller's  certification  of  Modification  of  Contract  in  amount 
$30#OO0;oo#  under  Airport  Contract  No.  1  ^Construction  of 
Terminal  Building  at  San  Francisco  Airport*  contractor,  Clinton 
Construction  Company*  covering  the  following: 

Plans  for  foundations  shall  be  changed  as  shown  on 
Drawings  Nos.  P-2  and  F-3  and  as  shown  on  Drawing 
F-5»  which  changed  plans  (in  lieu  of  structural  steel 
piles  Types  1  and  2  as  shown  on  Drawing  F-4)  ^  use 
of  Types  A-B-C,  tubular  steel  and  concrete  piles  with 
structural  tips;  and 

BE  IT  FURTHER  RESOLVED*  That  the  Controller  is  requested 
to  certify  Transfer  of  Funds,  in  amount  $21*500.00,  from 
1949  Airport  Bond  Fund  Appropriation  No.  193-550-02-Apron  and 
Airplane  Servicing  Facilities,  to  credit  of  Federal  Airport 
Project  Fund*  Appropriation  No.  196-953-OI-I*  to  provide  ad- 
ditional funds  for  above  modification  of  contract. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 8q5— 

RESOLVED'  That  Resolution  No.  11,876,  adopted  August 
27 •  1951 •  *n  *hich  the  Civil  Service  Commission  was  requested 
to  waive  residence  requirements  in  the  procurement  of  operating 
personnel  for  the  Municipal  Railway,  be  and  the  same  is  hereby 
rescinded. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.8?6— ■ 

RESOLVED,  That  this  Commission  hereby  authorizes  the  Man- 
ager of  Utilities  to  execute,  for  and  on  behalf  of    this  Com- 
mission and  the  City  and  County  of  San  Francisco,  that  certain 
contract  with  Messrs.  E.  A.  Smith  and  Warren  Smith,  involving 
the  removal  of  a  30-inch  Cast  Iron  Pipe  of  the  Water  Department 
from  that  p  ortion  of  Locksley  Avenue  lying  approximately  be- 
tween the  Northerly  line  of  Lawton  Street,  as  extended  Easterly 
and  the  Southerly  line  of  Moraga  Street,  as  extended  Easterly 
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and  providing  for  a  deposit  in  the  sum  of  $12,670.00  by  said 
Messrs.  Smith,  as  the  estimated  cost  of  the  public  work  in 
the  removal  of  said  pipe. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11. 897— 

RESOLVEDf  That  this  Commission  hereby  reoxuests  the  ¥&yor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $63,000.00,  from  Appropriation 
No.  66-990-OO-Water  Surplus  Fund,  Charter  Sec.  127,  to  credit 
of  Appropriation  No.  166-130-OO,  to  provide  additional  funds 
for  payment  of  overtime  and  sick  leave  for  per  diem  employees- 
fiscal  year  I95I-I952. 


THEREUPON  TOE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


8lOth  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  SEPTEMBER 
11,  1951 ♦ 

************************************************** 


Present:    Commissi oners  Philip  F,  Landis,  Sam  Mc  Kee,  Victor 
S.  Swanson,  Edw.  B.  Baron  and  Donald  At  Cameron 


President  Philip  P.  Landis  presided. 


On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  809th  regular  meeting  of  the 
Commission  held  August  ZJ,  1951*  an<3  the  minutes  of  the 
adjourned  meeting  of  the  Commission  held  September  5,  1951 
were  approved* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.8?8~ 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 


To:    British  Commonwealth  Pacific  Airlines,  Ltd. 


Effective  Date:  July  1,  1951 


Property                      Area          Chg*  per  Sqf        Amount  per 
Description:   Sq.  Ft,       Ft.  per  Yr.  Year 

International  Passenger 

Terminal  Building: 

Room  141                      190  $3,00  $  570.00 

Room  131                       78  3.00  234.OO 

Room  132                        70  3.00  210.00 

Room  135                     479  3.00  1,437.00 

$2,451.00 
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Room  135-533  square  feet,  less  54  square 
feet  for  3*xl8f  corridor  to  U.S. Customs • 

BE  IT  FURTHER  RESOLVED'  That    Resolution  No.  11,287, 
covering  occupancy  of  lessef  space,  be  and  the  same  is  hereby 
rescinded. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 899— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with    plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $60.60, 
being  the  additional  difference  between  certified  estimated 
contract  and  actual  perf ornance;  approves  Certificate  of  Ac- 
ceptance and  Pinal  Payment  in  amount  $2,255*8ot  under  SFWP 
Contract  No.  584-Laying  8?'  Transite  Ffeins  in  Cora  and  Allan 
Streets,  south  of  Sunnydale. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.QOO-- 

RESOLVED'  That  in  accordance  with  the  recommendations  of 
the  I^nager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for  the 

Laying  of  8"  and  12??  Cast  Iron  Mains  in  Third, 
Marin,  Michigan  and  Army  Streets-SFWD  Contract 
No.  589 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Fred  T.  Fairey 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Fifteen  Thousand  Seven  Hundred  Twenty  Five 
Dollars  and  Seventy  Cents  ($15,725.70)  said  sum  being  the 
total  price  for  the  lowest  bid  submitted  on  the  basis  herein- 
above stated. 

AND  BE  IT  FURTHER  RESOLVED'  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
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accomplish  the  aforementioned  extension  of  water  mains  and 
services. 


And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.QOl— 

RESOLVED,  That  on  recommendation  of  the  Onager  of 
Utilities,  the  General  Manager  of  the  rtaicipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  settlements,  judgments, 
interest,  as  follows: 

Claimant      PRIOR  YEARS  Date  of  Accident  Settlement 

Non-litigated  settlements 

John  M.  O'Connor  February  2,  1951        $  178.10 

Katie  Mae'Schuch  April  23,  1951  545.00 

Corrine  Gattmann  May  12,  1951  200.00 

Nina  I.  Garfinkel  September  16,  1950  500.00 

Mary  Hendrickson  March  28,  1951  650. 00 

Hazel  Knox  Lyon  May  8,  1951  224.78 

Joseph  Dito  May  21,  1951  124.25 

John  Caston  June  16,  1951  190.21 

Mary  K.  Mc  Kiernan  June  25,  1951  152.28 

Judgments: 

Benjamin  Dwight  Culver          July  25,  1950  1,850*00 

Helen  Elizabeth  Culver                 f?  50.00 
Amending  portion  of  Resolution  No.  11,859, 
claimant-Dorothy  K.  Baletta,  Interest  on 

judgment   9.77 

Appropriation  No.  165-804-03  g  4.A7A.3Q 

Amending  portion  of  Resolution  No.  11,731  and 
No.  11,771,  claimant-Rose  Cyprian-adjusted 
interest  $  62.10 

Appropriation  No.  165-804-02  &      62. 10 

CURRENT  YEAR  ~  ~ 
Non-litigated  settlements 

Wm.  C.  Analla  July  17,  1951  $     200. 59 

Sol  Solk  July  21,  1951  155-04 

Naomi  Stone  July  30,  1951  132.30 

George  Chapin  August  27,  1951  ^50.00 

Appropriation  No.  165-804-OI  $  837.9^ 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO,  11.002— 

RESOLVED'  That  in  accordance  with  the    recommendations  of 
the  Onager  of  Utilities,  the  contract  for 

The  Gathering  and  Delivering  of  the  Walnut  Crop 
on  the  Sunol  Walnut  Orchard ,  Sunol,  Alameda  County* 
SFWD  Specification  No.  590-Season  of  1951 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

John  Helzer-San  Jose,  Calif. 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  111, 000. 00,  said  sum  being  the  total  price 
for  the  lowest  regular  bid  submitted  on  the  basis  of  herein- 
above stated. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  ll.qQV- 

RESOLVED,  That  this  Commission  hereby  approves  the  fol- 
lowing Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $121,887.54,  in  favor  of  Great 
American  Indemnity,  Los  Angeles,  as  assignee  for  P.  and  J. 
Artukovich,  Inc.,  under  HHWS  Contract  No.  230-Construction  of 
San  Joaquin  Pipe  Line  No.  2-Section  A-2. 

Contract  Payment  in  amount  ^310,425.06,  in  favor  of  United 
Concrete  Pipe  Corporation,  under  HHWS  Contract  No.  230-Con- 
struction  of  San  Joaquin  Pipe  Line  No.  2-Section  A-l. 

Contract  Payment  in  amount  $9,496.19,  in  favor  of  Ferrero's 
Motor  and  Electric  Works,  under  HHWS  Contract  No,  232-Con- 
structing  Cherry  Valley  22  KV  Power  Line. 
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Contract  Payment  in  amount  S3, 919*50,  in  favor  of  J.  N.  Pitcher 
Co.,  under  HHVS  Contract  No.  228-Cherry  River  Project-Explora- 
tory Soil  Test  Hole  Drilling  and  Test  Trencti  Excavation. 

Contract  Payment  in  amount  $5,575.00,  in  favor  of  Diamond 
Drillers,  Inc.,  under  HHWS  Contract  No.  229-Cherry  River 
Project-Exploratory  Core  Drilling. 

Contract  Payment  in  amount  $38,410.12,  in  favor  of  Crocker 
First  National  Bank  of  San  Francisco  as  assignee  for 
KleinSmid  Construction  Co.,  under  HHVS  C ontract  No.  238-Con- 
struction  of  Access  Road-Early  Intake  to  Cherry  Valley  Dam 
Site-Section  DE. 

Contract  Payment  in  amount  $31,483.80,  in  favor  of  T.  E. 
Connolly,  Inc.,  under  HHWS  Contract  No.  237- Improvement  to 
Access  Road-South  Fork  to  Camp  rather  and  Early  Intake. 

Contract  Payment  in  amount  $9,487.80,  in  favor  of  Abbett 
Electric  Corp.,  under  Municipal  Railway  Contract  No.  356, 
Trolley  System  for  No.  14  Lines. 

Contract  Payment  in  amount  $18,753.81,  in  favor  of  Severin 
Electric  Co.,  under  Municipal  Railway  Contract  No,  365- Trolley 
System  for  No.  47  (H)  Line. 

Contract  Payment  in  amount  ^18, 524.56*       favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.  369-Recons true ting 
Tracks  and  Pavement  on  Ocean  Avenue. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.904-- 

RESOLVED,  That  this  Commission  hereby  requests  the 
Director  of  Property  to  take  such  steps  as  are  necessary,  to 
procure  for  the  account  of  the  San  Francisco  Water  Department, 
rights  of  way  in  fee,  through  Brentwood  Subdivisions  One  and 
Two,  Country  Club  park  Subdivision,  and  several  parcels  of  land 
south  of  the  Baden  Pump  Station,  said  rights  of  way  being 
necessary  for  construction  of  the  Sunset  Supply  Line,  Millbrae 
to  Baden,  San  Mateo  County. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.90S-- 
WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the  San 
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Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mrs.  Nicki  Page,  Menlo  Park,  California 

Permit  to  occupy  for  gardening  purposes  portions  of  the 
Alameda  Pipe    Line  right  of  way  Parcel  42  through  Athlone 
Terrace  Subdivision;  said  portion  being  the  extension  of  Lot 
77  a  distance  of  50  feet  into  the  City's  right  of  way. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution w as  adopted  unanimously: 

— RESOLUTION  NO.  II.906-- 

RESOLVED"  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment  in 

amount  $6,000.00,  under  Appropriation  No.  165-804-03,  Passenger 

and  Damage  Claims 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$45.52,  from  Appropriation  No.  l68-200-00~Contractual  Services, 
to  Credit  of  Appropriation  No.  168-813-00,  to  provide  for  de- 
ficiency in  appropriation  for  auto  insurance  for  fiscal  year 
1951-1952. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $1,126.00,  under  Appropriation  No.  168-350-OO,  to  pro- 
vide for  supply  of"  canned  goods  and  groceries  for  Moccasin 
stock,  to  obviate  excessive  local  purchases  on  blanket  orders. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.907-- 

RESOLVED    That  this  Commission  approves  the  terms  and 
conditions  an&  hereby  authorizes  issuance  of  Airport  Space 
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Rental  Permit,  as  follows: 

To:    Airborne  Flower  and  Freight  Traffic,  Inc, 
Effective:  January  lt  1951 

Property                           Area         Chg»  per  Sq#     Amount  per 
Description:   So.  Ft,       Ft.  per  Yr.  Year  

Engineering  Building 
and  Area  

Entire  building  less 
space  required  by  En- 
gineering Department         2,304         I.80- '  $1 ,843.20 

Uncovered  platform  space 
considered  as  paved 

area  576  .075  (  $  43-20) 

3  p^ved  areas  adjacent  to 

Engineering  Building         4,464,  ,075  (  $334.80) 
Area  South  of  Hangar 

B  

Paved  1,984.         .075  (  $148.80) 

Unimproved  2,016  .01    (  %  20.16) 

(  $546.96) 

Minimum  Charge  600.00 

I '2,443.20 

BE  IT  FURTHER  RESOLVED,  That  Resolution  No.  11,427 
adopted  by  this  Commission  on  February^  1951,  be  and  it  is 
hereby  repealed. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


Sllth  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM282  -  CITY  HALL  -  SEPTEMBER 

I?,  1951 • 


Present:  Commissioners  Philip  P.  Landis,  Sam  Mc  Kee,  Victor 
S.  Swans  on,  Edw.  B,  Baron  and  Donald  A.  Cameron, 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  8lOth  regular  meeting  of  the 
Commission  held  September  11,  1951  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO>  II.Q08-- 

RESOLVED'  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Paving, Aprons  and  l&xiways,  and  Other  Grading, 
Paving,  Drainage,  and  Electrical  Work  at  San 
Francisco  Airport-Airport  Department  Contract 
No.  132 

a  public  work  to  be  performed,  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Lowrie  Paving  Co* 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid,  at  $881,730.29,  said  sum  being  the  total  price 
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for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated 


And  all  other  bids  for  the  above  described  work  are  here- 
by rejected* 

AND  BE  IT  FURTHER  RESOLVED'  The  Controller  is  hereby  re- 
quested to  transfer,  in  the  amo&nts  stated  belowf  from  the  un- 
allotted balances  of  the  1945  and  1949  Airport  Bond  Funds  to 
the  allotted  balance  in  Appropriation  I96-954-OI  to  provide 
funds  for  the  certification  of  award  of  contract: 


APPrPi  Nq,  Anpunt 

96-914-OO- Impvts.  to  Runways,  Taxiways  &  Aprons  $  613,730.29 

96-91 5-OO-Landing  Field  Lighting  and  Harking  15,000.00 

96-921-OO-Roads, Walks, Parking  Areas,  Etc*  15,000.00 

96-926-OO-Gas  Supply  System  10,000.00 

19-5. 550-02-  Apr  on  &  Airplane  Servicing  Facilities  228.000.00 

$  881,730.29 


On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.QOQ— 

RESOLVED,  That    this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifications 
approves  Modification  of  Contract  in  amount  $1*35*  being  the 
credit  difference  between  certified  estimated  contract  and 
actual  performance;  approves  Certificate  of  Acceptance  and  Fina: 
Payment  in  amount  $6,173.65,  in  favor  of  Bragato  Paving  Co., 
under  Airport  Contract  No.'  137-Removing  Silt  from  Drainage  Cana] 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.Q10— 


RESOLVED,  That  on  recommendation  of  the  General  Manager 
and  Chief  Engineer  of  the  San  Francisco  lA&ter  Department,  the 
Manager  of  Utilities  and  the  City  Attorney,  this  Commission 
approves  and  hereby  requests  the  Controller  to  draw  warrants 
against  such  funds  as  are  or  will  be  legally  available  in 
payment  of  claims,  as  follows: 

Pacific  Telephone  and    Telegraph  Co.  $  200.00 

Early  Tripp  325. 00 

Mrs,  Gertrude  E.  Smith  350.00 
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On  motion  of  Commissioner  He  Keep  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.911— 

WHEREAS,  under  the  terms  of  San  Francisc©  Airport  Con- 
tract No.  12>Constructing  Field  Lighting  Building  at  San 
Francisco  Airport,  Carrico  and  Gautier,  Contractor,  was  re- 
quired to  complete  all  of  the  work  on  March  16,  1951;  and 

WHEREAS,  the  building  was  substantially  complete  on  said 
date;  and 

WHEREAS ,  said  Contractor  experienced  difficulty  in  ob- 
taining certain  special  equipment  and  materials  necessary  to 
complete  the  work  until  August,  1951 • 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  contract  time  for 
performing  all  work  specified  under  San  Francisco  Airport  Con- 
tract No,  123  be  and  is  hereby  extended  for  a  period  of  one 
hundred  seventy  four  (174)  calendar  days  until  September  6, 
1951 'and  that  liquidated  damages  by  reason  of  such  extension 
are  hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,    the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.Q12— 

RESOLVED f  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Airport  Request  for  Intra-Fund 
Transfer,  in  amount  ^2,788.25,  from  Appropriation  No.  196-952- 
Ol-Airport  Contract  No.  119-High  Intensity  Runway  Lights,  to 
credit  of  Appropriation  No.  196-952-O2-I,  to  provide  for 
Modification  of  Contract  No.  123-Field  Lighting  Building;  and 

BE  IT  FURTHER  RESOLVED,  That  the  Commission  accepts  the 
work  as  satisfactorily  completed  in  accordance  with  plans  and 
specifications;  approves  Modification  of  Contract  in  amount 
$2,788.25,  being  the  additional  difference  between  certified 
estimated  contract  and  final  performance;  approves  Certificate 
of  Acceptance  and  Final  Payment  in  amount  521,392.25,  in  favor 
of  Carrico  and  Gautier,  under  Airport  Contract  No.  123-Con- 
struction  of  Field  Lighting  Building. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11  .Ql?-- 

RESOLVEDf  That  in  accordance  with  the  recommendation  of 
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the  Manager  of  Utilities,  the  contract  for  the  following 
public  work  to  bo  performed  for  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco,  to-wit: 

Reconstruction  of  Roof  at  Elkton  Shops 
Municipal  Railway  Contract  No,  387 

be  and  the  same  is  hereby  awarded  to 

Regal  Roofing  Company 

they  being  the  lowest  regular  and  responsible  bidder  therefor 
at  the  lump  sum  price  of  $l6,66l.OO. 

And  all  other  bids  for  the  above-described  work  are 
hereby  rejected, 

AND  BE  IT  FURTHER  RESOLVED^  That  the  Controller  is  hereby 
requested  to  allot,  in  the  amount  of  $l6s66lfOOf  from  the 
unallotted  balance  in  the  1947  Municipal  Railway  Rehabilita- 
tion Bond  Fund,  Appropriation  No*  97-510-21 ,  to  provide  funds 
for  the  certification  of  award  of  contract. 

On  motion  of  Commissioner  Mc  Kee,,  seconded  by  Commissioner 
Swans on,  the  following  resolution  was  adopted  unanimously; 

--RESOLUTION  NO,  ll.QL^ 

RESOLVED,  That  Friedkin  Aeronautics  Inc,  Pacific  South- 
west Airlines,  effective  July  1^  1951,  be  and  is  hereby 
authorized  to  operate  to  and  from  the  San  Francisco  Airport, 
under  established  rules  and  regulations  and  subject  to  the 
payment  of  established  rates  and  charges  for  such  use. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11.Q1S— 

RESOLVED '  That  this  Commission  approves  the  terms  and  con- 
ditions and  hereby  authorizes  issuance  of  Airport  Space  Rental 
Permit,  as  follows: 

To:    Friedkin  Aeronautics  Inc,  Pacific  Southwest  Airlines 
Effective    Date:  -  July  13,  1951, 
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Property                          A«a           Chg.  per  Sq0    Amount  per 
.  Description:         ^      SqU^  Per  Yr,  Year  

Passengar  Terminal 
Building-Office  Spacer 

Main  Floor  Area-not  con- 
tiguous to  min  Lobby         244  $  3 ♦00  $  732*00 

Permittee  is  granted  permission  at  its  own  expense  to 
make  certain  alterations  in  sotrfchwest  alcove  on  main  floor;  to 
install  a  neon  sign  in  close  proximity  to  area  covered  by  this 
permit. 

Pending  occupancy  of  the  244  square  feet,  permittee  is 
authorised  to  use  approximately  148  square  feet  of  arcade 
space  adjoining,  this  being  a  temporary  expedient  until  modi- 
fications by  permittee  are  completed  in  the  244  square  feet  of 
space. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  ll.Ql6~ 

RESOLVED p  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $90,001.48,  in  favor  of  Granite 
Construction  Co.,  under  SFWD  Contract  No.  536-Construction  of 
Concrete  Lining,  Roof  and  Control  Works,  Sutro  Reservoir. 

Contract  Payment  in  amount  51,199.34,  in  favor  of  Wenrick  and 
Associates,  under  SFWD  Contract  No.  554-Cons tract ion  of  San 
Andres  Outlet  No,  1  Chlorinating  Plant. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  II.QI7-- 

RESOLVED ^  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $17.75,  expenses  of  Robert  Rockwell,  As- 
sistant Director  of  the  Bureau  of  Public  Service,  month  of 
August,  1951 #  covering  conferences  with  Advertising  Club, 
Junior  Chamber  of  Commerce,,  Newspapers  and  Radio  Station 
Officials, 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  ms  adopted  unanimously: 

--RESOLUTION  NO.  11.Q18-- 

RESOLVED t  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  In  payment  of  non-litigated  and  litigated  settle- 
ments, judgments  and  interest,  as  follows: 


Claimant        Current  Year 
Non-litigated  settlements 
'  Plaza  Florist 
Elizabeth  J.  Hartney 


Date  of  Accident 

July  23?  1951 
July  17,  1951 


Appropriation  No,  165-804-OI 


Settlement 
$  179.79 

13k  so 


Prior  Years: 
Florence  Luetta  Stewart 
John  F.  Aranda 
Pacific  Indemnity  Co. 

Litigated  settlements 
Elizabeth  Egan 

Judgments 

Ralph  T.  Evans 

Martha  J.  Gonzales 


September  27,  1950 
May  21,  1951 
September  16,  1949 


November  17,  1948 


600,00 
216.03 
603.30 


750.00 


October  6,  1949  2,500*00 

plus  interest 

December  11,  1949  2,000.00 

plus  interest 


Amending  portions  of  Resolution  No.  11,872, 
to  provide  for  interest  as  follows: 


Margaret  Doepfner- interest  on  judgment 
Nellie  Frick 


Appropriation  No.  165-804-03 

Amending  portion  of  Resolution  No,,  ll,8l2, 
Frank  X.  Rivas,  Jr.,  interest  on  judgment 

Appropriation  No.  165-804-02 


84.3; 


.5*51 


5*51 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.Q1Q-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance ,  appropriating  the  sum  of  $238.00-Hetch  Hetchy  Project 
Funds,  to  provide  for  retroactive  wages  and  retroactive  pension: 
for  holiday  pay  due  machinists  in  accordance  with  court  order 
in  the  action  of  John  Mc  Neill  et  al  v.  City  and  County  of  San 
Francisco*  Case  No,  399,080. 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.920— 

RESOLVED^  That  this  Commission  hereby  requests  the  Vfoyor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $8,405*50-Municipal  Railway 
Funds,  to  provide  the  necessary  funds  for  the  payment  of  holi- 
day pay,  for  the  period  of  July  1,  1947  to  June  30,  1950,  to 
certain  per  diem  employees,  in  compliance  with  judgments 
rendered  in  the  following  cases: 

Blacksmith-Case  No.  4041 64- Isaac  M.  Hind  et  al  v.  City  and 
County  of  San  Francisco. 

Molders  Helper  and  Holder-Case  No.  404277- Samuel  F6  Butler,  et 
al  v.  City  and  County  of  San  Francisco. 

Machinists  Helper-Machine  Tool  Operator  and  Machinist-Case  No. 

399080-John  Mc  Neill  et  al  v.  City  and  County  of  San 
Francisco,, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.Q21— 

RESOLVED    That  this  Commission  approves  expenses  to  be 
incurred,  in  an  estimated  amount  of  $500,00,  in  connection 
with  groundbreaking  ceremonies  for  the  New  Terminal  Building 
at  the  San  Francisco  Airport,  Appropriation  No.  162-200-04* 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11.Q22-- 

RESOLVED,  That  this  Commission  hereby  requests  the 
Controller's  certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  as 
follows:— expenditures  of  the  second  quarter  of  fiscal  year: 


Appro,  No. 

l68-lll-00-Allowance  for  Overtime  $  900,00 

l68-112-00-Allowance  for  Holidays  2,l6o»00 

168-640-OO-Water  Rights  &   Damage  Claims  7,500.00 

168-641-oo-Hydrography  1 , 750 .00 

Water  Department  Request  for  Allotment,  in  amount  $5°»599»00 
under  Appropriation  No.  166-40O-OO,  to  provide  for  purchase 
of  equipment  approved  in  the  1951-1952  budget. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
#11,000.00,  under  Appropriation  No.  165-804-03,  Passenger 
and  Damage  Claims. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  11>Q2V- 

RESOLVED,  That  A*  J.  Kritscher,  Ass.  Engineer  II,  is 
hereby  authorized  and  directed  to  proceed  to  St.  Louis,  Mo,, 
to  inspect  final  operating  tests  of  trolley  coaches  and 
street  cars  at  the  shops  of  the  St.  Louis  Car  Company;  and 


BE  IT  FURTHER  RESOLVED    That  necessary  traveling  expenses 
are  deemed  to  be  contracted* in  the  performance  of  routine 
duties,  payable  from  Appropriation  No.  068-99I-OO. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO*  11.Q2A— 

RESOLVED    That  this  Commission  hereby  determines  that  the 
land  hereinafter  described,  at  present  under  the  jurisdiction 
of  the  Hetch  Hetchy  Project,  and  of  this  Commission  is  not  re- 
quired for  purposes  of  the  Hetch  Hetchy  Project,  or  for  any 
other  utility  or  municipal  purpose  and  accordingly  reports  to 
this  effect  to  the  Board  of  Supervisors* 

And  be  it  further  resolved  that  this  Commission  recommends 
that  the  Director  of  Property  arrange  for  a  lease  to  the  State 
of  California,  Department  of  Natural  Resources,  Division  of 
Pish  and  Game,  (hereinafter  referred  to  as  J»State??)  of  the 
following  described  real  property,  under  the  following  terms 
and  conditions: 

All  that  parcel  of  land  located  near  Moccasin,  Tuolumne 
County,  California^  in  Sections  27  and  34,  T.IS#f  R.15  Eff,  with- 
in the  boundary  line  described  as  follows: 

Beginning  at  a  point,  hereinafter  referred  to  at  Point 
??A",  located  N.  570  05'  30??  W.  177  feet  from  a  point  in  the 
axis  line  of  City's  lower  Moccasin  Dam,  distant  along  said 
axis  N,  320  54?  30i?  E.  295  feet  from  a  consete  monument  set  in 
the  ground  narRing  the  intersection  of  said  axis  with  the 
center  line  of  City's  main  aqueduct  tunnel  leading  southwester- 
ly from  Moccasin  Reservoir;  and  runnin  g  from  point  v?At?  N„29° 
E.  375  feet;  thence  N.  70°  W.  21 5  feet;  thence  N#  400  W.  330 
feet;  thence  N.  90  W.  425  feet;  thence  N.  470  30?  W.  1,030  feet; 
thence  N.  500  W.  305  feet,  more  or  less,  to  a  point  in  the  north 
line  of  the  SW  1/4  of  the  SW  1/4  of  said  Section  27,  which 
line  is  also  the  north  line  of  land  of  City;  thence  along  said 
north    line  of  said  quarter  section  westerly  780  feet,  more  or 
less,  to  the  northeasterly  line  of  the  public  road  right  of  way 
easement  40  feet  in  width  conveyed  by  the  City  and  County  of 
San  Francisco  to  the  County  of  Tuolumne  by  deed  dated  Fferch  12, 
1930,  recorded  April  25,  1930,  in  Book  A.  Volume  95  of  deeds, 
page  341,  Tuolumne  County  Records;  thence  along  said  north- 
easterly line  of  said  easement,  in  a  general  southeasterly 
direction,  2,930  feet,  more  or  less,  to  a  point  which  bears 
S.  470  w.  from  point  "A";  thence  N#  470  E  90  feet,  more  or  less, 
to  point  ?,A",  the  point  of  beginning,  containing  33  acres ,  more 
or  less. 

State  shall  have  the  right  to  construct,  maintain  and  use 
structures  on  land  of  City,  outside  of  the  above-described 
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boundary  of  land,  as  follows:  (1)  a  pump  station,  to  be  located 
near  the  northeasterly  end  of  the  existing  steel  footbridge 
used  for  access  to  the  drainage  gate  tower  in  Moccasin  Reser- 
voir; (2)  suction  pipe  lines  to  extend  from  said  pump  station 
southwesterly  to  a  suitable  intake  location  in  Moccasin 
Reservoir;  (3)  discharge  pipe  lines  to  extend  from  said  pump 
station  northerly,  northwesterly,  westerly  and  southwesterly, 
passing  north  of  the  spillway  of  the  Moccasin  Dam,  to  a  point 
in  the  above-described  boundary  of  land; (4)  a  power  circuit 
and  supporting  structures  for  electric  power  service  to  the 
pump  station.    The  prcise  location  and  extent  of  the  land  to 
be  occupied  by  said  pump  station,  the  precise  locations  and 
grades  for  said  pipe  lines,  and  the  precise  location  of  said 
power  circuit  and  supporting  structures,  shall  be  as  mutually 
agreed  upon  by  representatives  of  State's  Division  of  Fish  and 
Game  and  representative  of  City's  Public  Utilities  Commission 
as  suited  to  the  purposes  of  State  and  not  in  any  adversely 
affecting  the  Interest  of  City.  (The  term  J?Cityt?  is  used 
throughout  as  inclusive  both  of  the  City  and  County  of  San 
Francisco  and  its  Public  Utilities  Commission). 

Said  real  property  hereinabove  described,  together  with 
said  facilities  hereinabove  mentioned,  shall  be  used  by  State 
for  f ish cultural  purposes. 

All  rights  of  State  hereby  conferred  are  subject  to  the 
following  terms  and  conditions, 

1.    The  land  and  appurtenant  rights  above  described  shall 
beused  by  State  for  the  purpose  of  constructing,  operating  and 
maintaining  a  fish  hatchery,  with  buildings  and  other 
structures,  ponds,  and  appurtenances  necessary  or  proper  in 
connection  with  such  hatchery,  including  housing  for  hatchery 
employees  and  their  families  and  a  pump  station,  pipe  lines  and 
power  circuit  to  supply  water  and  electricity  to  said  land  as 
necessary  for  the  operation  of  the  hatchery  and  for  domestic 
purposes. 

2#    State  shall  not  interfere  with  the  flow  of  water  in 
Moccasin  Creek  in  any  way  that  would  cause  interference  with  the 
free  discharge  of  water  from  the  spillway  of  the  Moccasin  Dam, 
or  from  the  conduit  which  carries  the  water  of  Moccasin  Creek 
oeneath  Moccasin  Reservoir  and  Dam,  or  cause  gravel  and 
ooulders  carried  through  the  conduit  to  accumulate  in  such 
fanner  as  to  interfere  with  free  discharge  of  water  from  the 
jonduit. 

3.    Details  of  construction  of  State's  pipe  and  power  lines 
>n  land  not  included  in  the  above-described  realty  shall,  prior  to 
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the  undertaking  of  any  such  construction,  meet  with  the  written 
approval  of  the  Manager  and  Chief  Engineer  of  the  Hetch 
Hetchy  Water  Supply,  Power   and  Utilities  Engineering  Bureau 
under  the  jurisdiction  of  City's  Public  Utilities  Commission. 

4,  No  Building,  bridge,  fence  or  other  structure  shall  be 
erected  by  the  State  on  the  above-described  realty  or  on  other 
adjacent  land  of  City,  as  hereinabove  set  forth,  unless  the 
design  and  the  proposed  location  thereof  shall  first  have  been 
submitted  to  City's  Public  Utilities  Commission  and  approved  in 
writing  by  City1 s "Art  Commission  and  its  Public  Utilities  Com- 
mission, 

5#    State  shall  have  the  right  to  take  water  from 
Moccasin  Reservoir,  through  the  pipe  lines  hereinabove 
mentioned,  for  use  on  the  said  areae  or  in  connection  with  said 
adjacent  facilities,  in  such  quantity  as  may  be  necessary  in 
connection  with  the  operation  of  the  hatchery  and  for  domestic 
purposes,  provided  that  the  rate  of  flow  of  water  so  taken  shal! 
not  at  any  time  exceed  20  cubic  feet  per  second.    State  shall 
provide  means  for  measuring  and  recording  continuously,  with 
reasonable  accuracy,  the  rate  of  flow  of  water  so  taken,  and 
shall  furnish  to  the  General  Manager  and  Chief  Engineer  of  the 
Hetch  Hetchy  Water  Supply,  Power  and  Utilities  Engineering 
Bureau,  under  the  jurisdiction  of  City's  Public  Utilities  Com- 
mission, full  information  for  City's  records  with  respect  to 
the  rate  of  flow  and  the  quantity  of  water  taken. 

6.  State  shall  have  the  right  to  allow  return  water  to 
flow  from  the  above-described  realty  to  Moccasin  Creek  across 
adjacent  land  of  City,  in  pipes  or  ditches  or  natural  water- 
courses, at  locations  to  be  mutually  agreed  upon  by  representa- 
tives of  City's  Public  Utilities  Commission  and  representatives 
of  State's  Pish  and  Game  Commission. 

7.  City  reserves  the  right  to  operate  its  Moccasin 
Reservoir  in  any  manner  necessary  or  expedient  at  any  time  for 
City's  purposes.    It  is  understood  that  the  water  level  in  the 
reservoir  is  subject  to  wide  fluctuations,  and  that  it  may  be 
necessary  under  unusual  circumstances  to  discontinue  flow  into 
the  reservoir  and  to  empty  the  reservoir. 

8.  The  taking  of  water  from  Moccasin  Reservoir  by  State 
as  herein  provided  for  shall  not  any  time  become  a  basis  for 
establishing  a  permanent  right  in  that  water  adverse  to  City's 
water  rights  so  as  to  diminish  the  quantity  of  water  that  may 
ultimately  be  diverted  from  the  Tufclumne  River  watershed  by 
City,    State  shall  take  all  steps  necessary  and  use  its  best 
efforts  to  enforce  the  provisions  of  Sec.  7075  of  the  V&ter 
Code  and  to  prevent  any  other  party  from  appropriating  water 
discharged  by  State    into  Moccasin  Creek  and  becoming  a  part 
of  the  flow  of  Moccasin  Creek  and  of  the  TuGlumne  River. 
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9»    City  shall  furnish  electrical  energy  to  State  for  use 
in  the  above-described  realty  in  connection  with  the  operation 
of  the  hatchery  and  for  domestic  purposes,  and  for  the  opera- 
tion of  the  pump  station.    The  delivery  point  for  such  elec- 
trical energy  shall  be  near  point  f,Av?,  hereinabove  described, 
at  which  delivery  point  City  will  install  metering  equipment. 
The  energy  shall  be  three  phase,  60  cycles,  at  approximately 
2,200  volts.    State  shall  provide  all  necessary  distribution 
facilities  between  said  delivery  point  and  the  points  of  use 
or  at  said  delivery  point.    State  shall  pay  for  electrical 
energy  received  at  the  rate  of  one  half  cent  ($0,005)  per 
kilowatt  hour,  bills  to  be  rendered  monthly  by  City. 

10.  City  shall  not  be  responsible  to  State  for  any 
damage  or  loss  that  may  result  from  operation  of  the  reservoir, 
or  from  the  discharge  of  water  from  the  reservoir  through  the 
spillway  or  through  the  drainage  conduit  into  Moccasin  Creek,, 
or  from  electric  power  failure. 

11.  City  reserves  the  r ight  to  cross  over  the  northerly 
portion  of  the  above-described  realty  for  the  purpose  of  in- 
gress and  egrees  from  lands  owned  or  controled  by  City  ad- 
jacent to  the  northeasterly  portion  of  the  above-described 
realty,  over  an  existing  roadbetween  State  Highway  Route  49 
and  said  adjacent  lands,  or  over  such  substitute  route  as  may 
be  agreed  upon  between  representatives  of  State  and  of  City 
when  State ?s  development  of  the  above-described  realty  re- 
quires the "closing  of  the  existing  road* 

12.  City  reserves  the  right  to  operate,  maintain,  repair 
and  reconstruct  existing  pipe  lines  in  the  above-described 
realty  as  long  as  the  use  of  said  pipe  lines  is  necessary  for 
the  purpose  of  supplying  water  to  points  outside  the  above- 
described  realty;  provided  that,  when  necessary  to  avoid  inter- 
ference with  State ?s  development  of  the  above-described  realty, 
any  part  or  all  of 'said  pipe  lines  shall  be  suitably  replaced, 
at  State ?s  expense,  in  a  new  location  to  be  agreed  on  by 
representatives  of  State  and  of  City. 

13.  State  shall  have  the  right  to  remove  the  improvements 
placed  by  State  upon  the  above-described  realty,  or  elsewhere, 
under  this  agreement,  in  the  event  that  the  right  of  cancella- 
tion, hereinafter  provided  for,  is  exercised,  and  in  the  same 
manner  as  provided  for  in  Section  17,  hereinafter. 

14.  State  shall  indemnify  and  save  harmless  City,  the 
members  of  the  Public  Utilities  Commission,  and  aLl  officers, 
servants,  agents  or  employees  of  either  City  or  Commission, 
from  any  liability  for  property  damage  or  personal  injury  or 
death  arising  from  the  operations  by  State  or  its  subordinate 
agencies  under  this  agreement. 
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15.  State  agrees  that  if  City  shall  suffer  any  loss  or 
damage  arising  out  of  the  enjoyment  or  use  of  said  premises 
hereunder,  State  shall  tie  liable  therefor  and  State  will  render 
City  all  lawful  and  proper  assistance  in  presenting  and  prose- 
cuting to  fruition  a  claim  therefor  under  the  provision  of 
Sec.  16021  of  the  Government  Code. 

16.  The  rights  hereby  granted  shall  expire  twenty  years 
from  the  effective  date    of  said  lease. 

17.  On  expiration  of  the  period  of  time  herein  provided 
for,  or  on  termination  of  this  agreement  by  either  party,  State, 
at  its  own  expense,  shall  remove  the  improvements  placed  by 
State,  upon  the  above-described  realty  and  elsewhere  under  this 
agreement,  shall  fill  ponds  and  level  embankments,  and  shall 
leave  the  ground  surface  smooth,  clean  and  in  appearance  con- 
forming as  nearly  as  possible  to  the  surrounding  area, 

18.  State  shall  give  priority  to  locations  in  the 
vicinity  of  the  City's  recreational  facilities  in  Tuolumne 
County,  in  stocking  streams  and  lakes  with  fish  from  said 
hatchery,  provided  that  State  reserves  the  right  to  plant  fish 
in  such  numbers  and  in  such  waters  as  it  deems  proper, 

19.  Notwithstanding  anything  herein  contained  to  the 
contrary,  the  rights  here  created  and  the  conditions  here 
expressed  may  be  terminated,  altered,  changed  or  amended,  by 
mutual   consent  of  the  parties  hereto. 

20.  In  full  consideration  of  the  rights  hereby  conferred, 
State  shall  pay  to  City  the  sum  of  $1.00  per  year. 

RESOLUTION  NO.  11,504  of  March  26,  1951,  of  this  Commission 
is  hereby  rescinded. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.Q25— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  V&ter  Department,  as  hereinafter 
set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit 


and  authorizes  the  execution  of  the  same  as  follows: 

To:    Redwood  City,  County  Court  House,  Redwood  City 

Permit  to  extend  Massachusetts  Avenue  and  widen 
Junipero  Serra  Boulevard  over  and  across  the  Bay  Division 
Pipe  Line  No.  3  right  of  way;  said  crossings  being  within 
Sterling  Highlands  Subdivision,  Redwood  City. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11.Q26-- 

RESOLVED,  That  this  Commission  hereby  authorizes  the 
Manager  of  Utilities  to  execute,  for  and  on  behalf  of  this 
Commission  and  the  City  and  County  of  San  Francisco,  a  written 
agreement,  submitted  to  this  Commission,  and  to  be  executed  to 
and  with  D.  Rasmussen*  extending  to  and  including  the  10th 
day  of  January,  1952,  that  certain  Concession  Agreement, 
executed  by  this  Commission  for  and  on  behalf  of  the  City  and 
County  of  San  Francisco,  under  date  of  November  10,  1941,  with 
said  D.  Rasmussen,  for  a  period  of  ten  years  thereafter,  and 
as  modified  by  that  certain  memorandum  of  understanding 
executed  between  said  parties  under  date  of  January  12,  1948. 

On  motion  of  Commissioner  Mc  Keo,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.Q27-- 

RESOLVED,  That  this  Commission  hereby  directs  that  the 
Onager  of  Utilities  cause  to  be  served  upon  Enrico  Curotto, 
month-to-month  tenant  on  property  in  San  Mateo  County,  being 
portion  of  Deed  Parcel  30,  commonly  known  as  the  tJSilva  Tract" 
a  notice  to  quit  and  surrender  possession  of  the  premises  so 
occupied, 

California  Street  Cable  Railroad  Company: 

The  Commission  spent  the  greater  part  of  the  afternoon  and 
early  evening  before  the  Board  of  Supervisors  in  connection  with 
purchase  of  California  Street  Cable  Railroad  Company;  following 
action  by  the  Board  of  Supervisors,  the  Commission  held  a  public 
hearing  on  the  same  matter.    President  Philip  F.  Landis  stated 
that  the  Commission  had  given  thought  and  study  to  a  third 
alternative  designed  to  attain  the  same  objective,  but  an  avenue 
of  approach  to  minimize  legal  entanglements. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 


Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO,  11.Q28-- 

RESOLVED,  That  this  Commission  hereby  authorizes  the 
City  Attorney  to  call  a  meeting  of  the  Controller,  the  Manager 
of  Utilities  and  the  members  of  this  Commission  and  represen- 
tatives of  the  California  Street  Cable  Railroad  Company  and  the 
Receivers  thereof,  to  discuss  and,  if  possible,  determine  upon 
the  problems  relating  to  the  possible  purchase  by  the  City  and 
County  of  San  Francisco  of  the  operative  properties  of  the 
California  Street  Cable  Railroad  Company. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 

8l2th  REGULAR  MEETING  CF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  SEPTEMBER 

24.  1951- 


Present:    Commissioners  Philip  T0  Landis^  Victor  S.  Swanson, 
Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Philip  P.  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  8llth  regular  meeting  of  the  Com- 
mission held  September  17 >  1951  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

""-RESOLUTION  NO.  11.Q28-- 

WHEREAS,  under  HHWS  Contract  No.  228-Expl oratory  Soil 
Test  Hole  Drilling  and  Test  Trench  Excavation,  Cherry  River 
Project,  J.  N.  Pitcher  Co.,  contractor,  was  required  to  complete 
the  work  on  August  15,  1951  ,as  extended  by  Public  Utilities  Com- 
mission Resolution  No.  11,316,  dated  January  15,  1951 ;  and 

WHEREAS #  winter  floods  on  the  Cherry  River  washed  out  the 
Cherry  River  Bridge  thus  preventing  access  to  the  site  of  the 
work;  and 

WHEREAS  *  said  access  could  not  be  replaced  until  the  long 
continued  ruAoff  of  the  Cherry  River  had  subsided;  ar^d 

WHEREAS'  the  contractor  has  been  diligent  in  his  efforts 
to  complete  the  work: 

NOW,  THEREFORE,  BE  IT  RESOLVED'  That  this  Commission 
approves  and  grants  an  extension  of '20  days  to  September  5,  1951 
to  complete  the  work  and  hereby  waives  liquidated  damages  by 
reason  of  such  extension  of  time. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
owanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.Q2Q— 

RESOLVED    That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $2,302.32, 
being  the  credit  difference  between  certified  estimated  con- 
tract and  final  performance;  approves  Certificate    of  Ac- 
ceptance and  Pinal  Payment  in  amount  $3, 659*10,  in  favor  of 
J.  N.  Pitcher  Co*,  under  HHWS  Contract  No.  228- Exploratory 
Soil  Test  Hole  Drilling  and  Test  Trench  Excavation- Cherry 
River  Project. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.Qfo- - 

WHEREAS    under  the  terms  of  Municipal  Railway  Contract 
No.  392-Altefations  to  Geneva  Offices, Leon  Carlen,  contractor, 
was  required  to  complete  all  work  on  July  26,  I95I;  and 

WHEREAS 1  the  contractor  has  experienced  unavoidable  delays 
due  to  change  of  original  plans  which  necessitated  additional 
work;  and 

WHEREAS    said  Contractor  has  been  diligent  in  his  attempts 
to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  contract  time  for 
performing  all  work  specified  under  Municipal  Railway  Contract 
No.  y)2,  be  and  is  hereby  extended  for  a  period  of  41  calendar 
days  until  September  5,  1951  and  that  liauidated  damages  by 
reason  of  such  extension  are  hereby  waived  * 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.93I— 

RESOLVED'  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifications; 
approves  Credit  Modification  of  Contract  in  amount  #15.87,  being 
the  difference  between  allowance  for  finished  hardware  and 
actual  amount  used;  approves  Certificate  of  Acceptance  and  Pinal 
Payment  in  amount  $2,045.08,  in  favor  of  Leon  Carlen,  under 
Municipal  Railway  Contract  No.  392-Alterations  to  Geneva  Offices. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11  ..952— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in    amount  $357.40, 
Doing  the  additional  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  13^67,70,  in  favor  of 
Ben  Blair  Co,,  under  SFWD  Contract  No.  581-Surfacing  Roadways 
at  Millbrae  Headquarters. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11. Q^— 

WHEREAS'  the  Manager  and  Chief  Engineer  of  the  Hetch 
Hetchy  Water'Supply,  Power  and  Utilities  Engineering  Bureau 
of  this  Commission  has  recommended  the  granting  of  a  certain 
revocable  permit  for  use  and  occupancy  of  land  and  property 
under  control  of  that  Bureau,  as  hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED    That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  the  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:    The  Pacific  Telephone  and  Telegraph  Company. 

Permit  to  install,  maintain  and  use  a  telephone  circuit 
across  the  Hetch  Hetchy  Aqueduct  and  Transmission  Line  right  of 
way  at  a  point  in  the  N/W  1/4  of  the  S/W  1/4  of  Section  15, 
T.  3  S.,  R.  8  E,,  MDB&M,  Stanislaus  County,  California. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.Q34-- 

RESOLVED f  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $23.86,  month  of  August,  1951,  expenses  of 
Geo.  M,  Dixon,  Manager  and  Chief  Engineer-San  Francisco  Airport, 
covering  conferences  with  Airline  Officials,  State  Department 
Officials,  re  Peace  Conference,  Officials  of  the  British 
Government  and  the  Manager  of  the  Carnation  Milk  Co. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


--RESOLUTION  NO.  ll.Q^-- 

RESOLVED '  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Bureau  of  Light,  Heat  and  Power  Request  for  Additional  Allot- 
ment in  amount  |l62»00f  under  Appropriation  No.  163-III-OO- 
Second  Quarter  Allowance  for  Overtime, 

Airport  Request  for  Additional  Allotment  in  amount  $8,381. 36, 
under  Appropriation  No.  96-9OO-56  and  in  amount  $15,943,59, 
under  Appropriation  No.  193-056-OO,  to  provide  for  salaries, 
wages,  labor,  transportation,  materials  and  supplies  and 
fixed  charges  (overhead)  in  connection  with  plans  and  specifi- 
cations for  period  October  1-December  31,  1951» 

Airport  Request  for  Intra  Fund  Transfer,  transferring  funds 
required  in  connection  with  Federal  Airport  Aid  Projects 
■No.  9-O4-O34-IO4  and  105,  for  Engineering  Work  Orders  on  Plans 
and  Specifications  and  Field    Engineering  and  Inspection, 
October  1  through  December  J>1>  195^»  *n  amounts  as  follows: 

From  Appro.  No.  Amount  To  Appro.  No. 

96-900-56  $    2,000.  '  196-904-56 

96-9OO-57  10,500.  IQ6-904-57 

193-056-00  2,500.  196-903-56 

I93-O57-OO  13,500.  196-903-57 

1949  Cherry  Valley  Dam  Bond  Fund  Request  for  Additional  Allot- 
ment, in  amounts  indicated  below,  to  supply  funds  for  adminis- 
trative services,  for  filing  fee  required  by  State  of  California 
for  services  of  consulting  engineers  and  field  engineering: 

Appro.  No.  Amount 

192-  054-OO-Administrative  Expense  $  3,000.00 

193-  055-Ol-Consulting  Engineers  25,000.00 
192-055-02-Fee-State  of  California  25,000.00 
192-057-OO-Field  Engineering  49,957.04 
I92-056-OO- Plans  and  Specifications  12,639.38 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in  amount 
I785.OO,  under  Appro,  No.l68-350-O0-Foodstuff s-month  of  October. 

Hetch  Hetchy  Project  Request  for  Allotment  in  amount  $450,00, 
Appropriation  No.  192-550-03-Clearing  Reservoir  Site  for  Camp 
Water  Supply  System, 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  11. 9^6— 

RESQLVED*  That  on  recommendation  of  the  Manager  of 
Utilities,  the  Acting  General  Manager  of  the  Itaiicipal  Railway, 
the  General  Claims  Agent  thereof ,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  and  litigated  settle- 
ments, as  follows: 


Claimant     PRIOR  YEARS 
Non-litigated  settlements 


Date  of  Accident 


Settlement 


Louis  Sand 

Ada  Belle  Wagner 

Litigated  settlements 
Cipriano  Jularbal 
Mary  Alvarado 
Grace  A.  Davis 
Italo  Giuntoli 
Chas.  Jos.  Bacigalupi,  a 

minor 

Edward  Atkins 
Bee  Golden 


March  2,  1951 
June  11,  1951 


November  2^,  1949 
September  8,  1949 
June  6,  1947 
August  14,  1947 

March  22,  1949 
February  19,  1949 
June  22,  1949 


352.35 
500.00 


4,250.00 
150.00 
1,500.00 
1,500.00 

375.00 
1,500.00 
1.000.00 

1*127, 25 


Appropriation  No*  165-804-03 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  ll.Q^-- 

RESOLVED,  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  August,  1951 ;  and 

BE  IT  FURTHER  RESOLVED'  That  a  report  of  said  appointments 
and  removals  be  transmitted' to  the  Controller  and  to  the  Civil 
Service  Commission, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 9^8— 
RESOLVED^  That  this  Commission  approves  Contract  Payment 
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in  amount  $160,119.30,  in  favor  of  Security  First  National 
Bank  of  Los  Angeles,,  as  assignee  for  United  Concrete  Pipe 
Corporation,  under  SFWD  Contract  No.  524-Const ruction  of  Bay 
Division  Pipe  Line  No.  3-Se^tion  AC, 

On  motion  of  Commissioner  Swansonf  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.Q^Q— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth: 

THEREFORE 9  BE  IT  RESOLVED    That  the  Public  Utilities  Com- 
mission of  the  City  and  County' of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Round  California  Chain  Company,  South  San  Francisco 

Permit  to  temporarily  lay  an  8ff  fire  service  pipe  line 
across  a  portion  of  Parcel  26,  South  San  Francisco;  said  cross- 
ing being  from  the  California  Water  Service  Company's  meters 
in  San  Mateo  Avenue  to  the  easterly  property  line  of  said  par- 
cel. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.94O-- 

RESOLVED'  That  on  recommendation  of  the  Ffenager  and 
Chief  Engineer  of  the  Hetch  Hetchy  Project,  and  of  the 
Manager  of  Utilities,  this  Commission  approves  and  hereby  re- 
quests the  Mayor  to  recommend  to  the  Board  of  Supervisors, 
enactment  of  an  ordinance,  appropriating  the  sum  of  $5,204.95, 
Hetch  Hetchy  Project  Funds,  to  provide  for  the  settlement  of" 
claims  filed  with  the  Controller  by  the  following  landowners 
for  damage  to  their  property  by  fire  alleged  to  have  been 
started  by  failure  of  the  Hetch  Hetchy  transmission  line  on 
June  1,  1951,  at  Tower  8lO,  about  four  miles  south  of  Livermore, 
California: 

E,  A,  Wente  $3,040.00 
Frank  J .  Rodrigues  549*95 
A.  Antonini  84O.OO 
A.  and  Daniel  G.  Sachau     775.00  $5,204.95 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11,941— 

RESOLVED   That  this  Commission  hereby  approves  of  the  fol- 
lowing plan  for  the  acquisition  by  the  City  and  County  of  San 
Francisco  (hereinafter  referred  to  as  "city")  of  the  operative 
properties  of  California  Street  Cable  Railroad  Company,  a  cor- 
poration (hereinafter  referred  to  as  "Corporation"),  under  the 
Charter  of  City,  and  recommends  the  approval  of  such  plan  by 
the  myor  and  the  Board  of  Supervisors  in  the  submission  of  an 
offer  to  the  Receivers  of  Corporation  now  acting  as  such  pur- 
suant to  appointment  in  the  proceeding  numbered  40074,  now 
pending  in  the  United  States  District  Court,  Northern  District 
of  California,  Southern  Division: 

1.  Payment  by  City  of  the  sum  of  approximately  One  Hundred 
Thirty  Eight  Thousand  Dollars  ($138,000,00)  as  and  for  the 
purchase  price  of  all  of  said  operative  properties.  The 
said  sum  of  $138,000.00  is  to  be  reduced  in  accordance  with 
what  additional  taxes,  cost  of  redemption  and  interest  on 
said  taxes,  plus  whatever  additional  franchise  taxes  may  be 
found  due  City  from  Corporation  as  of  the  date  of  the  con- 
summation of  the  proposed  purchase  of  said  properties. 

2.  Said  Corporation  and  said  Receivers,  with  all  necessary 
approvals  required  by  law,  shall  file  a  dismissal  of  the 
Appeal  now  pending  in  the  District  Court  of  Appeal  in  and 
for  the  First  Appellate  District  of  the  State  of  California, 
entitled  "California  Street  Cable  Railroad  Company,  a 
California  corporation  Plaintiff  and  Appellant,  vs.  City  and 
County  of  San  Francisco,  a  Municipal  Corporation,  Defendant 
and  Respondent",  and  numbered  14,824  in  the  records  of  said 
Court. 

3»    In  those  three  certain  suits  pending  in  the  Superior  Court 
of  the  State  of  California,  in  and  for  the  City  and  County 
of  San  Francisco,  in  which  Eve  Tedaldi,  Joe  Valentini  and 
Helen  Tomonic  are  plaintiffs  and  in  which  Corporation  has 
filed  notices  of  contingent  claims  and  demanding  that  City 
indemnify  the  Corporation  for  all  costs,  loss  and  expense 
which  may  or  may  hereafter  be  sustained  by  Corporation  in 
thedefense  of  said  actions,  and  in  which  it  is  alleged  that 
the  loss  will  be  in  the  sum  in  excess  of  $100*000.00,  said 
claims  shall  be  withdrawn  with  prejudice  and  City  fully 
released  from  said  claimed  liability  after  legal  authority 
to  do  so  has  been  obtained  from  the  United  States  District 
Court. 

4.    Said  Corporation  and  said  Receivers,  with  all  necessary 
approvals  required  by  law,  shall  execute  and  deliver  to  the 
City  Attorney  of  City  a  full  release  and  discharge  of  any 
and  all  claimed  liability  of  City,  or  any  of  any  its  officers 
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agents,  commissioners,  servants,  employees,  or  contractors, 
by  reason  of  the  construction  of  the  Broadway  Tunnel  or  any 
adjunct  thereto  and  the  claimed  interruption  of  service 
caused  thereby,  or  any  other  item  of  claimed  damage  re- 
sulting from  the  same,  and  shall  further  release  and  fully 
discharge  all  of  said  persons  from  any  and  all  claimed 
liabilities,  debts,  or  obligations  asserted  in  or  to  be 
claimed  against  any  of  said  persons.    The  foregoing  shall 
also  include  a  relinquishment  and  withdrawal  of  that  cer- 
tain claim  filed  by  Corporation  with  the  Controller  on  the 
21st  day  of  August,  1951,  in  which  Corporation  claims  dam- 
ages against  City  in  the  sum  of  $400,057. 20,    City  shall 
likewise  fully  discharge  and  release  said    Corporation  from 
any  and  all  claims  or  liabilities  in  favor  of  City  against 
Corporation, 

In  consideration  of  said  dismissal,  releases  and  dis- 
charges, City  will  cancel  and  waive,  in  the  event  that 
appropriate  legislation  to  that  effect  is  adopted  by  the 
Board  of  Supervisors,  the  following  claims  and  demands 
possessed  by  City  against  Corporation  or  against  the  assets 
of  said  Receivership: 

Removal  and  replacement  of  cable  car  tracks  at  Hyde 

Street  crossing  of  Broadway  Tunnel-estimated  at  $18,837; 

Immediate  pavement  repairs-estimated  at  $11,400,; 

Additional  repairs,  including  replacement  of  basalt 

block  pavement-estimated  at  $15,200.; 

Asserted  obligation  of  said  Corporation  to  reimburse  City 
for  its  payment  upon  the  judgment  in  the  Van  Dorn  case 
in  the  amount  of  $7,028.30* 

Nothing  herein  contained  shall  prejudice  the  right  of  City 
to  file  in  said  receivership  proceeding  or  in  any  subsequent 
bankruptcy  proceeding  involving  Corporation,  upon  the  basis 
of  a  general  creditor e  claims  enumerated  as  follows: 

Due  Municipal  Railway- 


In  the  event  of  the  failure  of  the  plan  herein  outlined  to 
become  effective  as  a  final  plan  and  binding  instrument, 
City  and  Corporation  shall  retain  and  have  the  right  to 
pursue  any  and  all  claims  and  litigation,  unaffected  by  the 
terms  of  said  plan  or  arrangement.    Except  as  provided  for 
under  adjustment  comprehended  by  this  resolution  and  any 
subsequent  offer  or  submitted  plan  of  reorganization,  no  ad- 
mission is  created  in  any  respect  as  to  the  liability  of 
City  or  of  Corporation. 


am  no.  oyo 
Due  San  Francisco  Water  Department 


$  24.56 
129.07 
201.40 


89.17 
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8.  Title  to  said  operative  properties  shall  be  transferred 
to  City  upon  execution  of  proper  instruments  of  convey- 
ance possessing  all  necessary  legal  approval  and  shall  be 
good  and  merchantable  title  free  and  clear  of  all  claims, 
judgments,  liens  and  encumbrances  of  every  kind  and 
character,  whether  in  favor  of  Corporation,  or  its  Re- 
ceivers, or  in  favor  of  anyone  other  than  Corporation,  or 
its  Receivers, 

9.  Nothing  herein  set  forth  shall  prejudice  the  right  of 
City  to  file  a  claim  in  said  proceeding,  or  in  any  sub- 
sequent bankruptcy  proceeding  involving  said  Corporation, 
based  upon  the  contingency  that  a  person  or  persons 
other  than  City  will  acquire  any  of  said  operative  proper- 
ties of  Corporation  and  terminate  and  abandon  all  or  any 
of  the  existing  cable  railway  system  of  Corporation, 
necessitating  the  restoration  of  all  streets  operated  upon, 
including  the  elimination  of  tracks  and  the  restoration 

of  street  pavements, 

10.    Said  plan  or  arrangement  hereinabove  referred  to  shall 
in  no  wise  fee  effective  until  all  approvals  required  by 
law  are  forthcoming.    The  date  of  the  acquisition  of 
title  is  to  be  arranged  for  with  all  reasonable  promptitude, 

BE  IT  FURTHER  RESOLVED    That  Resolution  No.  11,879, 
adopted  August  27,  1951»  be*and  the  same  is  hereby  re| 
scinded. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—  RESOLUTION  NO.  H.Q42— 

RESOLVED    That  this  Commission  approves  and  hereby  re- 
quests the  myor  to  recommend  to  the  Board  of  Supervisors, 
Municipal  Railway  Supplemental  Budget  1951-1952,  for  Operation 
and  mintenance,  California  Street  Cable  Railroad  Properties 
for  th  period-October  l69  1951  to  June  30,  1952,  as  follows: 


■'  F 


EXPENDITURES 


Appro. 

No,  Description 
165. 

110-  OO-Permnt  Salaries 

111-  00-Allwce  for  O'Time 

112-  00- All wee  for  Hldys. 
130-Ol-Wages-Pltfrm  Emp. 
130-02-Wages-Misc .Emp. 

200-00-C  on tr . Sr ves . 
23i-OO-Lgt.HU  &  Power 
300-00-mt.  &  Supplies 
315-OO-Wire  Rope  Cables 
321-OO-Fuel  &  Lubrcts. 
001-OO-Accident  Comp. 
804-OI- Pass «  &  Dmg.Clms. 

81 3-  00- Auto.  Ins. 

814-  OO-Fire  Ins. 
8l  5-  00- Ml  sc.  Ins. 
860-OO-Pensn.  &  Ret.  Allwce 
862-OO-Social  Security 

Total  Oper.  &  Mtce. 


No. 

lift* 

23 


98 

-22 

144 


Amount 

>  67,454. 
1,968. 
2,718. 
250,629. 

$397,918. 
8,230. 
29,748. 
14,988. 
30,000 
1.518. 
2,022. 
42,500. 
125. 

150, 
2,000. 

35.&30. 


144  $570,066. 


Detail  of  Trans,  to  Other  Dots. 
231-OO-Lgt.  Ht.  &  Power  29,748. 
860-OO-Pensn.  &  Ret.  Allwce   .  ^5.6^0. 


Net  Budget 

Revenue  and  Receipts 
Passenger  Revenue 
Advtsg  &  Other  Revenue 
Receipts  from  Other  Sources 


IM  S570.066. 


$457,245. 
4,524. 


Deduct  for  each  day 
acquisition  is  post- 
poned  beyond  lOA^S 


260. 

7* 

967. 
290. 

31- 
114. 

57- 

NONE 

5. 

7. 
I64. 

NONE 

NONE 

NONE 

137. 
20. 


114 

137 


1,766. 
l8. 


*  * 


$570.066. 


*     l65-112-00-Deduction  for  Holidays  to  be  made  in  accordance 

with  detail  sheet. 

**    Balancing  figure. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  ll.QZLV- 


RESOLVED    That  this  Commission  hereby  requests  the  Mayor 
to  recommend  io  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $4,000.00-Hetch  Hetchy  Project 
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Funds,  to  provide  for  payment  of  premium  on  comprehensive 
liability  insurance  for  period  of  three  years,  said  insurance 
to  protect  the  City  against  suits  for  bodily  injury  suffered 
by  the  public  or  by  employees  off  duty,  and  not  covered  by 
compensation. 

REMARKS' 

In  adopting  the  plan  of  purchase  of  the  California 
Gable  Railroad  Company  operative  properties  as  outlined 
in  Resolution  No,  11,941  of  this  meeting,  the  Commission 
did  so  with  the  view,  that  in  the  future,  a  detailed 
study  would  be  made  of  its  operation,  and  if  found  needed, 
necessary  adjustments  would  be  made. 


During  the  week  the  Commission  will  review  the  drawings 
and  plans  for  Airport  Concourses. 


The  Stanford  Research  Institute  made  an  application  to 
the  City  in  the  matter  of  use  of  Water  Department 
property  in  San  mteo  County,  for  the  purpose  of  research 
work  on  the  training  of  dogs  for  warfare  purposes;  the 
application,  at  the  request  of  the  Stanford  Research 
Institute  was  withdrawn. 


THEREUPON  THE  MEETING  ADJOURNED. 
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public  ummgs  commission 


8l3th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  OCTOBER 

1,  1951. 

****************************************************** 


Present:    Commissioners  Philip  F.  Landis,  Victor  S.  Swanson, 
Edw.  B.  Baron  and  Donald  A,  Cameron. 

President  Philip  P.  Landis  presided. 

On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  8l2th  regular  meeting  of  the 
Commission  held  September  24,  1951  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  li.QZLd — 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  W&ter  Department  has  recommended  the  granting  of 
a  certain  revocable  p  ermit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    City  of  South  San  Francisco,  South  San  Francisco 

Permit  to  install  an  8f?  V.C.P.  outfall  sewer  across  the 
City's  70*  right  of  way  containing  the  Crystal  Springs  6o??  and 
the  San  Andres  549f  pipe  lines;  said  crossing  being  approximately 
400 ?  south  of  Southwood  Subdivision,  South  San  Francisco. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11.9A5 — 

WHEREAS'  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter- 
set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    City  of  South  San  Francisco,  South  San  Francisco 

Permit  for  a  walkway  for  school  children  along  the  east 
line  of  San  Andres  54??  Pipe  Line  right  of  way  extending  from 
the  south  line  of  Ponderosa  Road,  South  San  Francisco, 
southerly  approximately  300?. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  w as  adopted  unanimously: 

—RESOLUTION  NO.  11. 946-- 

RESOLVEDt  That  this  Commission  hereby  requests  the  r&yor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordinance, 
appropriating  the  sum  of  ^4,950 .00- Water  Department  Funds,  to 
provide  for  the  payment  of  retroactive  wages  and  pensions  due 
one  U-115  Special  Pipe  Febricator  and  16  U-ll8  Serviceman's 
Assistant,  who  were  participants  in  the  case  of  Carthy  etfal 
v.  City  and    County  of  San  Francisco,  Superior  Court  Action 
No.  392228, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11, 947— 

RESOLVED'  That  this  Commission  hereby  grants  an  extension 
of  22  days,  to  October  31,  1951,  for  completion  of  Municipal 
Railway  Contract  No.  393-Reconstructing  Cable  Car  Tracks  on 
Mason  Street  and  Columbus  Avene,  contractor,  Municipal  Railway, 
and  further  waives  liquidated  damages  by  reason  of  such  exten- 
sion. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 948-- 

RESOLVED,  That  the  Manager  of  Utilities,  be  and  he  is 
hereby  authorized  on  behalf  of  this  Commission  to  execute  that 
certain  State  of  California-Department  of  Public  Works-Division 
of  Highways  Utilities  Agreement  No,  126.44,  under  the  general 
provisions  of  which,  the  San  Francisco  Vfoter  Department  at  an 
estimated  cost  to  said  State  of  California,  in  amount  $1,010.90 
will  reclocate  certain  low  pressure  hydrants,  to  accomodate 
State's  Freeway  construction  between  l8th  and  Bryant  Streets, 
Road  IV-SF-2/68-SF. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  II.Q4Q— 

RESOLVED,  That  this  Commission  approves  and  hereby  re- 
quests the  Controller's  concurrence,  amending  Public  Utilities 
Commission  Rules  and  Regulations  pertaining  to  Revolving  Funds, 
as  follows: 

Under  E-Municipal  Railway: 

For  payment  of  miscellaneous  court  expenses,  -entrusted  to: 

Delete  1  Claims  Investigator  $100.00 

Add       1  Claims  Investigator  200.00 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.Q50— 

WHEREASf  under  the  terms  of  Municipal  Railway  Contract 
No.  589-Electrical  Installations  at  Mason-Washington  Carhouse, 
Enterprise  Electric  Works,  Contractor,  was  required  to  complete 
all  the  work  on  Hay  31,  1951;  and 

WHEREAS 9  the  Contractor  has  experienced  unavoidable  delays 
due  to  inability  to  obtain  delivery  of  materials  from  vendor; 
and 

WHEREAS'  said  Contractor  has  been  diligent  in  his  attempt 
to  complete  fill  the  work  within  the  specified  time: 
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NOW,  THEREFORE,  BE  IT  RESOLVED,  That  the  contract  time 
for  performing  all  work  specified    under  Municipal  Railway 
Contract  No*  389,  be  and  is  hereby  extended  for  a  period  of 
ninety-eight  calendar  days  until  September  6,  1951,  and  that 
liquidated  damages  by  reason  of  such  extension  are  hereby 
waived. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.Q51-- 

RESOLVED »  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions and  hereby  approves  Certificate  of  Acceptance  and  Final 
Payment  in  amount  $3,561.62,  in  favor  of  Enterprise  Electric 
Works,  under  Municipal  Railway  Contract  No.  389-Electrical 
Installation  at  r^son- Washington  Carhouse* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11,Q52~ 

RESOLVED*  That  on  recommendation  of  the  Manager  of  Utili- 
ties, the  Acting  General  Manager  of  the  Municipal  Railway, the 
General  Claims  Agent  thereof , and  the  City  Attorney,  this  Com- 
mission approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  available  in 
payment  of  non-litigated  settlements,  as  follows: 


Claimant       CURRENT  YEAR 
Non-litigated  settlements 

Raymond  Weaver,  Jr« 

Walter  A.  Leonetti 

Universal  Cartage  Co. 

0,  A.  Denio 

A.  J.  Melchior 

Rose  Vanderburgh 

Martha  Frankenstein 

Ruth  Bates 

Cyril  A.  Lagermarsino 
Frances  Bruno 
Arthur  A,  Dole 
Catherine  &  Colville  Koch 

Appropriation  No. 

PRIOR  YEARS 
Thomas  W.  Bolts 

Appropriation  No. 


Date  of  Accident  Settlement 


August  31,  1951 
July  3,  1951 
August  l6,  I95I 
August  16,  1951 
August  15,  1951 
August  2,  I95I 
August  24,  1951 

August  29,  I95I 

September  10,  1951 
September  7,  1951 
July  10,  1951 
August  16,  1951 

165-804-OI 

October  3,  1950 
165-804-03 


I  500.00 
I  500.00 


249.56 

154.34 

250.00 
141.36 
280.27 

191.75 

200.00 

264.00 
416.15 
425.06 

000.00 

225.00 


7661 


On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

--RESOLUTION  NO.  ll.^vS— 

RESOLVED"  That  in  accordance  with  the  recommendations  of 
the  Manager    bt  Utilities  for  the  extension  of  v\ater  mains  and 
services,  the  contract 

For  the  Laying  of  8"  Transite  and  12,?  Cast 
Iron  Mains  in  Stonestown  Subdivision-SFWD 
Specification  No.  59 1 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Fred  T.  Fairey 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Forty  Eight  Thousand  Six  Hundred  Fifty  Two 
Dollars  and  Forty  Cents  ($48, 652. 40)  said  sum  being  the  total 
price  for  the  lowest  bid  submitted  on  the  basis  hereinabove 
stated . 

AND  BE  IT  FURTHER  RESOLVED,  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously* 

—RESOLUTION  NO.  ll.qSd-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment,  in  amount 
133,000.00,  under  Appropriation  No.  165-804-03,  to  provide  funds 
for  payment  of  Passenger  and  Damage  Claims  now  due  and  payable, 
prior  years . 

Municipal  Railway  Request  for  Allotment  in  amount  $62,500.00, 
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under  Appropriation  No.  165-804-Ol-Passenger  and  Damage  Claims- 
second  quarter  of  fiscal  year,  current  year. 

Water  Department  Request  for  Additional  Allotment,  in  amount 
^2,358.33,  under  Appropriation  Noa  166- 1 1 l-OO-Overt ime 
Allowance,  in  amount  $733.33  and  under  Appropriation  No,  166- 
112-00-Holiday  Allowance,  in  amount  $1, 625*00,  second  quarter 
of  fiscal  year. 

Water  Department  Request  for  Allotment  in  amount  $500.00, 
under  Appropriation  No.  166-870-OO,  to  provide  for  payment  of 
1951-1952  Tax  Bills. 

Airport  Request  for  Allotment,  in  amount  $275 •00,  under  Appro- 
priation No.  164-lll-OO-Overtime  Allowance,  and  in  amount 
$2,500.00,  under  Appropriation  No.l64-112-00-Allowance  for 
Holidays-second  quarter  of  fiscal  year. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously! 

—RESOLUTION  NO.  Ih^&r- 

RESOLVSD,  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution  authorizing  acceptance  of 
deed  from  the  City  of  Colma,  San  r^teo  County,  to  a  20 ?  strip, 
approxirrately  100 ?  in  length,  in  the  City  of  Colma,  required 
for  the  Sunset  Supply  Lines  and  that  the  sum  of  $500.00  be 
paid  for  said  real  property  from  Appropriation  No»98-975-59. 

On  mot-ion  of  Commissioner   Swanson,  seconded  by  Commissioner 
-Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 956-- 

RESOLVED*  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Trolley  System  For  No.  9  Line-Municipal 
Railway  Contract  No.  399 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Pablic  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Severin  Electric  Company 

they  being  the  lowest  regular  and  responsible  bidders  for  the 
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work  aforesaid  at  $28, 242*19,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above-mentioned  work  are  hereby  re- 
jected . 

AND  BE  IT  FURTHER  RESOLVED 5    The  Controller  is  hereby  re- 
iuested  to  allot,  in  the  amount  of  #28,242.19  from  the  un- 
alloted  balance  of  the  1947  Municipal  Railway  Rehabilitation 
Bond  Fund,  Appropriation  No.  97-52O-08,  to  provide  funds  for 
the  certification  of  contract. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.9^7— 

RESOLVED    That  this  Commission  hereby  requests  the 
Director  of  Property  to  take  such  steps  as  are  necessary  to 
procure    for  the  San  Francisco  Water  Department,    from  the 
Leland  Stanford  Junior  University,  a  right  of  way  easement 
or  permit,  for  ingress  and  egrees,  along  and  across  the  lands 
of  said  University,  for  access  to  the  Stanford  Tunnel  and  a 
gate  valve. . 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted— Commissioner 
Swanson  voting  f?NOn* 

—RESOLUTION  NO.  ll.pffl— 

RESOLVED'  That  the  bid  of  R.  Flatland  under  Bureau  of 
Light*  Heat  and  Power  Contract  No.  109-Street  Lighting  System 
on  Monterey  Boulevard,  maybe  considered  by  this  Commission 
as  withdrawn,  upon  the  showing  presented  to  this  Commission  by 
said  R.  Flatland,  that  his  bid  was  formulated  upon  a  mistake 
on  his  part. 

Ork  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted — Commissioner 
Swanson,  not  voting* 

1  — RESOLUTION  NO.  ll.QRQ— 

■ 

1 

RESOLVED'  That  the  following  work  to  be  performed  for  the 
Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco  in  pursuance  of  the  Charter  of  said  City  and  County, 
to-wit: 

Construction  of  a  Street  Lighting  System  on  Monterey 
Boulevard,  Between  Ridgewood  Avenue  and  the  Inter- 
section of  San  Anselmo  and  Santa  Clara  Avenues, 
BLH&P  Contract  No.  109 
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be  and  the  same  is  hereby  awarded  to  Geo*  Brayer,  the  lowest 
regular  and  responsible  bidder,  for  the  sum  of  $40,858.00 

And  all  other  bids  for  the  work  are  hereby  rejected. 

BE  IT  FURTHER  RESOLVED*  The  Controller  is  hereby  requested 
to  transfer  the  sum  of  $10,000.00,  from  the  allotted  balance  of 
appropriation  No.  163-S3O-I7,  to  the  allotted  balance  of  Appro 
priation  No.  I63-53O-26,  to  provide  additional  funds  for  certi 
fication  of  award    of  above  mentioned  contract,  and  also  to 
provide  the  sum  of  $4,142.00  for  engineering  and  inspection  of 
same. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO.  II.96O-- 

RESOLVED'  That  this  Commission  approves  the  terms  and 
conditions  anfi  hereby  authorizes  issuance    of  Airport  Space 
Rental  Permit*  as  follows: 

To:    United  Air  Lines,  Inc. 

Effective:  August  15,  1951 

Property  Area  Chg.  per  Sq.    Amount  per 

Description  Sq.  Ft.  Ft,  per  Yr.  Year 

Paved  Area  392  I  O.075  $   29. 40 

AND  BE  IT  FURTHER  RESOLVED,  That  this  Commission  hereby 
approves  of  the  provision  in  said  Permit  to  the  effect  that  sale 
Permit  is  to  be  deemed  operative  as  of  August  15,  1951,  and 
that  there  be  a  charge  to  said  Permittee  for  heat  and  once  dail? 
janitorial  service  in  tyie  sum  of  $392.00  per  annum. 

Permittee  is  granted  permission  to  make  at  its  own  expense, 
certain  alterations  and  additions  to  the  premises  as  outlined 
in  Drawing  8-II69. 


THEREUPON    THE  MEETING  ADJOURNED. 


7665- 


MINUTES 


PUBLIC  UTILITIES  COMMISSION 


814th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  OCTOBER 

8,  1951* 

******** ********************************* ************************ 


Present:  Commissioners  Philip  F.  Landis,    Victor  S.  Swanson, 
Edw.  B.  Baron   and    Donald  A#  Cameron, 

President  Philip  F.  Land  is  presided. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  minutes  of  the  813th  regular  meeting  of  the  Com- 
mission held  October  1,  1951  were  approved. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  signed  by  Commissioners 
Landis,  Swanson  and  Baron  on  October  3,  1951  was  ratified • 

—RESOLUTION  NO.  11.Q61— 

WHEREAS,  there  has  been  recently  completed  and  occupied  an 
apartment  housing  project  on  Burnett  Avenue,  on  the  easterly 
side  of  Twin  Peaks,  near  Crown  Terrace;  and 

WHEREAS,  the  builder  of  said  project  did  not  order  the 
water  service  for  the  property  until  the  buildings  were  nearly 
completed;  and 

WHEREAS^  there  now  exists  a  one  Inch  temporary  main,  which 
was  laid  for* construction  purposes,  but  which  is  entirely  In- 
adequate to  supply  tenants  now  occupying  said  premises;  and 

WHEREAS'  in  order  to  maintain  the  public  health  and  wel- 
fare of  the  occupants  of  said  housing  project  it  is  imperative 
"that  water  mains  of  the  proper  size  be  installed  immediately; 

1  and 

WHEREAS'  to  supply  adeuate  water  service  to  said  premises 
will  entail  delay  if  the  provisions  of  the  contract  procedure 
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are  not  waived: 

THEREFORE,  BE  IT  RESOLVED'  That  this  Commission  hereby 
requests  the  Board  of  Supervis6rs  to  adopt  resolution  de- 
claring the  existence  of  an  emergency  in  connection  with  the 
supplying  of  an  adequate  service  to  said  apartment  housing 
project  and  to  authorize  the  performance  of  said  water  service 
in  the  most  expeditious  manner  and  to  further  authorize  the 
Controller  to  allocate  an  estimated  sum  of  $5,000.00  for  in- 
stallation of  said  water  service. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 962-- 

WHEREAS ,  SFWD  Contract  No,  585  for  the  Laying  of  8"  Cast 
Iron  min  in  Masonic  Avenue,  north  of  0TFarrell  Street,  con- 
tractor, E.  J.  Treacy-should,  in  accordance  with  the  time  limit 
set  forth  in  said  contract ,  be  completed  on  or  before  September 
10,  1951;  and 

WHEREAS t  contractor  has  experienced  unavoidable  delay 
due  to  the  interference  of  other  contractors;  and 

WHEREAS    said  E.  J#  Treacy  prosecuted  the  work  of  the 
contract  diligently: 

THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  hereby 
grants  an  extension  of  three  days  for  completion  of  SFWD  Con- 
tract No.  585  and  liquidated  damages  for  the  resulting  days  of 
delay  are  hereby  waived. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 96?-- 

WHEREAS f  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth: 

THEREFORE,  BE  IT  RESOLVED '  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
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authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Telephone  and  Telegraph  Company,  San  Francisco. 

Permit  to  install  and  maintain  an  aerial  wire  across  the 
Ravenswood-Belmont  100 ?  strip  of  land;  sale1  crossing  being  at 
the  northerly  extension  of  r&rsh  Road,  Redwood  City, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO*  11.964— 

WHEREAS    under  the  terms  of  the  contract  with  W.  P.  Day, 
for  architectural  services  for  San  Francisco  Airport,  dated 
October  7,  1946,  as  amended  by  Modification  No.  4,  dated 
mrch  19,  1951,  the  Architect  was  required  to  complete  the 
final  working  drawings,  specifications  and  estimates  for  the 
Concourses,  the  Air  ffeil  and  Cargo  Building  and  the  terminal 
area  mintenance  and  Service  Building,  not  later  than  July 
15,  1951 ;  and 

WHEREAS,  the  contract  time    for  performing  the  specified 
work  was  extended  for  a  period  of  sixty  calendar  days  by 
Resolution  No.  11. 723;  and 

WHEREAS,  the  Architect  has  experienced  unavoidable  delays 
due  to  inability  to  obtain  approvals  at  sufficiently  early 
dates  from  officials  of  the  City  having  jurisdiction  over  such 
approvals;  and 

WHEREAS t  the  Architect  has  diligently  prosecuted  the  work:: 

NOW,  THEREFORE ,  BE  IT  RESOLVED '  That  the  contract  time  for 
completing  the  working  drawings,  specifications  and  estimates  be 
and  the  same  is  extended  for  an  additional  thirty  calendar  days 

On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  11. 965— 

RESOLVED    That  this  Commission  approves  the  working  plans 
submitted  by  ft.    P.  Day  for  the  Air  mil  and  Cargo  Building 
and  the  Service  Building  for  the  new  terminal  area  at  San  Fran- 
cisco Airport. 
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On  motion  or  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution   was  adopted  unanimously: 


-^RESOLUTION  NO.  11. 966-- 

RESOLVED*  That  this  Commission  acknowledges  the  receipt  of 
and  approves  assignment  of  all  monies  and  claims  for  monies  due, 
from  John  Helzer,  to  the  First  National  Bank  of  Los  Gatos,  on 
account  of  SFWD  Contract  No.  590-Harvesting  Walnut  Crop,  SunoJ 
Orchard,  Season  of  1951. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.967— - 

RESOLVED,  That  this  Commission  hereby  approves*  subject 
to  approval  of  the  Office  of  Price  Stabilization,  the  charge 
of  net  rates  by  Airport  Limousine  Company,  in  the  operation 
of  its  U-Drive  Concession  at  the  San  Francisco  Airport,  as 
follows: 

Old  Rate  New  Rate  Class  of  Vehicles 

$5*00  *  8<£  per  mile     $6*00  *  85  per  mile    Class  A '  (Ford,  Chev- 

rolet  and  Plymouth) 

$7.00  4  90  per  mile     $8.00  *  90  per  mile    Class  B  (Dodge, Pon- 

tiac  and  small  con- 
vertibles) 

$8.00  *  10<£per  mile     $9,00  *  lOtfper  mile    Class  C.(Buick  sedans 

and  Dodge  converti- 
bles) 

Weekly  rates  on  Class  A  vehicles  from  $25«  to  $30.  plus  8^ 

per  mile 

Class  B  from  $35.  to  $40.  plus  90 

per  mile 

Class  C  from  $40.  to  $45.  plus  1Q# 

per  mile 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.968— 

RESOLVED s  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $4,753.00,  in  favor  of  Hampton 
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Electric  and  Manufacturing  Co.,  under  BLH&P  Contract  No.  log- 
ins tallation  of  Lighting  Fixtures  in  min  Library. 


Contract  Payment  in  amount  $13,797.67.  in  favor  of  Great 
American  Indemnity  Co.,  for  account  of  P.  and  J.  Artukovich, 
Inc.,  under  HHWS  Contract  No.  230-Construction  of  San  Joaquin 
Pipe  Line  No.  2-Section  A-2. 

Contract  Payment  in  amount  $130,302.59,  in  favor  of  United 
Concrete  Pipe  Corporation,  under  HHWS  Contract  No.  230-Con- 
struction of  San  Joaquin  Pipe  Line  No.  2*-Section  A-l. 

Contract  Payment  in  amount  #5,040.00,  in  favor  of  Ferrero's 
Motor  and  Electric  Works,  under  HHWS  Contract  No.  2 32- Con- 
structing Cherry  Valley  22  KV  Power  Line, 

Contract  Payment  in  amount  $2,844.45,  in  favor  of  T.  E, 
Connolly,  Inc.,  under  HHWS  Contract  No.  238-Construction  of 
Access  Road-Early  Intake  to  Cherry  Valley  Dam  Site,  Section 
C-2. 

Contract  Payment  in  amount  $41, 942*7°  t  in  favor  of  Crocker 
First  National  Bank  of  San  Francisco,  for  account  of  KleinSmid 
Construction  Co.,  under  HHWS  Contract  No.  238-Construction  of 
Access  Road-Early  Intake  to  Cherry  Valley-Section  DE 

Contract  Payment  in  amount  $29,602.19,  in  favor  of  T.  E. 
Connolly,  Inc.,  under  HHWS  Contract  No.  237- Improvement  of 
Access  Road,  South  Fork  to  Camp  Mather  and  Early  Intake. 

Contract  Payment  in    amount  $83,875.06,  in  favor  of  Eaton  and 
Smith,  under  rtinicipal  Railway  Contract  No.  369-Reconstructing 
Tracks  and  Pavement  on  Ocean  Avenue. 

Contract  Payment  in  amount  #413.33,  in  favor  of  Marmion  D, 
Mills,  for  services  as  a  transportation  expert  and  coordina- 
tor for  Municipal  Railway,  month  of  September,  1951. 

Contract  Payment  in  amount  $3,746.70,  in  favor  of  Abbett  Elec- 
tric Corporation,  under  Municipal  Railway  Contract  No#35&t 
Trolley  System  for  No.  14  Line. 

< 
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Contract  Payment  in  amount  $28,402.16,  in  favor  of  Severin 
Eloctric  Co.,  under  Municipal  Railway  Contract  No*  365-Trolley 
System  for  No.  47  (H)  Line. 

Contract  Payment  in  amount  $1,724.81,  in  favor  of  Arthur  W. 
mum,  under  Municipal  Railway  Contract  No.  407-Waiting  Station 
at  La  Playa  and  Balboa  Streets. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

-^RESOLUTION  NO.  11.960-- 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modifications  of  Contract,  under 
Municipal  Railway  Contract  No.  369-Reconstructing  Tracks  and 
Pavement  on  Ocean  Avenue,  contractor,  Eaton  and  Smith,  cover- 
ing the  following: 

For  safety  of  passengers  boarding  cars,  construct 

island  at  Ocean  and  Junipero  Serra  Blvd.  $  425*00 

Furnish  and  install  one  W  21  R9  Unit  Red  Reflector        12. 50 

Furnish  and  install  cast  iron  catch  basin  trip  55*75 

Construct  Concrete  drop  inlet  for  standard  catch 

basins  (2)  55.00 

Construct  concrete  surface  slabs  for  multiple 

catch  basins  (4)  40.00 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

-^RESOLUTION  NO.  II.97O— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  adopt  resolution,-  waiving  the  statute 
of  limitations  and  authorizing  and  directing  the  Controller 
to  validate    and  the  Treasurer  of  the  City  and  County  of 
San  Francisco  to  pay  Warrant  No*  65-4-6-489,  in  amount  $142.95 
in  favor  of  Alvin  Calloway,  former  Municipal  Railway  employee 
for  services  rendered  for  the  payroll  period  of  February  16-28. 
1947. 
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On  motion  of  Commissioner  Baron*  seconded  by  Commissioner 

Swansonf  the  following  resolution  was  adopted  unanimously: 


— RESOLUT  ION  NO*  11.  Q71— 

RESOLVED*  That  on  recommendation  of  the  Manager  of 
Utilities,  the  Acting  General  Manager  of  the  Municipal  Rail- 
way, the  General  Claims  Agent  thereof  #  snd  the  City  Attorney, 
this  Commission  approves  and  hereby  requests  the  Controller 
to  draw  warrants  against  such  funds  as  are  or  will  be  available 
in  payment  of  non-litigated  and  litigated  settlements  and 
judgment,  as  follows: 


Claimant     CURRENT  YEAR 
Non-litigated  settlements 


Bats  gf  Acptq<?uft 


Settlement 


Janet  Brodsgar  July  14.  1951 

Cecelia  M.  Carr  July  22,  1951 

Mary  E.  Boehmer  August  9,  1951 

Appropriation  No*  165-804-OI 


$  500.00 
500.00 


PRIOR  YEARS 
Hazel  A.  Casey 
Bert  B.  Meek 
Valine  Daubin 
Frank  Dan  is 
Monty  Hellam 
Bridgit  Sgan 

Litigated  settlements 
'Nanny  Benderson 
Fly  Trap  Restaurant 


March  30,  1951 
June  6,  1951 
April  12,  1951 
June  15,  1951 
my  12,  1951 

my  18,  1951 


August  30,  IQ50 
July  31,  1946 


Judgment: 

John  Lahey,  by  and  through  his 
guardian  ad  litem,  Margaret 
Mabry  and  Margaret  Ffebry        July  28,  1946 

Appropriation  No.  165-804-03 


250.OO 
185.OO 
240.20 
118,48 
228.00 
250.OO 


100.00 

250.00 


100.00 


On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  ll.?7g-~ 

RSSOLVED*  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Additional  Allotment,  in 
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amount  $349.17,  under  Appropriation  No.  I68-400-OO,  to  provide 
for  purchase  of  equipment  as  approved  in  the  1951-1952  budget. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment, 
In  amount  #2,000.00,  under  Appropriation  No.  1 68-216-00,  to 
meet  payroll  charges  for  automotive  maintenance  for  September 
30  and  October  15,  1951. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment 
in  amount  $510.00,  under  Appropriation  No.  168-350-OO,  to 
cover  blanket  purchase  orders-foodstuffs,  month  of  October, 

1951- 

Municipal  Railway  Request  for  Additional  Allotment  in 
amount  #1,000.00,  under  Appropriation  No.  165-130-Ol-Wages, 
Platform  Employees. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in 
amount  $39.04,  from  Appropriation  No.  97~520-00-$tockton-4th 
Street  Conversion,  to  Appropriation  No.  97~520-06~5»  ^° 
provide  additional  funds  for  rearranging  overhead  system 
at  First  and  Market  Streets,  because  of  moving  the  Donahue 
Monument . 

Airport  Request  for  Intra  Fund  Transfer,  in  amount  $300.00 
from  Appropriation  No.  164-200-OO-Contractual  Services,  to 
credit  of  Appropriation  No.  164-804-OO,  to  provide  for  settle- 
ment of    claim  of  Zagri  v  California  Central  Air  Lines  and 
City  and  County  of  San  Francisco. 

Bureau  of  Light,  Heat  and  Power  Request  for  Additional 
Allotment  in  amount  $1,900.00,  under  Appropriation  No.  163- 
214-63,  to  provide  for  repair  of  standards  damaged  by  auto- 
mobiles. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO.  11. 97V- 

RESOLVED'  That  this  Commission  hereby  approves  the 
proposed  settlement  of  that  certain  case  entitled  Zagri  vs. 
California  Central  Airlines,  et  al. ,  in  which  tine  City  and 
County  of  San  Francisco  is  a  party  def endantf  numbered  391013 
upon  the  records  of  the  Superior   Court  of  the  State  of 
California,  in  and  for  the  City  and  County  of  San  Francisco, 
by  the  payment  by  the  City  and  County  of  San  Francisco  of  the 
3um  of  $300.00,  and  the  City  Attorney  is  hereby  directed  to 
prepare  the  necessary  documents  in  the  accomplishment  of  said 
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settlement,  including  a  dismissal  of  said  action,  with 
prejudice  and  a  full  release  of  any  liability  of  the  City 
and  County  of  San  Francisco  or  of  any  of  its  Commissioners, 
Officers,  Agents,  Servants  and  Employees,,, 

On  motion  of  Commissioner  Swans on ,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11. 97 A— 

RESOLVED    That  this  Commission  rejects-  all  bids  received 
September  25/1951,  for  the  work  of  SFWD  Contract  No.  574, 
Lrilling  and  Grouting  in  West  Abutment  of  Calaveras  Dam, 
Alameda  County,  California. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11»Q75~- 

RESOLVED,  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $11.55,  expenses  incurred  month  of 
August,  1951,  by  H.  S,  Messersmith,  Superintendent  of  Air- 
port Operations,  covering  conferences  with  Federal  Officials 
re  air  navigation  and  approach  lighting  system  and  with 
officials  of  the  American  Airlines. 

Expense  Voucher  in  amount  $11.00,  expenses  incurred  by 
Robert  Rockwell,  Assistant  Director  of  Bureau  of  Public 
Service,  month  of  September,  1951,  covering  conferences  with 
Chambers  of  Commerce,  Advertising  Club  and  with  Officials  of 
Radio  Stations. 

Expense  Voucher  in  amount  $22.55*  expenses  incurred,  month  of 
September,  1951,  by  Myles  Smith,  Assistant  Director  of  Bureau 
of  Public  Service,,  covering  conferences  with  Chambers  of 
Commerce,  Newspaper  Officials,  Officials  of  Radio  Stations, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

^RESOLUTION  NO.  11. 976— 

RESOLVED    That  this  Commission  hereby  amends  Resolution 
No.  11,924,  adopted  by  this  Commission  on  the  17th  day  of 
September,  1951,  with  reference  to  a  lease  to  the  State  of 
California  of  certain  real  property  therein  described  for 
utilisation  as  a  fish  hatchery,  near  Moccasin,  Tuolumne 
cSjp^r,  California,  by  adding,  after  section  20  of  said  reso- 
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lution,  a  further  section*  numbered  21,  reading  as  follows: 

"21,    In  view  of  the  extent  of  the  investment  to  be  made 
by  the  State  upon  said  real  property  during  the  life  of  said 
lease,  it  is  the  hope  and  desire  of  this  Commission  that  at 
the  end  of  the  twenty  year  period  provided  for  in  said  lease,, 
and  as  presently  thus  limited  by  the  Charter  of  the  City  and 
County  of  San  Francisco,  the  said  lease  be  extended  for  a 
reasonable  additional  period  at  that  time  appearing  feasible 
and  in  the  best  interests  of  both  State  and  City  cooperatively. 
In  the  event  of  any  Charter  amendment  by  which  the  City  is 
not  restricted  to  leasing  for  twenty  years  with  respect  to 
property  of  this  nature,  the  Public  Utilities  Commission  ex- 
presses its  willingness  to  negotiate  and  consider,  together 
with  the  Board  of  Supervisors,  any  tentative  plan  for  pro- 
vision of  a  longer  term  for  the  present  lease. J? 


Public  Hearing: 

Bus  transportation  on  Ellis  Street, 

Reverend  R.  Keyes,  Pastor,  Glad  Tidings  Temple,  Mr,  G.  w. 
Taylor*  Jr.,  President  of  the  Men's  Fellowship  of  Glad  Tidings 
and  Mr.  Wm.  Weinman,  President  of~the  Glad  Tidings  Corpora- 
tion, appeared  before  the  Commission,  in  the  matter  of  re- 
routing of  the  Ellis  Street  Bus$    The  speakers  outlined  the 
hardships  that  would  result  because  of  re-routing,  a  hardship 
to  church-goers  and  affecting  adversely,  the  Church's  financial 
position. 

The  delegation  was  reminded  that  the  re-routing  was  occasioned 
by  the  City's  adoption  of  the  one-way  street  patterna  result- 
ing in  a  two-way  public  transit  system  on  Eddy  Street.  In 
the  interim,  pending  the  effective  date  of  the  one-way  street 
pattern,  the  matter  of  furnishing  some  relief  to  the  Church 
was  referred  to  Mkrmion  D.  Mills,  Consultant  and  to  Mr,  C,  D* 
Miller,  Acting  Manager  of  the  Municipal  Railway* 


THE  Commission  authorized  additonal  transportation  service 
on  the  K  and  L  Lines  for  Monday  evening  shoppers  and  additional 
service  to  7:00  PM,  weekdays*  on  the  N  Line. 
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Delayed  Delivery  of  New  Transit  Vehicles * 


Mr*  C.  D.  Miller,  Acting  mnager  of  the  Municipal  Railway, 
following  a  visit  at  the  plant  of  the  St,  Louis  Car  Company, 
advised  the  Commission,  that  because  of  strikes  (in  foundry 
industry),  and  shortage  of  critical  materials,  the  builder 
would  be  unable  to  effect  early  deliveries  of  streetcars  and 
trolley  coaches • 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


815th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  OCTOBER 

15,  1951- 


Present:  Commissioners  Philip  P.  Land is,  Victor  S.  Swans on, 
Edw.  3.  Baron  and  Donald  A.  Cameron. 

President  Philip  P.  Landis  presided* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swans on,  the  minutes  of  the  814th  regular  meeting  of  the  Com- 
mission held  October  8,  1951  were  approved ♦ 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.Q77-- 

WKEREAS,  SPWD  Contract  No.  587-Laying  of  12t?  Cast  Iron 
Mains  in  mson  Street,  north  and  south  of  Broadway,  contractor, 
E.  J.  Treacy-should,  in  accordance  with  the  time  limit  set 
forth  in  said  contract,  be  completed  on  or  before  September 
22,  1951 ;  and 

WHEREAS    Contractor  has  experienced  unavoidable  delay 
due  to  the  interference  of  other  contractors;  and 

WHEREAS,  said  I,  J.  Treacy  prosecuted  the  work  of  the  con- 
tract diligently: 

THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  hereby 
grants  an  extension  of  six  (6)  days  for  completion  of  said 
SFWL  Contract  No,  587,  and  liquidated  damages  for  the  resulting 
days  of  delay  are  hereby  waived. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

RESOLUTION  NO,  11,978— 

WHEREAS,  SFWD  Contract  No,  577  for  the  Laying  of  6"  and  8H 
Transite  Mains  in  Olmstead,  Bowdoin  and  Colby  Streets,  con- 
tractor, P.  T.  Fairey,  should,  in  accordance  with  the  time 
limit  set  forth  in  said  contract,  be  completed  on  or  before 
August  14,  1951 ;  and 

WHEREAS    contractor  has  experienced  unavoidable  delay 
due  to  grading  of  streets;  and 

WHEREAS ^  said  P.  T.  Pairey  prosecuted  the  work  of  the 
contract  diligently: 

THEREFORE,  BE  IT  RESOLVED'  That  this  Commission  hereby 
grants  an  extension  of  48  days'for  completion  of  said  SFWD 
Contract  No.  577  and  liquidated  damages  for  the  resulting  days 
of  delay  are  hereby  waived. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously! 

- -RESOLUTION  NO.  11. 979- - 

WHEREAS,  SFWD  Contract  No.  565,  for  the  laying  of  6"  and 
8n  CI  Mains  in  Bright  and  Shields  Streets,  contractor,  P.  T. 
Pairey-should,  in  accordance  with  the  time  limit  set  forth  in 
said  contract,  be  completed  on  or  before  April  3>  3-951'  and 

WHEREAS '  contractor  has  experienced  unavoidable  delays 
due  to  street  grading  operations;  and 

WHEREAS'  said  F.  T.  Fairey  prosecuted  the  work  of  the 
contract  diligently: 

THEREFORE,  BE  IT  RESOLVEDf  That  this  Commission  hereby 
grants  an  extension  of  175  days  for  completion    of  said  SFWD 
Contract  No.  565  and  liquidated  damages  for  the  resulting 
days  of  delay  are  hereby  waived. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  II.980-- 

WHEREAS ,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
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a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions cf  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mrs.  J.  E.  Surber-2l6  Helen  Drive,  Millbrae 

and 

Mrs.  A.  L.  Fortin-212  Helen  Drive,  Millbrae 

Permit  to  occupy,  for  gardening  purposes,  portions  of 
the  Crystal  Springs  Pipe  Line  right  of  way;  said  portions 
being  40*  in  width  and  adjacent  to  Lots  3  and  4,  Block  5, 
Meadow  Glen  Subdivision,  Millbrae,  San  rfcteo  County. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  II.98I-- 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  £446.06, 
being  the  additional  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  ^10,028,06,  in  favor  of 
F.  T.  Fairey,  under  SFWL  Contract  No.  571-Laying  8?f  and  12" 
Cast  Iron  Mains  in  34th  Avenue,  Balboa  to  Clement  Streets 9 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11.Q82-- 

RESOLVED'  That  this  Commission  approves  and  hereby  re- 
quests the  Cofttroller's  concurrence  in  amending  Rules  and 
Regulations-Revolving~Funds,  as  follows: 

Rule  6-Section  B-San  Francisco  Airport. 

Increase  from  $30.00  to  $50,00,  cash  change  entrusted  to 
Supervisor  of  Services-Field  Service  Office* 
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On  motion  of  Commissioner  Baron*  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

"RESOLUTION  NO.  11^8^- 

RESOLVED*  That  on  recommendation  of  the  mnager  of 
Utilities,  the  Acting  General  Manager  of  the  Municipal  Railway, 
the  General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants    against  such  funds  as  are  or  will  "be  legally 
available  in  payment  of  non-litigated,  non-litigated  settle- 
ments and  judgments,  as  follows: 


Claimant     PRIOR  YEARS 
Non-litigated  settlements 

Sarah  Goodman 
Ge or gene  Johnson 

Litigated  settlements 
Amanuel  Licht-minor 

Judgments: 
August  J.  Lang 
Alex  and  Myrtle  Harris 


Date  of  Accident 


January  12,  1951 
May  1,  1951 


July  26,  1947 


Settlement 


$  500,00 
550.00 


1,500.00 


November  15,  1948  16,654.08 

plus  interest 

April  2,  1950  5,112.70 

plus  interest 


Appropriation  No.  165-804-03 


I  24.^.6.78 


CURRENT  YEAR 
Non-litigated  settlements 
'  Cassie  B.  Miles 

Rafael  Bricca 

Walter  Raven 

Marian  Hesemeyer 

Aileen  P.  Morris 

Daniel  W.  Johnson 

Anna  3.  Kirtley 


July  30,  1951 
September  24,1951 
September  2o,  1951 
August  16,  1951 
August  24,  1951 
October  1,  1951 
July  lj,  1951 


850.OO 
IO2.90 
213.17 

153-25 
400.00 
163.63 
^00.00 


Appropriation  No.  165-804-OI 


I  2. 182.95 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  wis  adopted  unanimously: 

--RESOLUTION  NO .  11*38/1-- 

RE SOLVED f  That  the  mnager  of  Utilities  be  and  he  is 
hereby  authorized  to  sign  State  of  California,  Department 
of  Public  Works,  Division  of  Highways  Utilities  agreement 
No,  8,82,  under  the  general  provisions  of  which,  the  San 
Francisco  Water  Department,  at  an  estimated  expense  to 
State  in  amount  $2,028.40,  relocates  certain  low  pressure 
hydrants  in  connection  with  State's  construction  of  the  13th 
Street  Viaduct  as  a  part  of  the  State  Highway  System, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.Q8.S-- 

RESOLVED'  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  131,500 fOO- Water  Department 
Funds,  to  provide  necessary  funds  for  purchase  and  installa- 
tion of  water  meters,  fish  traps,  gate  and  cheese  valves,  in 
the  Peninsula  Division,  to  serve  new  consumers  from  the  new 
Bay  Division  Pipe  Line  No.  3* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swans on,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 98ft-- 

RESOLVEDf  That  this  Commission  hereby  requests  the  Con- 
troller to  recommend  to  the  Board  of  Supervisors  enactment  of 
ordinance,  appropriating  the  sum  of  $5»700»00,  trom  such 
funds  as  are  legally  available,  to  credit  of  Appropriation 
No.  163-214-63,  to  provide  for  repairing  damage  to  street 
lighting  poles  and  accessories  by  automotive  vehicles, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 987— 

RESOLVED'  That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $8,902.00,  from  Appropriation 
No.  165-I99-OO,  to  provide  for  compensation  of  5  B222  General 
Clerks,  said  clerks  to  act  as  telephone  information  clerks  , 
said  clerks  to  act  as  telephone  inf ormation  clerks  answering 
inquiries  re,  schedules,  routes,  transfer  points,  places  of 
interest  and  other  pertinent  data  oovering  operations  of  the 
Municipal  Railway;  and 

BE    IT  FURTHER  RESOLVED,  That  Resolution  No.  II735,  be 
and  the  same  is  hereby  rescinded* 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  11. 988-- 

RESOLVED*  That  this  Commission  hereby  requests  the 
Ifeyor  to  recommend  to  the  Board  of  Supervisors  enactment 
cf  ordinance,  appropriating  the  sum  of  $63,325.00-Hetch  Hetchy 
Project  Funds,  to  provide  for  deficiency  in  appropriations  for 
Wages  *  Overtime*  Contractual  Services,  mterials  and  Supplies, 
Foodstuffs  and  Equipment. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  Il.q8q~ 

RESOLVED'  That  this  Commission  approves  the  following 
contract  payment  recommendations: 

Contract  Payment  in  amount  ^89,145.69,  in  favor  of  Granite 
Construction  Co*,  under  SFWD  Contract  No.  536-Constructlon 
of  Concrete  Lining,  Roof  and  Control  Works-Sutro  Reservoir* 

Contract  Payment  in  amount  $98,957.78  in  favor  of  Security 
First  National  Bank  of  Los  Angeles,  Assignee  for  United 
Concrete  Pipe  Corporation,  under  SFWD  Contract  No,  524- Con- 
struction of  Bay  Division  Pipe  Line  No.  >Sectlon  AC. 

Contract  Payment  in  amount  £1. 795*50,  ih  favor  of  Diamond 
urillers,  Inc.,  under  HHWS  Contract  No.  229-Cherry  River 
Project-Exploratory  Core  Drilling. 

On  motion  of  Commissioner  Swan son,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  ll.QQO— 

RESOLVED,  That  this  Commission  hereby  requests  the  Cor* 
t roller's  certification  of  the  following: 

Municipal  Railway  Request  for  Allocation  or  Funds  in  amount 
$1,041.94*  under  Appropriation  No,  97-520*08.  to  provide  for 
rearranging  Department  of  Electric! tv^s  Overhead  Facilities  In 
connection  with  rtmlcipal  Railway  Contract  No*  399*Trolley 
System  for  No.  9  Line. 

rtmlelpai  Railway  Request  for  Allocation  of  Funds  in  amount 
$4.70Q$OCV  under  Appropriation  No.  97-520-21.  to  provide  f 0? 
rearranging  Pacific  Gas  and  Electric  Company's  Overhead  Facili- 
ties fa  connection  with  Municipal  Railway  Contract  No.  378-Trol- 
ley  Cg'aeh  Overhead  at  Special  Locations. 
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On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  11.QQ1-- 

RESOLVED^  That  this  Commission  approves  the  working  plans 
submitted  by  w.  P.  Day  for  the  Concourses  for  the  new  termi- 
nal area  at  San  Francisco  Airport. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution   was  adopted  unanimously: 

--RESOLUTION  NO.  11,QQ2~ 

RESOLVED'  That  this  Commission  hereby  requests  the 
Mayor  to  recommend  to  the  Board  of  Supervisors  enactment  of 
ordinance,  appropriating  the  sum  of  $350 , OOO • OO-He t ch  Hetchy 
Project  Funds,  to  provide  for  relining  that  portion  of  San 
Joaquin  Pipe  Line  No.  1  from  the  San  Joaquin  River  to  Tesla 
Portal;  and 

BE  IT  FURTHER  RESOLVED^  That  Resolution  No.  11,673,  adopt- 
ed June  4,  1951, be  and  the  same  is  hereby  rescinded. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11  .QQV- 

RESOLVED'  That  this  Commission  hereby  approves  the 
appointment  bjr  the  rtaager  of  Utilities  of  Chas.  D.  Miller  as 
General  Manager  of  the  Municipal  Railway;  such  appointment 
shall  become  effective  upon  compliance  with  Section  1.2  of  the 
Annual  Salary  Ordinance  of  1951-1952. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

--RESOLUTION  NO.  II.QQ4— 


RESOLVED t  That  this  Commission  hereby  approves  the 
appointment  by  the  Manager  of  Utilities  of  H.  E.  Lloyd  as 
Manager  and  Chief  Engineer,  Hetch  Hetchy  Water  Supply,  Power  and 
Utilities  Engineering  Bureau;  such  appointment  shall  become 
effective    December  1,  1951. 


The  Board  of  Sup  ervisors  at  its  meeting  of  today  approved 
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the  recommendation  of  the  Commission  in  the  matter  of  pur- 
chase of  the  operative  properties  of  the  California  Street 
Cable  Railroad  Company. 


Effective  October  14,  1951 ,  a  major  development    of  Munici- 
pal Railway  operations  was  effectuated;  the  No.  47  Line 
was  converted  to  Trolley  Coach  Operation;  new  lines  were 
inaugurated  for  the  Sunset  and  Parkside  Districts.  Its 
success  is  measured  by  the  absence  of  complaints. 


The  Commission  noted  with  pleasure  a  report  of  progress  in 
the  recent  surgical  illness  of  Commissioner  Sam  Mc  Kee  and 
extended  its  hopes  and  best  wishes  for  an  early  restoration 
of  health — a  prayer  that  his  absence  from  meetings  of  the 
Commission  may  be  very  short. 


THEREUPON  THE  MEETING  ADJOURNED. 
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M  I  N  UTES 


PUBLIC  UTILITIES  COMMISSION 


8l6th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  OCTOBER 
22,  1951. 


PRESENT:  Commissioners  Philip  F.  Landls,  Victor  S.  Swanson, 
Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Philip  F,  Landis  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  815th  regular  meeting  of  the 
Commission  held  October  15,  1951  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. QQ^ — 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mr.  Kenneth  M.  Anderson,  1003  King  Street,  Redwood  City 

Permit  for  use  of  that  portion  of  Hetch  Hetchy  right  of 
way  that  extends  through  Lots  13-14-15-16  of  Block  1,  Oaks 
Subdivision,  Redwood  City,  for  gardening  purposes. 

BE  IT  FURTHER  RESOLVED,  That  the  Public  Utilities  Com- 
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mission  of  the  City  and  County  of  San  Francisco  does  hereby 
revoke  that  certain  permit  issued  to  Mr.  Robert  Cole  by 
Resolution  No.  11,379,  dated  February  19,  1951,  granting  per- 
mission to  occupy  Hetch  Hetchy  right  of  way  through  Lots 
13,  14,  15  and  16,  Block  1,  Oaks  Subdivision,  Redwood  City. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Earon,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  11. 996-- 

RESOLVED'  That  that  certain  agreement  entered  into  be- 
tween the  Western  Union  Telegraph  Company  and  the  City  and 
County  of  San  Francisco,  Public  Utilities  Commission,  dated 
October  25,  1943,  and  extended,  and  which  agreement  provides 
for  rental  of  premises  and  for  collections  made  at  the 
agency-San  Francisco  Airport,  be  and  the  same  is  hereby  ex- 
tended to  October  31,  1952;  and 

BE  IT  FURTHER  RESOLVED,  That  a  certified  copy  of  this 
resolution  be  forwarded  to  the  said  Western  Union  Telegraph 
Company  with  request  that  said  Company  express  in  writing  its 
acceptance  of  the  continuation. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted — Commissioner 
Baron  voting  NO. 

Commissioner  Baron  stated  that  in  face  of  present  Charter 
provisions  as  they  relate  to  Rates  and  Charges,  he  was  voting 
in  the  negative  in  the  hope  that  advanced  Rates  and  Charges 
be  made  effective  at  an  early  date.    This  same  negative  vote 
applies  to  Resolutions  No.  12005,  and  12006  of  this  meeting. 

- -RESOLUTION  NO.  11.997— 


RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  execution  of  Airport  Space 
Rental  Permit,  as  follows: 

To:    United  Air  Lines,  Inc. 

Effective  Date: -January  1,  1951. 
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Property  Description: 


Area  Chg.  per  Sq,  Amount  per 
So.  Ft.     Ft.  per  Yr.  Year 


Rental  of  Paved  Area  loca- 
ted adjacent  to  and  east  of 
Airmail  and  Aircargo 

Building  123  $0,075  $  9«23 

Minimum  charge  of  .*600.00  per  year  as  stipulated  in  Part 
VII,  Section  2  of  Rates  and  Charges  not  applicable  as  this 
property  is  supplemental  to  other  property  used  by  said  United 
Air  Lines. 

Permittee  shall  be  allowed  to  temporarily  install  or 
erect  a  refrigerated  storage  warehouse  on  premises. 

On  motion  of  Commissioner  Swans  on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in 
credit  amount  of  $1,690.00,  under  Airport  Contract  No.  130-Con- 
structlon  of  Terminal  Building  at  San  Francisco  Airport,  con- 
tractor, Clinton  Construction  Co,,  covering  the  following: 

Delete  the  3"  asphaltic  concrete  base  course 

in  Rooms  13  and  36  $  1,632.00 

Delete  the  Class  ??D9?  seal  coat  in  Rooms  13  and 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller to  draw  warrant  in  amount  #696.38,  in  favor  of  United 
Air  Lines,  Inc.,  said  amount  being  the  difference  between 
amount  advanced  by  said  United  Air  Lines  and  expenses  incurred 
by  the  San  Francisco  Airport,  for  engineering  and  inspection 
work  on  plane  parking  apron  constructed  on  property  leased  to 
said  United  Air  Lines. 


—RESOLUTION  NO.  11.998— 


36 


4* 


58.00 
1,690.00 


—RESOLUTION  NO.  11.QQQ-- 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  12 ,,OOQ-- 

RESOLVED*  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General    Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  and  litigated  settle- 
ments, as  follows: 


Claimant  CURRENT  YEAR 
Non-litigated  settlements 

Arros  Truck  and  Auto  Rental 
Service 

Annette  Lanzette 

Lela  E.  Gomez 

Florence  M.  Kavanagh 

Manuel  Terra sas 

Peggy  Bell 

Thomas  M.  Howard 

Gwendolyn  B.  Taylor 

Jenne  C.  Brekle 

Louis  Buckley 


Date  of  Accident 


Octob 

July 

July 

July 

July 

Augus 

July 

Augus 

July 

Octob 


er  14,  1951 

8,  1951 

18,  1951 
28,  1951 
12,  1951 
t  7,  I95I 
Jl,  1951 
t  2,  I95I 
27,  1951 
er  1,  1951 


Appropriation  No.  165-804-OI 


PRIOR  YEARS 

Marie  Supple 
Martha  Magnuson 
Mabel  Green 
Clara  Young 
Mildred  E.  Higginson 
Mrs,  Jeane  Asher 
Hllmer  A.  Anderson 

Litigated  settlement 
'  James  J.  Lawrence 
Thelma  D.  Green 


April  14,  1951 
May  22,  1951 
August  10,  1950 
December  4,  1950 
April  26,  1951 
November  10,  1951 
December  4,  1950 


March  6,  1950 
October  17,  1950 


Amending  Resolution  No.  11,918,  to  provide  for 
interest  on  judgment-Martha  J.  Gonzales 

Appropriation  No.  165-804-05 


Settlement 


388.24 
112.50 
200.00 
211,56 
194.84 
1,200.00 
481 , 14 
IO9.78 

157.75 
 lfo.21 

192.02 


750.00 

200.00 
700.00 
JpOO.OO 

050.00 
500.00 
250.00 


175.00 
950,00 


16.11 


S  4.891.11 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.001— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $207.00, 
being  the  credit  difference  between  certified  estimated  con- 
tract and  final  performance;  approves  Certificate  of  Acceptanc- 
and  Pinal  Payment  in  amount  $1,190*70,  in  favor  of  E.  J. 
Treacye  under  SFWD  Contract  No.  585-Laying  8n  Cast  Iron  mins 
in  Masonic  Avenue,  north  of  O'Farrell  Street. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.002— 

RESOLVED ^  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications; approves  Modification  of  Contract  in  amount  $3«42* 
being  the  additional  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of 
Acceptance  and  Pinal  Payment  in  amount  &2, 287.07,  in  favor 
of  Fred  T.  Pairey,  under  SFWD  Contract  No.  565-Laying  6?? 
and  8"  CI  Mains  in  Bright  and  Shields. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.00  V- 

RESOLVED'  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications; approves  Modification  of  Contract  in  amount 
$67»4&»  being  the  additional  difference  between  certified 
estimated  contract  and  actual  performance;  approves  Certifi- 
cate of  Acceptance  and  Pinal  Payment  in  amount  $1, 015*03, 
in  favor  of  Fred  T.  Fairey,  under  SFWD  Contract  No.  577-Laying 
69?  and  8"  Transite  Mains  in  Olmstead,  Bowdoin  and  Colby 
Streets. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron*  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.004— 
RESOLVED*  That  this  Commission  approves  the  following 
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Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $427.80,  covering  expenses  of 
CD,  Miller,  General  Manager  of  the  Municipal  Railway, 
attending  American  Transit  Association  Convention  at  Cin- 
cinnati, Ohio  and  inspecting  new  street  cars  and  trolley 
coaches  at  St,  Louis,  Mo.,  September  30-October  6,  1951 • 

Expense  Voucher  in  amount  $307,69,  covering  expenses  of  Tom 
Irwin,  Director  of  the  Bureau  of  Public  Service,  on  the  oc- 
casion of  ground  breaking  ceremonies  for  the  new  Terminal 
Building-San  Francisco  Airport,  October  5,  1951* 

Expense  Voucher  in  amount  $28,19,  expenses  of  Geo.  M.  Dixon, 
Onager  and  Chief  Engineer-San  Francisco  Airport,  month  of 
September,  1951,  covering  conferences  with  University  of 
California,    Navy  League,  Bay  Area  Aviation  Council,  Chamber 
of  Commerce,  New  York  Port   Authority  and  with  Public 
Utilities  Commission,  rtaager  of  Utilities  of  Staff. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted — Commissioner 
Baron  voting  NO. 

—RESOLUTION  NO.  12. OPS — 

RESOLVED  That  this  Commission  approves  the  terms  and  con- 
ditions and  hereby  authorizes  issuance  of  Airport  Space  Rental 
Permit,  as  follows: 


To:  Western  Air  Lines,  Inc. 
Effective:  Jane  1,  1951. 

Property  Description  


Area  Chg.  per  Sq.  Amount  per 
Sq  .Ft .    Ft.  per  Yr.  Year 


Unimproved  Area  1,508  $0.01  $15.08 

Minimum  charge  of  $600.00  per  year  as  stipulated  in 
Part  VII-Section  2,  of  Rates  and  Charges,  not  applicable  as 
this  property  is  supplemental  to  other  property  used  by  said 
Western  Air  Lines,  Inc. 

Tn  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
■wanson,  the  following  resolution  was  adopted — Commissioner 
Bvon  voting  NO. 

—RESOLUTION  NO.  12.006— 


RESOLVED'  That  this  Commission  approves  the  terms  and  con- 
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dttlMi  *M  hereby  authorizes  Issuance  ttt  Airport  Space 
Rental  Fermi%  as  follows: 

Tot  Southwest  Airways  Company 

Effective:    June  1,  1951 

Area  Chg.  per  Sqa   Amount  per 

Property  Description  Sq  .  Ft*  Ft.  per  Yr.  Year 

Paved  Area  2,625        %  °-°75         $  196.87 

Unimproved  Area  655  *01  6. 55 

%  203*42 

Minimum  charge  of  $600.00  per  year  as  stipulated  in  Part  VII 
Section  2  of  Rates  and  Charges  not  applicable  as  this 
property  is  supplemental  to  other  property  used  by  said 
Southwest  Airways  Company* 

On  motion  of  Commissioner  Swans  on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO.  12.007— 

RESOLVED,  That  this  Commission  approves  Contract  Payment 
Recommendation  in  amount  $7,000.92,  in  favor  of  H.  T.  Treacy, 
under  SFWD  Contract  No.  564-LayIng  6",  8"  and  12"  CI  Mains 
in  Midtown  Terrace  and  Portola  Drive* 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO.  12.008~ 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$15,000.00,  under  Appropriation  No.  165-804-03,  Passenger  and 
Damage  Claims-Prior  Years. 

Water  Department  Request  for  Intra    Fund  Transfer  in  amount 
$20,000.00,  from  Appropriation  No.  66-950-00- Water  Extension 
Fund,  to  credit  of  Appropriation  No.  66-964-56,  to  provide 
for  plans  and  specifications  for  construction  of  the  Balboa 
Reservoir-North  Basin. 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $87,500.00,  under  Appropriation  No.  168-231-Ol-Purchase 
of  Power  for  Resale  Outside  of  San  Francis®o. 
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The  Commission  directed  that  the  Airport  Space  Rental 
Permit  in  favor  of  the  Standard  Oil  Company  of  Calif- 
ornia be  referred  to  Airport  Management  for  further 
study  and  recommendation. 


THEREUPON  THE    MEETING  ADJOURNED. 
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MINUTES 
PUBLIC  UTILITIES  COMMISSION 


817th  REGULAR  MEETING  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  OCTOBER 
29,  1951. 


PRESENT:  Commissioners  Philip  F*  Land is,  Victor  S.  Swans on, 
Edw.  B.  Baron  and  Donald  A,  Cameron. 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  8l6th  regular  meeting  of  the 
Commission  held  October  22,  1951  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swans on,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.000— 

IMMHIWMill  MUllHiaiMUMyMIIMUIIII  li    IIJ  '         ■  *        I  !         ■  J 

RESOLVED,  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
mnager  of  Utilities  for  the  month  of  September,  1951 ;  and 

BE  IT  FURTHER  RESOLVED,  That  a  report  of  said  appoint- 
ments and  removals  be  transmitted  to  the  Civil  Service  Com- 
mission and  to  the  Controller, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.010— 

RESOLVED    That  Resolution  No.  11.953,  adopted  September 
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24,  1951*  authorizing  issuance  of  Revocable  Permit  to  the 
Pacific  Telephone  and  Telegraph  Company  for  crossing  of 
City's  Transmission  Line  right  of  way  in  the  N/W  1/4  of 
the  S/W  1/4  of  Section  15,  T.  3s..  R.  8e,  MDB&M,  be  and 
the  same  is  hereby  rescinded. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
bwanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.011-- 

RESOLVED,  That  this  Commission  hereby  authorizes  the 
Manager  of  Utilities  to  execute  that  certain  State  of  Calif- 
ornia-Department of  Public  Works,  Division  of  Highways 
Utilities  Agreement  No.  8.83,  under  the  general  provisions  of 
which,  the  San  Francisco  Water  Department,  at  an  estimated 
expense  of  114,652.75,  chargeable  to  said  State  of  California, 
relocates  low  pressure  mains  in  13th  Street  between  Mission 
and  Harrison  Streets  and  abandons  6"  main  in  Division  Street, 
east  of  Bryant* 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.012— 

RESOLVED,  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  specifi- 
cations; approves  Modification  of  Contract  in  amount  $129,64, 
being  the  additional  difference  between  certified  estimated 
contract  and  actual  performance;  approves  Certificate  of 
Acceptance  and  Final  Payment  in  amount  $1,419.44,  in  favor 
of  E.  J.  Treacy,  under  SFWD  Contract  No.  587-Laying  of  12?? 
C.I.  mins  in  Mason  Street,  north  and  south  of  Broadway. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.01V- 

RESOLVED,  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $600.00,  covering  expenses  of  Paul  J.  Fanning, 
Director  of  the  Bureau  of  Personnel  and  Safety,  attending 
convention  of  the  American  Transit  Association  in  Cincinnati; 
attending  Safety  Council  Congress  at  Chicago,  Illinois  and 
visiting  railway  properties  at  St.  Louis,  Mo.,  September  30- 
October  12,  1951. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. Old— 

RESOLVED    That  in  accordance  with  the  recommendations 
of  the  Manager  of  Utilities  for  the  extension  of  water  mains 
and  services,  the  contract  for 

The  Laying  of  6- Inch  Cast  Iron  Mains  in 
Broadway  Street  from  Mason  to  Taylor  and 
from  Larkin  to  Leavenworth-SFWD  Specifica- 
tion No.  594 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

The  San  Francisco  Water  Department 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Six  Thousand  Sixty  Eight  Dollars  and 
Seventy  Cents  ($6,068*70)  said  sum  being  the  total  price  for 
the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  Be  It  Further  Resolved,  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to 
fully  accomplish  the  aforementioned  extension  of  water  mains 
and  serv  ices. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,015— 

WHEREAS ,  by  the  terms  of  HHWS  Contract  No.  240-Con- 
structing  Steel  Plate  Liner  and  Manifold  at  Oakdale  Portal, 
By-Pass  Valves  at  Tesla  Portal,  and  Incidental  Construction 
in  the  San  Joaquin  Division  of  the  Hetch  Hetchy  Aqueduct,  work 
under  the  contract  should  be  completed  within  two  hundred 
calendar  days  after  the  establishment  of  starting  date  of  said 
contract;  and 

WHEREAS ^  the  Contractor  has  requested  that  the  established 
starting  date  of  October  15,  1951  be  extended  to  July  1,  1952 
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and  the  two  hundred  calendar  days  allowed  for  completion  of 
the  work  be  established  from  said  extended  date;  and 

WHEREAS,  it  is  to  the  best  interests  of  the  City  and  of 
the  Contractor  to  postpone  commencement  of  work  under  the 
contract  until  July  1,  1952; 

THEREFORE,  BE  IT  RESOLVED  That  this  Commission  hereby 
extends  the  established  starting  date  of  said  HHWS  Contract 
No.  240  from  October  15,  1951  until  July  1,  1952;  and 

BE  IT  FURTHER  RESOLVED 9  That  the  conditions  of  Section 
56,  Page  27  of  the  contract* documents  pertaining  thereto  are 
hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.016— » 

RESOLVSDt  That  this  Commission  consents  to  transferring 
portion  of  Lot  1,  Assessors  Block  3180,  corner  of  Ocean 
Avenue  and  Phelan  Avenue,  Balboa  Reservoir  Tract,  to  the  De- 
partment of  Public  Works,  for  public  street  purposes,  subject 
to  the  condition  that  street  improvements  thereon  be  at  no 
expense  to  the  Public  Utilities  Commission, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.017— 

RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  r-fenager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated,  litigated  settlements 
and  judgments,  as  follows: 

Claimant       PRIOR  YEARS 
Non-litigated  settlements 
Betty  M.  Taylor 
Lavergne  Morganti 
Emil  Luescher 
Mel vina  Harley 
Lorraine  Bush 
A,  J.  and  M.  F.  Herman 
Irene  Frances  Crummey 


Date  of  Accident  Settlement 

May  24,  1951  $  466.67 

February  0,  1951  750.00 

February  17,  1951  4,250.00 

June  32.  1951  550.OO 

May  20,  1951  1,000.00 

March  15,  1951  315.00 

May  10,  1951  400.OO 
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Claimant       Prior  Years 
Non-litigated  sett lements 


Date  of  Accident 
(Cont'd) 


John  C*  Martin,  Jr. 

Bernice  M.  Carlson 

Mary  E,  Koplen 

T.  D.  Ramey  &  David  Katch 

Henrietta  Vetter 

Florence  Gane 

Rose  Del  Piano 

Willma  Beahohamp 

Carrie  Grady 

Ella  Abney 

Litigated  Settlements 
Anna  M.  Perkins 

Judgments: 
Donald  B.  Plummer 
Anna  Continolo 


Flay  22,  1951 
June  6,  1951 
June  5,  1951 
June  23,  1951 
March  2,  1951 
June  12,  1951 
April  27,  1951 
October  17,  1950 
December  4,  1950 
October  13,  1950 


July  26,  1949 


September  14,  1950 
March  28,  1950 


Appropriation  Mo.  165-804.-O3 


Settlement 

$  131.22 
250.00 
250.00 

iit5.i5 
275.00 
125.00 
335.00 
550.00 
325.00 
656.00 


750.00 


312.10 
600.00 

S12.400.1z1 


Current  Year 
Non-litigated  settlements 
Elizabeth  &  John  E.Indergrand 
Rachael  Tilles 
Bank  of  Calif .Nat »1. Assn. 
Mildred  R.  Kinsky' 
Fred  Ichelson 
Iola  Miller 
Eva  Mulford 
Paul  P.  Marx 
Lourdes  Laidas 
Isabel  M.  Niles 
Patricia  Darwin 
Elizabeth  Beyerle 
Joseph  0vmra 
Walter  Bonner 
Thelma  Bonner 


September  13,  195^ 
August    13,  1951 
September  13,  1951 
August  30,  1951 
September  19,  1951 
August  16,  1951 
September  1,  1951 
July  21,  1951 
August  22,  I951 
August  25.  1951 
September  10,  1951 
August  24,  1951 
August  22,  1951 
August  24,  1951 
August  24,  1951 


4P 


191.17 
600.00 
166.71 

200.00 

192. qq 
299.38 
250.00 
700.00 
300.00 
650.00 
300.00 
700.00 
136.06 
750.00 
550.00 


Appropriation  No,  165-804-OI 


S  5.986.31 


On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.0lff~ 

WHEREAS^  under  the  terms  of  HHWS  Contract  No.  232-Con- 
structing  Cherry  Valley  22  KV  Power  Line,  work  under  the  con- 
tract was  to  be  completed  not  later  than  January  4,  1952;  and 
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WHEREAS,  the  Contractor  has  requested  that  he  be  per- 
mitted to  postpone  further  work  on  the  contract  during  the 
winter  months;  and 

WHEREAS    it  is  to  the  best  interests  of  the  City  and  of 
the  Contractor  that  such  request  be  granted: 

NOW,  THEREFORE ,  BE  IT  RESOLVED    That  this  Commission  here- 
by approves  the  postponement  of  all*work  on  HHWS  Contract  No. 
2J2  for  a  period  not  to  exceed  one  hundred  twenty  calendar 
days  beginning  on  or  about  December  1,  1951 *  and 

BE  IT  FURTHER  RESOLVED,  That  the  contract  time  for  com- 
pleting work  under  the  contract  be  and  the  same  is  hereby 
extended  one  hundred  twenty  calendar  days  and  that  liquidated 
damages  by  reason  of  such  extension  are  hereby  waived. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.01Q-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Allotment  in  amount  &20.000.00, 
under  Appropriation  No*  l65-804-03>  Passenger  and  Damage  Claims 
Prior  Years. 

Municipal  Railway  Request  for  Additional  Allotment,  in  amount 
^1,000.00,  under  Appropriation  No.  97-400-03,  to  provide  for 
Work  Order  for  "Unloading,  Receiving,  and  Preparing  25  PCC 
Street  Cars  for  Service", 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
^40,000.00,  from  various  sub-appropriations,  to  credit  of 
Appropriation  No.  97-530-17,  to  provide  additional  funds  for 
certification  of  Contract  No.  401-Cons true ting  Track  Wyes  and 
Curves  at  Various  Locations. 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
^191,958.00,  from  1942  Water  Works  System  Bond  Fund-Appropria- 
tion No.  191-901-62-Materials    and  Supplies,  to  credit  of 
Appropriation  No.  191-901-Ol-Construction  of  Auxiliary  Pumping 
Plant  at  Lake  Merced. 

Water  Department  Request  for  Intra  Fund  Tranfer  in  amount 
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$20,000,00  from  Appropriation  No.  66-95O-OO,  to  credit  of 
Appropriation  No.  66-968-00,  to  provide  for  furnishing  and  in- 
stalling pressure  regulating  valves  on  pipelines  at 
Burlingame  which  supplies  water  to  the  Alameda  pipeline. 

Airport  Request  for  Additional  Allotment  in  amount  $500.00, 
■mder  Appropriation  No.  193-056-OO,  to  provide  for  Work 
Order  to  repair  and  paint  3rd  floor  of  min  Library  Annex, 

Hetch  Hetchy  Project  Request  for  Additional  Allotment  in 
amount  $5,614.00,  under  Appropriation  No.  168-200-00,  to 
meet  requirements  for  contractual  services-second  quarter  of 
fiscal  year. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.  020— 

RESOLVED ^  That  in  accordance  with  the  recommendation  of 
the  Itaager  of  Utilities,  the  contract  for 

Municipal  Railway  Contract  No.  401-Track 
Wyes  and  Curves  at  Various  Locations 

a  public  work  to  be  performed,  on  the  basis  of  the  unit 
prices  submitted  and  regularly  on  file  for  the  estimated 
quantities  of  work  to  be  performed  as  set  forth  in  the  re- 
lated specifications,  for  the  Public  Utilities  Commission  of 
the  City  and  County  of  San  Francisco,  be  and  the  same  is 
hereby  awarded  to 

Eaton  and  Smith 

they  being  the  lowest  regular  and  responsible  bidders  for  the 
work  aforesaid  at  $62,909.75,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

Funds  for  this  work  are  available  in  Appropriation  No. 
No.  165-992-OO. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.021— 

RESOLVED,  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  estension  of  water  mains  and 
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services,  the  contract  .for 


The  Laying  of  12- Inch  and  1 6- Inch  Cast  Iron  Mains 
in  Sunset  District  from  Taraval  and  Montalvo  Avenue, 
SFWD  Specification  No,  593 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Barrett  and  Hilp 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Eighty  Six  Thousand  Two  Hundred  Ninety  Nine 
Dollars  and  Sixty  Cents  ($86,299.60)  said  sum  being  the  total 
price  for  the  lowest  bid  submitted  on  the  basis  hereinabove 
stated. 

AND  BE  IT  FURTHER  RESOLVED'  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to 
fully  accomplish  the  aforementioned  extension  of  water  mains 
and  services. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.022— 

RESOLVED,  That  the  effective  date  of  August  l8,  1951, 
applying  on  Airport  Space  Rental  Permit  to  United  Air  Lines, 
Inc.,  under  Resolution  No.  11,960  of  October  1,  1951,  be  and 
the  same  is  amended  to  read  October  1,  1951*  for  that  portion 
of  said  permit  pertaining  to  the  annual  fee  of  V592.OO  for 
heat  and  once  daily  janitorial  service. 


—RESOLUTION  NO.  12.02V- 

RESOLVED^  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $3°9*88,  expenses  of  Albert  J.  Kritscher 
of  the  Engineering  Bureau,  covering  inspection  of  street  cars 
and  trolley  coaches  at  the  St.  Louis  Car  Company,  St.  Louis, 
Mo.,  October  12-21,  1951. 
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On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  12.024— 


RESOLVED    That  this  Commission  approves  and  hereby  re- 
quests the  Mayor  to  recommend  to  the  Board  of  Supervisors, 
Municipal  Railway  Supplemental  Budget  1951-1952,  for  Opera- 
tion and  Maintenance, Calif ornia  Street  Cable  Railroad  Proper- 
ties for  the  period  November  20,1951  to  June  30,1952,  as 
follows: 


Appro ♦ 

No*  Description 
165. 

110-  00-Prmnt  Salaries 

111-  00-Allwce  for  Q'Time 

112-  00-Allwce  for  Hldys 
130-Ol-Wages-Pltfrm  Emp. 
1 50-02-  Wa  ge  s -Ms  c . Emp . 

200-00- Contr.  Srvcs. 
231-OO-Lgt.Ht.  &  Power 
300-00-mt.  &  Supplies 
315-OO-Wire  Rope  Cables 
321-OO-Fuel  &  Lubrcts. 
oOl-OO-Accident  Comp. 
804-Ol-Pass.  &  Dmg.  Clms. 

813-  OO-Auto  Ins. 

814-  OO-Fire  Ins# 

815-  OO-Misc.  Ins. 
860-OO-Pensn  &  Ret.Allwce 
862-OO-Social  Security 


Expenditures 
No. 

Emp  Amount 


23    $  52,686. 

1.554- 
1,936. 

98  164,006, 

_22  61,791 , 
143  $281,973. 

7,145* 
19.276. 

12,993. 
30,000. 

1.343- 
1,777. 
36,760. 

125. 
150. 
2,000, 
25,248. 
 5,7*0* 


Total  Oper.  &  Mtce,        143  $422,500. 

Detail  of  Trans,  to  Other  Dots. 
231-OO-Lgt.  Ht.  &  Power  19,276. 
8bO-00-Pensn  &  Ret.  Allwce.   25.248, 


142  1377 » 976. 


Deduct  for  each  day 
acquisition  is  post- 
poned  beyond  II/20/5I 

$  235 
7 

732 
276 

31 

86 

57 

NONE 

5 

164 

NONE 
NONE 
NONE 
113. 
17. 


86. 
113. 


Revenue  and  Receipts 
Passenger  Revenue 
Advtsg.  &  Other  Revenue 
Recpts  from  Other  Sources 


1,402. 
l8. 


$314,070. 
3,894. 

104 r 536 - 

$422.500. 

l62-112-00-Deduction  for  Holidays  to  be  made  in  accordance 
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with  detail  sheet. 


**  Balancing  figure. 

BE  IT  FURTHER  RESOLVED,  That  Resolution  No.  11,942, 
adopted  September  24,  1951,  be  and  the  same  is  hereby- 
rescinded  . 


In  accordance  with  contract  provisions,  it  was  noted  that 
Marmion  D.  Mills,  Municipal  Railway  Consultant,  effective 
November  1,  1941  would  revert  to  a  retainer  fee  of  $200.00 
per  month  basis. 


During  the  past  week  the  Municipal  Railway  received  the  first 
street  car  of  an  order  of  twenty  five  and  the  first  trolley 
coach  of  an  order  of  forty. 


The  Commission  designated  January  20,  1952  as  the  effective 
date  for  operation  of  trolley  coach  service  to  the  outer 
Mission  Street  area. 


THEREUPON  THE  MEETING  ADJOURNED. 
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MINUTES 
PUBLIC  UTILITIES  COMMISSION 


8l8th  REGULAR  MEETING-  OF  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  NOVEMBER 

5,  1951- 

i 

Present:    Commissioners  Philip  P.  Landls,  Sam  Mc  Kee,  Victor 
S.  Swanson  and  Edw.  B.  Baron, 

The  Commission  with  extreme  pleasure  greeted  the  return  of 
Commissioner  Sam  Mc.  Kee,  following  his  recent  illness. 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  817th  regular  meeting  of  the  Com- 
mission held  October  29,  1951  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.025— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  V&ter  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED f  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Menlo  Park  Sanitary  District 


Permit  to  cross  the  50  foot  roadway  leading  from  Bay 
Road  to  Ravenswood  with  a  sanitary  sewer  and  a  storm  drain; 
said  crossing  being  opposite  University  Vilage  Subdivision, 
Menlo  Park,  San    mteo  County. 
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On  motion  of  Commissioner  MC  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.026-- 


RESOLVED'  That  on  recommendation  of  the  Manager  of 
Utilities,  th£  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  judgments,  as  follows:  •« 


Claimant       PRIOR  YEARS 
Judgments: 

Esther  A.  Gallegos 

Manuel  B(  Gallegos 

Mary  Mc  Goldrick 

Francis  Patriquin  aka  Fran- 
cis W.  Patriquin 

Hermia  Gregg  aka  Hermia  0. 
Gregg 

James  V.  Farley 

Bridie  Mc  Carthy 

Leo  J a  Mc  Ginn 


Date  of  Accident  Settlement 


December  10,  1949  $  1,000.00 

"  250.00 

October  21,  1949  10,000*00 

September  8,  1949  1,250.00 

February  3»  1950  2,000.00 

February  0,  1950  216.55 

October  23,  1949  1,000.00 

plus  interest 

November  21,  1949  550.79 


Amending  portions  of  Resolution  Noe  11,983,  to 
provide  for  interest,  as  follows: 

August  J,  Lang-judgment  of  116,654.08-interest  166.08 

Alex  and  Myrtle  Harris     "     5,112.70       f*  81.38 

Appropriation  No.  165-804-03  $18.264.80 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  vas  adopted  unanimously: 

—RESOLUTION  NO.  12.027— 

RESOLVED    That  this  Commission  hereby  requests  the  myor 
to  recommend  io  the  Board  of  Supervisors  enactment  of  emer- 
gency ordinance,  appropriating  the  sum  of  #10,000.00,  from  168- 
990-OO-Hetch  Hetchy  Project  Surplus  Fund,  Charter  Section  127, 
to  credit  of  Appropriation  No.  168-350-OO-Foodstuf fs,  a  de- 
ficiency occasioned  by  virtue    of  a  large  construction  and 
maintenance  program. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12,028— 

RESOLVED  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

For  the  Laying  of  4- Inch  Cast  Iron  and  6- Inch 
Trans ite  I^ins  in  Monterey  Boulevard,  "between 
San  Aleso  and  Ridgewood  Avenues-SFWD  Specifi- 
cation No.  598 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Michael  Murphy,  Jr. 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  $14,590.50,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

AND  BE  IT  FURTHER  RESOLVED ^  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.02Q-- 

RESOLVED'  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

HHWS  Contract  No.  235-Cherry  River  Project 
Diversion  Tunnel  and  Power  Tunnel  Stub 

3  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities  of 
work  to  be  performed  as  set  forth  in  the  related  specifications, 
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for  the  Public  Utilities  Commission  of  the  City  and  County  of 
San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Ralph  A .  Bell,  Monrovia,  California 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  $747,750.00,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated* 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

Funds  for  this  work  are  available  in  Appropriation  No. 
I92-55O-O4. 

AND  BE  IT  FURTHER  RESOLVED,  The  Controller  is  hereby 
requested  to  allot,  in  the  amount  of  £747,750.00,  from  the 
unallotted  balance  of  the  Cherry  Valley  Bond  Fund,  Appropria- 
tion No.  192-550-04,  to  provide  funds  for  the  certification 
of  award  of  contract. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.0^0— 

RESOLVED,  that  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities,  the  contract  for 

Drilling  and  Grouting  in  West  Abutment  of 
Calaveras  Dam,  Alameda  County,  California, 
SFWD  Contract  No.  574 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

L.  L.  Jeffries 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  $53,515.00,  said  sum  being  the  total  price 
for  the  lowest  regular  bid  submitted  on  the  basis  hereinabove 
stated . 

There  were  no  other  bids  submitted  on  the  above  mentioned 

"iork. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


"-RESOLUTION  NO.  12.0^1-- 

RESOLVED,  That  this  Commission  approves  Contract  Payment 
Recommendations,  as  follows: 

Contract  Payment  in  amount  $7,286.26,  in  favor  of  Morris  Daley, 
under  Airport  Contract  No.  133-Construction  of  mintenance 
Storage  Shed,  Itinerant  Pilots'  Building  and  Related  Work. 

Contract  Payment  in  amount     $24,012.00  in  favor  of  Clinton 
Construction  Co.,  under  Airport  Contract  No.  130-Construction 
of  Airport  Terminal  Building* 

Contract  Payment  in  amount  $1,384.13,  in  favor  of  Fred  Johnson 
Electric  Co.,  under  Airport  Contract  No.  135-Cons  "ducting 
Lighting  North  Access  Road9  Itinerant  Aircraft  Area  and  Re- 
lated Work. 

Contract  Payment  in  amount  $1,428.75,  in  favor  of  Lowrie 
Paving  Co.,  under  Municipal  Railway  Contract  No.  408-Con- 
structing  Duct  Line  on  Alameda  Street. 

Contract  Payment  in  amount  $100,325»6!>  *n  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.569-Reconstructing 
Track  and  Pavement  on  Ocean  Avenue. 

Contract  Payment  in  amount  $928.75,  in  favor  of  Arthur  W, 
Baum,  under  Municipal  Railway  Contract  No.  407-Waiting  Station 
at  La  Playa  and  Balboa  Streets. 

Contract  Payment  in  amount  $4,802.62,  in  favor  of  KleinSmid 
Construction  Co.,  under  HHWS  Contract  No.  239-City  Camp  at 
Cherry  River  Damsite. 

Contract  Payment  in  amount  $2,525.85,  in  favor  of  Diamond  ^ 
Drillers,  Inc.,  under  HHWS  Contract  No.  229-Cherry  River  Ex- 
ploratory Core  Drilling. 

Contract  Payment  in  amount  $8,867*70,  in  favor  of  Abbett 
Electric  Corporation,  under  Municipal  Railway  Contract  No.  356- 
Trolley  System  for  No.  14  Line. 

Contract  Payment  in  amount  $49,174.62,  in  favor  of  Severin 
Electric  Co.,  under  Municipal  Railway  Contract  No.  365-Trolley 
Coach  System  for  No.  47  Line. 


-7706- 


On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc    Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.032— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordinance 
appropriating  the  sum  of  $2,640 ♦00- Water  Department  Funds,  to 
provide  for  compensation  of  one  F404A  Assistant  Engineer  I, 
Civil,  reflecting  recent  reclassification  of  position  by  the 
Civil  Service  Commission* 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kce,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.033— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $1,500.00,  from  Unappropriated 
Balance  in  the  Special  Aviation  Fund,  to  credit  of  Appropria- 
tion No,  164-4.OO-OO,  to  provide  for  purchase  of  one  Paint 
Stripping  Machine, 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swans on,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.034— 

RESOLVED,  That  this  Commission  hereby  requests    the  Con- 
troller's certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$8o.OO,  from  Appropriation  No*  68-925-OO-Reconstruction  and 
Replacement  Fund,  Unallocated,  to  credit  of  Appropriation  No. 
68-925-01-44*       provide  for  purchase  of  one  battery  charger. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
-,.25, 000. 00,  under  Appropriation  No.  165-804-03- Passenger  and 
Damage  Claims- Prior  Years,  Additional. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.035— 

RESOLVED    That  this  Commission  approves  Contract  Payment 
RocommendatioA  in  amount  $1,666.67,  in  favor  of  Marmion  D.  Mills, 
for  services  as  transportation  expert  and  co-ordinator  for 
operations  of  the  Municipal  Railway,  month  of  October,  1951. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.O36-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  an 
ordinance,  appropriating  the  sum  of  ^550,000.00-1947  Hetch 
Hetchy  V&ter  Bond  Fund,  to  provide  funds  for  expenditures  and 
certification  of  contracts  for  construction  of  pipe  lines  and 
appurtenances  to  augment  the  water  supply  to  San  Francisco, 
as  follows: 

From:  The  Surplus  in  the  following  appropriations  within  the 
1947  Hetch  Hetchy  Water  Bond  Fund: 


San  Joaquin  Pipe  Line  No.  2 

Appro.  No.  Description:  Amount 
98-901-O3    Contract  No.  2l6-Furnish  and  Install 

Section  C*C'?  $  68,514.56 

98-901-04    Construction  Section  "A??  209,984.80 

98-901-62    Valves  and  Fittings  134,467.29 

Bay  Division  Pipe  Line  No.  ^. 

98-950-56    Plans  and  Specifications  .07 

98-950-62    Gates  and  Valves  23,204.84 

98-950-64    Construction  Equipment  25,334*76 

".-95I-OO    Construction  Bay  Div.  Pipe  Line  No.  3  88,492.41 


Booster  Pump-Crystal  Springs  Res . 
98-960-OO    Install  Pumps  and  Valves  .14 

98-960-62    Purchase  Pumps  and  Valves   .75 

'550,000.00 

To  Appro.  Alameda  Creek  Siphon  No.  2 

98-940-56    Plans  and  Specifications  $  15,000.00 

98-940-57  Inspection, Supervision  &  Fid.  Engng.  15,000.00 
98-940-62  Purchase  of  Valves  90,000.00 
98-94I-OO    Construction  4^0.000.00 

$550,000*00 
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On  motion  of  Commissioner  Swanson,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12,037— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  enact  ordinance,  approving  attendance 
of  J*  H.  Turner,  Manager  of  Utilities,  A.  0.  Olson,  General 
Manager  and  Chief  Engineer  of  the  Hetch  Hetchy  Water  Supply, 
Power  and  Utilities  Engineering  Bureau  and  of  Tom  Irwin, 
Director  of  the  Bureau  of  Public  Service,  at  the  19th  Annual 
Conference  of  California  Municipal  Utilities  Association  at 
Oakland,  California,  November  13-14-15-16.  1951. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 0^8— 

RESOLVED,  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  adopt  resolution  granting  permission  to 
Geo.  M.  Dixon,  Manager  and  Chief  Engineer  of  the  San  Fran- 
cisco Airport,  to  attend  the  semi-annual  meeting  of  the 
American  Association  of  Airport  Executives  (State)  at  Santa 
Monica,  California,  Decentoer  5-6-7,  1951. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.G?9~ 

RESOLVED'  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $83.12,  expenses  of  Tom  Irwin,  Director  of 
the  Bureau  of  Public  Service,  covering  conference  and  in- 
spection of  the  San  Francisco  Airport  by  members  of  the  San 
Francisco  Grand  Jury,  November  2,  1951. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,    the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.040— 

RESOLVED,  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $4.50,  expenses  of  Robert  E.  Smith,  Assistant 
Superintendent  of  Airport  Operations,  month  of  October,  1951* 
covering  conferences  with  Junior  Chamber  of  Commerce  and  with 
the  Bay  Area  Aviation  Committee. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION    NO.  12.041— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Municipal  Railway  Request  for 
Additional  Allotment,  in  amount  $12,500.00,  under  Appropria- 
tion No.  l65-13°-°l»  ^°  provide  for  deficiency  in  appropria- 
tion for  VJages,  Platform  Employees,  for  month  of  October, 
1951. 


Thereupon  the  meeting  adjourned. 
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MINUTES 


PUBLIC  UTILITIES  COMISSION 

819th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  NOVEMBER 

13.  1951- 

f:   ******************  *********************************************** 


Present:   Commissioners  Philip  P.  Landis,  Sam  Mc  Kee# 
Edw.  B.  Baron  and  Donald  A,  Cameron. 

President  Philip  P.  Land is  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  8l8th  regular  meeting  of  the 
Commission  held  November  5*  1951  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,042-- 

WHEREAS*  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter   set  forth: 

THEREFORE,  BE  IT  RESOLVED '  That  the  Public  Utilities  Com- 
mission of  the  City  and  County'of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows; 


To:    Redwood  City,  San  Mateo  County 


Permit  to  tap  into  Bay  Division  Pipe  Line  No.  3  and  cross 
over  the  right  of  way  of  said  pipe  line  at  Carson  Street  and 
I^ssachusetts  Avenue  for  the  purpose  of  water  distribution  lines 
to  serve  Westwood  Terrace  and  Sterling  Highlands  Subdivisions* 
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On  motion  of  Commissioner  He  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,04V- 

WHEREAS f  the  General  Manager  and  Chief  Engineer  of  the 
Son  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Company 

Permit  to  cross  the  Bay  Division  Pipe  Line  No.  3  right  of 
way  with  gas  mains  within  Roosevelt  Avenue,  Massachusetts 
Avenue  and  Carson  Street,  Redwood  City. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.0ZL4— - 

RESOLVED    That  this  Commission  hereby  requests  the 
Controller's  certification  of  Modification  of  Contract,  in 
amount  $1,871.18,  being  the  credit  difference  between  esti- 
mated allowance  for  Contract  133,  Services  in  Conducting  a 
Public  Information  and  Business  Promotion  Campaign  for  the 
Municipal  Railway,  contractor,  J.  Walter  Thompson  Company,  and 
the  actual  cost  to  said  contractor. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.045-- 

RE SOLVED '  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions and  hereby  approves  Certificate  of  Acceptance  and  Final 
Payment  in  amount  $4,203.95,  in  favor  of  Beaumont  Furnace  and 
Sheet  Metal  Corporation,  under  Municipal  Railway  Contract  No. 
395-Air  Conditioning  Offices  at  24th  Street  Garage. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


--RESOLUTION  NO.  I2.O46- 


RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated,  litigated  settlements 
and  judgments,  as  follows: 


Claimant 


PRIOR  YEARS 


Date  of  Accident 


Non-litigated  settlements 
Mary  Ada  Helmrich 
Margaret  A.  Bennett 
Jack  Donahue 
Sophia  Kotsetas 
Daniel  Nicora 
Florence  M.  Solomon 
William  Howard  Brush 
Frances  W.  Fitzgerald 


Eula  Smith 
Cecelia  Feist 
Anne  J,  Hooper 
Andred  Russell 
man?s  Fund  In 
Jerry  Vukovich 
Theresa  Colton 
Superior  Tile  Co. 
Comp*  Ins.  Fund 


s. 


Bobbie 
Co. 


April  11,  1951 
May  19,  1951 
May  22,  1950 
April  2,  1951 
May  16,  1951 
March  22,  1951 
my  28,  1951 
April  12,  1951 
June  5,  1951 
December  Id,  1950 
February  17,  1951 
and  Fire- 
February  17,  1951 

my  25,  1951 

February  7»  1951 


and  State 


Litigated  Settlements 
'Walter    F.  Hows 
Elsbeth  Bunzel 
James  M.  Dicks on-minor 
Bonnie  Lagemann 
Annie  Pappas 
Gertrude  Rader 
Jennie  S.  Young 
Ellen  Harper 


April  19,  1951 


July  23,  1950 
May  8,  1950 
December  1,  1949 
October  3,  1949 
February  24,  1950 
Airil  11,  1949 
January  21,  1949 
January  20,  1946 


Jud gments 
George  Bonz 

Romeo  Faezi  and  Ray  Heglin,dba 
Romeos  Delivery  &  Drage  Co.      October  31,  1950 


rch  11,  1951 


Settlement 


1#250.00 
700.00 
Q50.OO 
650.OO 
875.OO 
900.00 
254.04 

3,250.00 
950.00 

1,250.00 
165.OO 

425.08 
1,750.00 
450.00 

650.98 


750.00 
1,250.00 
200.00 
350.00 
250.00 
330.00 
300.00 
527.OO 


I9O.O4 
382.75 
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Claimant  Date  of  Accident  Settlement 

John  P.  Haskett  March  24,  1950  '  $  190.96 

Jack  K,  Mc  Parland  December  11,  1950  293*24 

Jack  E.  Maughmer  December  11,  1950  lbl.64 

Orval  S.  Payne  July  27,  1950  235.23 

Chester  Me  Smith  August  10,  195O  4,500,00 

Appropriation  No,  165-804-03  &  2A.^8o.qA 

Current  Year: 
Non-litigated  settlements 

Ruby  DeWitt  September  22,  1951    $  275*00 

mi  L.  Berger  August  10,  1951  400,00 
R.  M.  Jones  and  Premier 

Ins.  Co.  July  16,  19RI  121.61 

Prances  Hadalini  September  10,  1951  267. 50 

J.  Marshall  Smith  August  31,  1951  120. 30 

Jessie  Hunt  July  21,  1951   600,00 

Appropriation  No.  165-804-OI  $  1,784,41 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee?  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.047— 

WHSREAS,  the  following  employees  have  retired    from  the 
service  of  the  City  and  County  of  San  Francisco,  having  served 
in  the  Municipal  Railway  and  or  the  nirket  Street  Railway,  in 
excess  of  25  years: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  in    behalf  of  the  people  of  the  City   and  County 
of  San  Francisco  in  recognition  of  their  long  and  faithful 
service,  by  this  resolution,  expresses  to  these  employees 
its  best  wishes  for  a  long  and  happy  life  and  the  assurance 
of  its  appreciation  of  work  well  performed;  and 

BE  IT  FURTHER  RESOLVED    That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  a  copy  of  resolution  for  presenta- 
tion to  each  of  the  following  retired  employees: 

Employee  Servi ce: 

Richard  J.  Brannigan  34  years 

William  Walsh  31  years 

John  J.  Burke  27  years 

Edmond  Heiser  34  years 

Jay  Longfellow  40  years 

Edward  Molley  30  years 


Leon 


R.  Stevens  25  years 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  I2.O48  - 

RESOLVED,  That  this  Commission  hereby  approves  the  terms 
and  conditions  and  authorizes  execution  of  Water  Lepartment 
agricultural  leases  as  follows: 

Geo.  Rose  of  San  Jose,  covering  150  acres,  being  portions  of 
Lot  No.  6  of  the  Sunol  portion  of  the  Rancho  El  Valle  de  San 
Jose  and  of  the  northeast  quarter  of  Section  J,  Township  5> 
South,  Range  1  East,  MDB&M,  Alameda  County,  for  period  of 
three  years,  commencing  December  1,  1951*  at;  an  annual  rental 
of  ^300.00,  plus  one-fourth  share  of  all  crops  grown  on  the 
demised  land. 

Ceo.  Rose  of  San  Jose,  covering  150  acres,  being  portion  of 
the  South  half  of  the  southwest  quarter  of  Section  12,  Town- 
ship 4  South,  Range  1  West,  MDB&N,  and  portion  of  the  west  half 
of  Section  15,  Township  4  South,  Range  1  West,  HDB&M,  Alameda 
County,  for  period  of  three  years,  commencing  December  1,  1951* 
at  an  annual  rental  of  §450 #00. 

L.  W.  Radd  of  Pleasanton,  covering  14.5  acres,  being  portion 
of  Deed  Parcel  68,  Pleasanton  Lands,  Alameda  County,  for 
period  of  three  years,  commencing  December  1,  1951*  at  an 
annual  rental  of  XL00.00. 

Frank  Silva  of  Sunol,  covering  30  acres,  being  portion  of 
Parcel  65,  Sunol  portion  of  the  Rancho  El  Valle  de  San  Jose, 
Alameda  County,  for  period  of  three  years,  commencing  December 
1,  1951,  at  an  annual  rental  of  $220.00. 

Ceo.  Athenour  of  Sunol,  covering  73  acres,  being  portion  of 
Lot  6  of  the  Sunol  portion  of  the  Rancho  El  Valle  de  San  Jose, 
in  the  Calaveras  Creek  bottom,  for  period  of  three  years, 
commencing  December  1,  1951,  at  an  annual  rental  of  ^200.00. 

Sam  Whiting  of  Sunol,  covering  10  acres,  being  portion  of 
Parcel  66,  Alameda  County  Lands,  for  period  of  three  years 
commencing  December  1,  1951,  at  an  annual  rental  of  ^50. 00, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.C49  - 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  execution  of  Water  Department 


771? 


•  ■  >. 


■  4 


■ 


x  ■  ... 


I. 


5  :  ; 


agricultural  lease,  as  follows: 

C.  Pessagno:  of  Colma,  San  Mateo  County,  covering  one  acre, 
being  portion  of  the  San  Andres  pipe  line  righr  of  way  in  the 
Abbey  Homestead  tract  in  San  Mateo  County,  for  period  of 
three  years,  commencing  December  1,  195-U  at  an  annual  rental 
)i  ,,60.00. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.  (H)  - 

WHEREAS 9  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of    land  and 
property  under  control  of  said  W&ter  Department  as  hereinafter 
set  forth: 

THEREFORE,  BE  IT  RESOLVED    That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permits 
and  authorizes  the  execution  of  the  same  as  follows: 

To:       Pacific  Coast  Aggregates,  Inc. 
M.  Tachella 

Bettencourt  Co. 
Mary  Rogers 

Mrs.  J.  S.  Nunes 
M.  S.  Rodrigui.es 
R.  L.  Jensen 
E.  K.  Balaun 

Permit  to  occupy  portions  of  the  25  foot  strip  of  land  ad- 
joining the  north  line  of  the  Southern  Pacific  Railway 
right  of  way  between  Niles  and  Centerville,  Alameda  County 
consisting  of  O.845,  0.25,  °»4»  O.632,  0.2  and  0.10  acres, 
respectively:  a  portion  of  the  50  foot  well  strip  north  of 
the  town  of  Pleasanton  consisting  of  1.07  of  an  were  and  a 
10  acre  tract  of  land  adjacent  to  the  westerly  ridge  line  of 
the  Peninsula  Watershed  properties. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  12.051— 


RESOLVED,  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Jommission  approves  and  hereby  requests  the  Controller  to 
draw  warrant  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  settlement,    as  follows: 


Claimant  Date  of  Accident  Settlement 

Woodrow  Wilson  June  8,  1951  $  2,500,00 

BE  IT  FURTHER  RESOLVED,  That  portion  of 
Resolution  No.  11,918,  is  amended  to  provide 
for  payment  of  interest  on  judgment  of  &2, 500.00, 
claimant-Ralph  T,  Evans  12.95 

Appropriation  No.  165-804-03  $  2,512.95 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.0S2— 

RESOLVED'  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 


Contract  Payment  in  amount  $47,370.53,  in  favor  of  T.  E. 
Connolly,  Inc.,  under  HHWS  Contract  No.  237- Improvement  of 
Access  Road  South  Fork:  to  Camp  Mather  and  Early  Intake. 


Contract  Payment  in  amount  $7,688.80,  in  favor  of  T.  E,  y 
Connolly,  Inc.,  under  HHWS  Contract  No.  238-Construction  of 
Access  Road,  Early  Intake  to  Cherry  Valley  Dam  Site,  Section 
C-2. 


Contract  Payment  in  amount  $138,457.80,  in  favor  of  United  / 
Concrete  Pipe  Corporation,  under  HHWS  Contract  No.  230-Con- 
struction  of  San  Joaquin  Pipe  Line  No,  2-Section  A-l. 

Contract  Payment  in  amount  $3,667.68  in  favor  of  Great  Ameri-  / 
can  Indemnity  Co.,  for  account  of  P.  and  J.  Artukovich,  Inc., 
under  HHWS  Contract  No,  230-Construction  of  San  Joaquin  Pipe 
Line  No.  2-Section  A-2. 
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Contract  Payment  in  amount  $15,279. 57 p  in  favor  of  Ferrero's 
Motor  and  Electric  Works,  under  HHWS  Contract  No.  232-Con-* 
struct ing  Cherry  Valley  22  KV  Power  Line. 

Contract  Payment  in  amount  $2,600.10f  in  favor  of  Chas.  I. 
Cunningham  Co.,  under  HHWS  Contract  No.  234~Constructing  Camp 
House  at  0?Shaughnessy  Dam. 

Contract  Payment  in  amount  $45,237*68,  in  favor  of  Crocker 
First  National  Bank  of  San  Francisco  as  sssignee  for  KleinSmid 
Construction  Co.,  under  HHWS  Contract  No,  238-Construction  of 
Access  Road,  Early  Intake  to  Cherry  Valley  Dam  Site,  Section 
DE. 

Contract  Payment  in  amount  $7,35&«78>  in  favor  of  Berman  and 
Jones,  under  HHWS  Contract  No.  246- Paving  at  Moccasin. 

Contract  Payment  in  amount  $11,066.63,  in  favor  of  KleinSmid 
Construction  Co.,  under- HHWS  Contract  No.  239-Cherry  River 
Project-City  Camp  at  Dam  Site. 

Contract  Payment  in  amount  $1,586.97,  in  favor  of  Roy  Madsen 
under  SFWD  Contract  No.  583-Construction  of  College  Hill 
Chlorinating  Station. 

Contract  Payment  in  amount  $104, 518^65*  in  favor  of  Granite 
Construction  Co.,  under  SFWD  Contr|pt  No.  5^Co&struction  of 
Sutro  Reservoir  and  Control  Works. 

On  motion  of  Commissioner  C&mjPQftf  mvot$$<i  W  Commissioner 
Baron,  the  following  vmQl^%\qn  wa$  adopted  yjianimously: 

RESOLVED,  That  in  accordance         £h@  recommendations  of 
the  Manager  of  Utilities,  the  CQn^jm^t  for 

Removing  30-Inch  Cast  Iron  ?ipe  In  locksley 
Avenue,  between  Lawton  and  Moraga  Streets, 
SFWD  Specification  No.  596 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  Quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Eaton  aj^j  Smith 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
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work  aforesaid  at  Three  Thousand  Two  Hundred  Forty  Six 
Dollars  (^3,246.00)  said  sum  being  the  total  price  for  the 
lowest  bid  submitted  on  the  basis  hereinabove  stated. 

AND  BE  IT  FURTHER  RESOLVED '  The  Controller  is  hereby  re- 
quested to  approve    the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  removal  of  cast  iron  pipe. 

AND  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.054-- 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of    the  following: 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$14,696.94*  from  surpluses  in  various  sub-appropriations,  to 
credit  of  Appropriation  No.  97-51O-O9,  to  provide  additional 
funds  for  certification  of  Municipal  Railway  Contract  No.  377, 
Remodeling  Offices  at  Geary  Carhouse. 

Municipal  Railway  Request  for  Additional  Allotment  in 
amount  #25,000.00,  under  Appropriation  No.  165-804-03,  Pass- 
enger and  Damage  Claims,  Prior  Years,  Additional* 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$28,521.00,  from  Appropriation  No.  166-50O-OO,  Additions  and 
Betterments,  to  credit  of  Appropriation  No.  166-399-05-OO,  to 
provide  for  purchase  of  meters  and  valves  to  be  used  in 
supplying  services  upon  completion  of  Bay  Division  Pipe  Line 
No.  3. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
-.1,600.00,  from  Appropriation  No.  168-21 6-00,  to  credit  of 
Appropriation  No.  168-399-02-16,  to  provide  for  purchase  of 
automotive  replacement  parts  with  budgeted  funds  instead  of 
through  Revolving  Fund. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.055— 

RESOLVED    That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $3,276.00-Hetch  Hetchy  Project 
Funds,  to  provide  for  compensation  of  one  U-227-General 
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Maintenance  Foreman  and  abolishment  of  position  of  one  J-12 
Labor  Foreman,  reflecting    reclassification  of  position  by 
the  Civil  Service  Commission. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.056— 

RESOLVEDf  That  this  Commission  hereby  requests  the 
Mayor  to  recommend  to  the  Board  of  Supervisors  enactment  of 
ordinance,  appropriating  the  sum  of  $p5&7»000.00,  from  Appro- 
priation No.  98-978-OO-Sunset  Supply  Line-Millbrae  Section, 
to  credit  of  Appropriation  No.  98-977-OO-Sunset  Supply  Line, 
Burl ingame-Mi librae  Section* 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.057— 

RESOLVED'  That  this  Commission  approves  the  following 
Traveling  ExpSnse  Vouchers: 

Expense  Voucher  in  amount  S9.06,  expenses  of  Harold  S« 
Messersmith,  month  of  September,  1951*  covering  conferences 
with  Officials  of  the  C.  A.  A.,  Officials  of  the  University 
of  California  and  Southwest  Airways  and  Chamber  of  Commerce. 

Expense    Voucher  in  amount  $21.00,  expenses  of  Robert 
Rockwell,  Assistant  Director  of  Bureau  of  Public  Service, 
month  of  October*.  1951*  covering  conferences  with  Chambers 
of  Commerce,  Advertising  Club,  Airline  Companies,  Emporium 
Officials  and  Pfegazine  Editors. 

Lxpense  Voucher  in  amount  $3Q»°5»  expenses  of  Styles  W.  Smith, 
Assistant  Director  of  the  Bureau  of  Public  Service,  covering 
conferences  with  Chambers,  Peninsula  Papers^  Aviation  Writers, 
Mc  Graw-Hill  Publishing  Company  and  Reuter's  News  Agency, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.058— 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Municipal  Railway  Contract  No.  377 
Remodeling  Offices  at  Geary  Carhouse 
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a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded 
to: 

Martinelli  Construction  Co.,  Inc. 

they  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid,  at  $63,300.00,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected, 

AND  BE  IT  FURTHER  RESOLVED f  That  the  Controller  is  hereby 
requested  to  allot,  in  the  amount  $83,300.00  from  the  unalloted 
balance  of  Municipal  Railway  Rehabilitation  Bond  Fund,  Appro- 
priation 97-51O-O9,  to  provide  funds  for  the  certification 
of  award  of  contract. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.05Q-- 

WHEREAS '  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE    BE  IT  RESOLVED"  That  the  Public  Utilities  Com- 
mission of  the  City  and  County" of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Company 

Permit  to  install  a  20  u  high  pressure  gas  main  extension 
along  the  easterly  and  northeasterly  sides  of  Lake  Merced 
Boulevard  extending  from  the  southerly  extremity  of  the  City's 
parcel  in  San  Mateo  County,  northerly  to  the  southerly  exten- 
sion of  Everglade  Street,  San  Francisco. 


THEREUPON  THE  MEETING  ADJOURNED. 
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M  I  N  U  T  E  S 


PUBLIC  UTILITIES  COMMISSION 


820th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  NOVEMBER 
19,  1951. 

****************************************** 


Present:    Commissioners  Philip  P.  Landis,  Victor  S.  Swans on, 
Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Philip  P.  Landis  presided. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  minutes  of  the  819th  regular  meeting  of  the 
Commission  held  November  11J,  1951 »    were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

- -RESOLUTION  NO.  12.060-~ 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
$ll6.00;  under  HHWS  Contract  No.  242- Installation  of  Additional 
Revenue  Metering  Equipment  and  Air-Break  Switches  in  Substa- 
tion nJ??  Modesto,  contractor,  Fred  Johnson  Electric  Company, 
covering  the  following: 

Delete  the  installation  of  the  following  materials  and  equip- 
ment from  the  contract  work: — > 

1     Potential  Transformer 

1  Metering  Pannel 

132  Lin.  Ft.  Copper  Tubing 
6  Parallel  Ground  Clamps 
6  J-Bolts 

2  Short  arcing  horns 

6     Current  Transformer  Connectors 

Net  Credit  of  $116.00 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swans on,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.06l~ 

RESOLVED'  That  this  Commission  accepts  as  being  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions, HHWS  Contract  No.  245- Installation  of  Radio  Equipment 
in  Five  Cabins  on  Snow  Course,  contractor,  Hetch  Hetchy 
Bureau. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.062— 

RESOLVED '  That  this  Commission  accepts  the  work  per- 
formed under  flHWS  Contract  No,  243-Constructing  Concrete  Plume 
at  OvShaughnessy  Dam,  contractor,  Hetch  Hetchy  Bureau,  as 
being  satisfactorily  completed  in  accordance  with  plans  and 
specifications. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.06V- 

RESOLVED    That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications and  hereby  approves  Certificate  of  Acceptance  and 
Final  Payment  in  amount  $8,085.20,  in  favor  of  Hampton  Elec- 
tric and  Manufacturing  Company,  under  BLH&P  Contract  Nof  105- 
Installation  of  Lighting  Fixtures  in  Main  Library  Reading 
Room-Public  Library. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.06zl— 

RESOLVED^  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for  the  following 
public  work  to  be  performed  for  the  Public  Utilities  Commission 
of  the  City  and  County  of  San  Francisco,  to-wit: 

Municipal  Railway  Contract  No.  377 
Remodeling  Offices  at  Geary  Carhouse 

be  and  the  same  is  hereby  awarded  to 
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Martinelli  Construction  Co. 

they  being  the  lowest  regular  and  responsible  bidder  therefor 
at  the  lump  sum  price  of  $83,300.00 

And  all  other  bids  for  the  above  described  work:  are 
hereby  rejected. 

AND  BE  IT  FURTHER  RESOLVED'  The  Controller  is  hereby 
requested  to  allot,  in  the  amouftt  $83,300. 00,  from  the  una- 
llotted balance  of  Municipal  Railway  Rehabilitation  Bond  Fund, 
Appropriation  No.  97-510-09,  to  provide  funds  for  the  certi- 
fication of  award  of  contract. 

AND  BE  IT  FURTHER  RESOLVED '  That  Resolution  No.  12028, 
passed  by  the  Public  Utilities  Commission  at  its  meeting  of 
November  13,  1951*  be  and  the  same  is  hereby  rescinded* 

On  motion    of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,065 — 

RESOLVED'  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $12. 16,  expenses  of  Geo,  M.  Dixon,  Manager 
and  Chief  Engineer-San  Francisco  Airport,  month  of  October, 
1951>  covering  conferences  with  Vice  President,  Pan  American 
Airways;  Commander  Mc  Caffery,  Coast  Guard  Air  Station;  W.  H. 
Thompson,  I^nager  Station  Ground  Services,  United  Air  Lines 
and  with  Ross  See ley  of  the  C.  A,  A.  and  James  Gorman  of  the 
Lublin  Airport. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.066— 

RESOLVED ^  That  this  Commission  approves  the  following 
Contract  Payments: 

Contract  Payment  in  amount  $52,146.98,  in  favor  of  Security 
First  National  Bank  of  Los  Angeles,  for  account  of  United 
Concrete  Pipe  Corporation,  under  SFWD  Contract  No.  524-Con- 
struction  of  Bay  Division  Pipe  Line  No.  3-Section  AC. 

Contract  Payment  in  amount  ^78,786.22,  in  favor  of  M.  and  K. 
Corporation,  under  SFWD  Contract  No,  579-Laying  36"  Steel 
Sutro  Reservoir  Supply  Main. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously; 


--RESOLUTION  NO.  I2.067-- 

RESOLVED.  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated,  litigated  settlements 
and  judgments,  as  follows: 


Claimant      CURRENT  YEAR 
Non-litigated  settlements 

Calif.  State  Auto  Assn. 

Patti  Lindon 

Florence  L.  Grundwick 

Mrs,  Ida  B.  Tonkin 

Rose  Kermoian 

Harriett  &  Max  W.  Lockman 

Rafaela  Rocha 

Edith  Payton 

Ruth  Lannon 

Mike  Prohoroff 

Buick  Motor  Division 

Andrew  F«  Weber,  Jr. 

Carmen  R.  Melendez 

Mary  J.  Shaffer 

Mary  Hogg 

Appropriation  No. 

Prior 

Litigated  settlements 

Ida  S.  Garry 

Dorothy  M.  Rice 
Judgments: 

Deniis  J.  Bolger 

George  Hornstein 

Mary  J,  Hahart 


Date  of  Accident 

August  15,  1951 
August  24,  1§51 
October  9,  1951 
October  25,  1951 
September  26,  1951 
August  22,  1951 
August  10,  1951 
July  23,  1951 
September  13,  1951 
October  19,  1951 
September  22,  1951 
August  1,  1951 
October  1,  1951 
August  26,  1951 
August  30,  1951 

165-804-OI 

Years 


Octavia  Nelson 
ugene  L.  Dagley 


T1 


December  23,  1949 
February  8,  1948 

my  29,  1951 

July  16,  1949 
September  26,  1950 

April  23,  1950 
April  8,  1950 


Settlement 

ft  114*52 
500.00 

508 . 55 

151.89 

300,00 

550.00 

400.00 

162.62 

300 . 00 

172.61 
I64.37 
137.00 
350.00 
500.00 

 300 # QQ 

$  4r6UtF)6 


Pi 


Non-litigated  settlement 
Louis  Clark 


Pi 


December  4,  1950 


$  550.00 
650.00 

78.99 
85.21 

7,000.00 
us  interest 

3,856.75 

5.374.50 
us  interest 

2.000.00 


Appropriation  No.  165-804.-03 


Sst- 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


--RESOLUTION  NO.  12.068-- 

RESOLVED'  That  this  Commission  approves  and  hereby  re- 
quest® the  Majror  to  recommend  to  the  Board  of  Supervisors, 
Hetch  Hetchy  Project  Supplemental  Budget  for  Purchase  and 
Listribution  of  Power,  in  amount  $971* 000% 00,  increasing  the 
allowance  in  the  following: 

Appropriation  No. 

l68-231-01-Purchase  of  Power  for  Resale  outside 

of  San  Prancisco  $  560,000.00 

l68-231-02-Service  Charge  for  Transmission  and 

Distribution  321,000.00 

168-900-OO-Surplus  Fund-Charter  Section  127  QO.OOO.OO 

1*971, 000*00 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.06Q-- 

RESOLVED^  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Municipal  Railway  Contract  No.  406-Recon- 
s true ting  and  Removing  Track  on  First 
Street  and  Fremont  Street  at  Mission  Street 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Eaton  and  Smith 

they  being  the  lowest  regular  and  responsible  bidders  for  the 
work  aforesaid  at  ©9,381.00,  said  sum  being  the  total  price  for 
the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected.    Funds  for  this  work  are  available  in  Appropriation 
No.  65-925-02-38. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,070— 

RESOLVED'  That  this  Commission  approves  the  following 
Expense  Vouchers: 

Expense  Voucher  in  amount  $191.60,  traveling  expense  of 
Carlby  L.  Redos,  Box  308,  Schulenberg,  Texas,  appearing  as 
a  witness  in  the  action  of  Lawrence  Hammer  vs  City  and  County 
of  San  Francisco-Municipal  Railway,  Superior  Court  N0.385130. 

Expense  Voucher  in  amount  $275*00,  traveling  expense  for  Mr. 
and  M^s.  Eugene  Mockerman  of  Los  Angeles,  appearing  as 
witnesses  in    the  action  of  Mc  Kenney  vs  City  and  County  of 
San  Francisco-Water  Department,  request  for  warrant  in  favor 
of  Carroll  C.  Clark,  Claims  Investigator  for  said  Water  De- 
partment, 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12,071— 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Hetch  Hetchy  Bureau  Request  for  Intra  Fund  Transfer  in 
amount  $2,584.00,  from  Appropriation  No.  168-350-OO,  Food- 
stuffs, to  credit  of  Appropriation  No.  168-399-03-50-Food- 
stuffs,  Revolving  Fund. 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $13.17,  from 
Appropriation  No.  164-200-OO-Contractual  Services,  to  credit 
of  Appropriation  No.  164-813-OO,  to  provide  sufficient  funds 
to  cover  cost  of  additional  premiums  on  insurance  of  gasoline 
tank  trucks  in  custody  of  Airport  Department, 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$714,810.00,  from  Appropriation  N\  166-500-OO-Additions  and 
Betterments,  to  credit  of  Appropriation  No.  66-980-OO-Sutro 
Reservoir  Distribution  Mains, 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$1,000.00,  from  Appropriation  No.  97-510-21-57,  Remodeling 
Shops-Field  Engineering,  to  credit' of  Appropriation  No.  97-510- 
17-56-Mission-Alemany  Substation-Office  Engineering. 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.072— 

RESOLVED,  That  this  Commission  hereby  authorizes  the 
Manager  of  Utilities,  with  the  written  approval  of  the  City 
attorney,  to  approve  in  writing  any  necessary  expenditure, 
other  than  in  settlement  to  a  plaintiff  or  claimant,  incurred 
in  connection  with  the  defense  of  litigation  or  claim  asserted 
against  the  City  and  County  of  San  Francisco,  arising  out  of 
the  operation  of  any  utility  under  the  jurisdiction  of  this 
Commission. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.07^— 

WHEREAS,  the  San  Francisco  Police  Commission  has 
recommended  to  the  Board  of  Supervisors  a  traffic  plan  pro- 
viding for  no  parking  during  the  peak  hours  on  both  sides  of 
lower  Market  Street,  the  downtown  portions  of  Sutter  Street, 
Mission  Street  and  the  Stockton-Fourth  Crosstown  segment;  and 

WHEREAS '  enactment  of  legislation  of  the  proposed  traffic 
plan  will  prdve  of  inestimatie  value  to  Municipal  Railway 
operations;  and 

WHEREAS ?  the  Municipal  Railway  under  the  proposed  traffic 
control  plan,  can,  by  means  of  interlining,  efficiently  move 
mass  transit,  and  to  this  extent  break  the  so-called  evening 
peak  hour  bottleneck: 

THEREFORE,  BE  IT  RESOLVED '  That  the  Public  Utilities 
Commission  endorses  the  recommendations  of  the  San  Francisco 
Police  Commission  and  hereby  respectfully  requests  the  Board 
of  Supervisors  to  enact  necessary  legislation  to  effectuate 
the  recommendations  of  said  San  Francisco  Police  Commission, 


To  provide  better  availability  of  transit  vehicles  to  patrons 
along  Market  Street  during  the  evening  peak  loading  period, 
the  Commission  approved  a  program  under  which  vehicles  will  be 
brought  into  Market  and  Mission  Streets,  as  follows: 

Lines  5  and  21,  out  of  Presidio  Yard,  routed  down  Sutter  Street 
and  into  Market  Street  for  outbound  trips  at  Bush  Street, 
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Lines  6  and  7,  out  of  Po.trero  Yard,  to  be  routed  down  Howard 
Street  and  up  Fifth  Street  into  Market  Street  for  outbound 
trips. 

Line  No.  9  out  of  Potrero  Yard,  routed  down  Howard  Steeet 
and  up  Fifth  Street  into  Mission  Street  for  outbound  trips. 

Studies  are  in  progress  on  other    lines  to  increase  the 
availability  of  vehicles  to  patrons  of  the  business  district. 


Transit  Conversions: 

Effective  January  6,  1952,  the  outer 
Mission  Street  line,  No.  14,  will  be  converted  from  gas  coaches 
to  trolley  coaches. 

New,  comprehensive  schedules  will  be  put 
into  effect  on  the  No.  41  and  No.  33  lines;  these  schedules 
will  incorporate  shortlining  transportation  so  that  availa- 
bility of  vehicles  will  more  closely  fit  rider  demand. 

Express  services  by  gasoline  coaches  will 
be  instituted  on  the  No.  5  line,  and  express  and  limited-stop 
service  by  gasoline  coaches  will  be  instituted  on  Mission 
Street  as  a  supplementary  to  the  No.  9  and  14  lines. 

Revised  schedules  will  be  used  on  the 
cable  lines  Nos.  59  a^d  60. 


THEREUPON  THE  MEETING  ADJOURNED. 
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Inpaging  numbers,  7730-7749  inadvertently  omitted 


M  INUTES 


PUBLIC  UTILITIES  COMMISSION 
1   ■  ■  ~ "  11 
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Present:    Commissioners  Philip  F«  Landis,  Sam  Mc  Kee,  Victor 
S.  Swanson,  Edw.  B.  Baron  and  Donald  A,  Cameron. 

President  Philip  F.  Landis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  820th  regular  meeting  of  the  Com- 
mission held  November  19,  1951  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.074— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does 
hereby  approve  the  term  s  and  conditions  of  said  revocable  per- 
mit and  authorizes  the  execution  of  the  same  as  follows: 

To:    Mr,  Gilbert  R.  Bell,  2007  Cordilleras  Road,  Redwood  City 

Permit  to  occupy  a  portion  of  Hetch  Hetchy  right  of  way 
extending  between  Jefferson  Avenue  and  Myrtle  Street,  Redwood 
City  for  the  purpose  of  constructing  a  lawn,  utilities,  drive- 
way and  walkway  across  Hetch  Hetchy  parcel  21 57  (2). 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.075— 

VHEREAS ,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  V&ter  Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does 
hereby  approve  the  terms  and  conditions  of  said  revocable  per- 
mit and  authorizes  the  execution  of  the  same  as  follows: 

To:    W.  S.  Lindberg,  3167  Geneva  Avenue,  Visitation  Valley 
San  Ma too  County 

Permit  to  occupy  for  gardening  purposes  a  portion  of  Parcel  5> 
San  Mateo  County  Lands,  known  as  strip  through  Diamond  Tract 
and  being  a  portion  of  Lot  4,  Block  4,  Diamont  Tract  Sub- 
division, Visitation  Valley,  San  Mateo  County. 

BE  IT  FURTHER  RESOLVED,  that, that  certain  permit  issued 
to  Daniel  G.  Virgili  by  Public  Utilities  Commission  Resolution 
No.  6274,  dated  August  14,  1944,  for  use  of  said  strip  through 
said  Lot  4,  is  hereby  revoked. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  I2.O76-- 

RESOLVED,  That    pursuant  to  the  provisions  of  Ordinance 
No.  6562,  this  Commission  approves  the  terms  and  conditions 
and  hereby  authorizes  issuance  of  revocable  permit  for  vending 
machines  on  Municipal  Railway  property  as  follows: 

To:    C#  Fred  Ramsey 

Permit  to  install  stand  type  bulk  nut  vending  machines  at 
Geary,  Potrero,  24th  and  Utah,  Geneva  and  Washington- Mas on 
Divisions. 

Rental:  0.08-1/2$  of  the  gross  sales  from  said  machines  to 
the  Municipal  Railway  quarterly. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.077— 

RESOLVED*  That    this  Commission  hereby  requests  the 
Controller's  certification  of  Modification  of  Contract  in 
amount  $0.00,  under  HHWS  Contract  No.  238-Construction  of 
Access  Road,  Early  Intake  to  Cherry  Valley  Dam  Site,  Section 
C-2,  contractor,  T.  E.  Connolly,  Inc.,  covering  the  follow- 
ing: 

Delete  Item  29-Strengthen  Existing  Tuolumne 

River  Bridge  and  the  work 

required  therein  $  -12,000.00 

Add  Item  29-Construct  Steel  Girder  Bridge 

furnishing  steel  girders  and  all 
lumber  and  material  required  for 
constructing  the  bridge  12.000.00 

$  0.00 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution   was  adopted  unanimously: 

—RESOLUTION  NO.  12.078— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with    plans  and  specifica- 
tions and  hereby  approves  Certificate  of  Acceptance  and  Pinal 
Payment  in  amount  36,103.00,  in  favor  of  Fred  Johnson  Electric 
Co.,  under  HHWS  Contract  No.  242- Installation  of  Additional 
Revenue  Metering  Equipment  and  Airbreak  Switches  at  Substation 
?fJ??  Modesto. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.079— 

RESOLVED 9  That  this  Commission  consents  to  transferring 
that  certain  small  parcel  of  land  under  the  jurisdiction  of  the 
San  Francisco  Water  Department,  located  at  the  southwest  cor- 
ner of  the  intersection  of  a  proposed  60-foot  road  into  Stanley 
Drive  at  a  point  on  Stanley  Drive  approximately  500  feet  north- 
westerly from  the  Center  line  of  Junipero  Serra  Boulevard,  to 
the  Department  of  Public  Works  for  road  purposes,  subject  to  the 
condition  that  improvements  thereon  be  at  no  expense  to  the 
Public  Utilities  Commission. 
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On  motion  of  Commissioner  Ho  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.o80-~ 

RESOLVED    That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  and  litigated  settle- 
ments, as  follows: 


Claimant  CURRENT  YEAR 
Non-litigated ' settlements 

Mary  L,  Clement e 

Nathan  Bitker 

Caroline  M.  Sawyer 

Rose  Marie  Levy  and  Samuel 
J.  Levy 

Ernest  A.  Schroder 

Gertrude  S.  Rosevear 

Bernard  M.  Barron 

Arleena  Smith 

Reagon  T.  Gambell 


Date  of  Accident 

August  13,  1951 
September  8,  1951 
Nov  mber  5,  1951 

July  21,  1951 
October  4,  1951 
November  5,  1951 
November  2,  1951 
September  19,  1951 
September  21,  1951 


Appropriation  No,  165-804-OI 

PRIOR  YEARS 


J.  L.  Beauford 
Hloria  Ann  Hollis 
Pearley  Lower 
Elizabeth  Hardle 
Martha  Rubinovich 

Litigated  settlements 
Rupert  V.  Smith  dba  ABC 

Driving  School 
Sylvia  Sonnenberg 


January  25,  1959 
January  2^,  1951 
June  5,  1951 
June  3,  1951 
June  9,  1951 


May  6,  1949 
September  11,  1950 


BE  IT  FURTHER  RESOLVED    That  portion 
of  Resolution  No.  12,046,  claimant,  Jerry 
Vukovich,  be  and  the  same  is  amended,  in- 
creasing settlement  from  $1,750*00  to 
$1,850.00 


Settlement 


140.00 
175.00 
122.98 

284.AO 
IO7.87 
117*50 
202.03 
475.OO 

850-00 


I  1,874.78 


116.89 
150.00 
750.00 
111.24 
900.00 


300.00 
3.750.00 


100.00 


Appropriation  No.  165-804-03 


ft  6.178.13 
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On  motion  ef  Commissioner  Cameron,  seconded  t>y  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  lg.08l-i 

RESOLVED #  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchors: 

Expense  Voucher  in  amount  &17#15t  expenses  of  Donald  Mazzoni, 
General  Claims  Agent  of  the  Municipal  Railway,  covering  con- 
ference with  William  Keough,  Claims  Agent  of  the  Honolulu 
Rapid  Transit  Company,  re  claims  operation. 

Expense  Voucher  in  amount  $41,58,  expenses  of  H.  S,  Messersmith, 
Superintendent  of  Airport  Operations,  covering  conferences, 
month  of  October,  1951,  with  Airline  officials  re  Airport  Rates 
and  Charges;  with  represetatives  of  the  Society  of  British 
Aircraft  Companies  and  the  American  Aircraft  Industries  during 
their  American  tour  and  with  American  Legion  concerning  de- 
velopment of  airport  and  facilities  for  private  pilots. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.082~ 

WHEREAS,  A.  0.  Olson,  Onager  and  Chief  Engineer  of  the 
Hetch  Hetchy  l&ter  Supply,  Power  and  Utilities  Engineering 
Bureau  will  retire  December  1,  1951*  after  twenty-five  years 
in  City  serv  ice;  and 

WHEREAS '  during  this  period  of  service  'tie  has\..se'r#eft-^.s 
General  Manager  and  Chief  Engineer  of  the  Bureau  of  Light, 
Heat  and  Power  and  as  General  Onager  and  Chief  Engineer  of 
the  Hetch  Hetchy  Water,  Power  and  Utilities  Engineering  Bureau; 
and 

WHEREAS,  under  his  able  administration,  the  Bureau  of 
Light,  Heat  and  Power  developed  a  comprehensive  control  plan 
for  all  street  lighting  in  San  Francisco  and  during  the  war 
years,  under  a    Federal  directive,  was  in  charge  of  all  dim-out 
control;  and 

WHEREAS'  as  Manager  and  Chief  Engineer  of  the  Hetch  Hetchy 
Division:,  he'supervised  the  planning  and  construction  of  the  San 
Joaquin  Pipe  Line  No.  2  and  the  planning  and  intial  construc- 
tion of  the  Cherry  River  Project,  the  completion  of  which 
assures  San  Francisco  a  water  supply  of  which  its  people  can 
be  justly  proud;  and 
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WHEREAS,  as  Manager  and  Chief  Engineer  of  the  Engineer- 
ing Bureau,  he  supervised  the  planning  and  construction  of  the 
Municipal  Railway  Rehabilitation  Program  and  the  development 
of  the  San  Francisco  International  Airport;  and 

WHEREAS,  the  Public  Utilities  Commission  recognizes  the 
valuable  service  Mr,  Olson  has  rendered  the  people  of  San 
Francisco  during  his  twenty-five  years  of  City  service: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  on  behalf  of  the  pe&ple  of  the  City  and  County  of 
San  Francisco,  in  recognition  of  his  long  and  faithful  service, 
by  this  resolution,  expresses  its  appreciation  for  work 
superbly  well  done,  its  thanks  for  his  many  years  of  unsel- 
fish service,  its  recognition  of  his  splendid  achievements 
and  its  best  wishes  for  a  long  and  happy  life;  and 

BE  IT  FURTHER  RESOLVED,  That  the  Secretary  be  and  he  is 
hereby  directed  to  prepare  a  copy  of  this  resolution  for 
presentation  to  Mr.  A«  0.  Olson. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO,  12.08>- 

RESOLVED'  That  this  Commission  approves  all  non-civil 
service  and  temporary  appointments  and  removals  made  by  the 
Manager  of  Utilities  for  the  month  of  October,  1951 ;  and 

BE  IT  FURTHER  RESOLVED'  That  a  report  of  said  appoint- 
ments and  removals  be  transmitted  to  the  Civil  Service  Com- 
mission and  to  the  Controller. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.084— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$8,000.00,  under  Appropriation  No.  1 65- 200-00,  to  provide  for 
second  quarter  deficiency  in  appropriation  for  Contractual 
Services. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 


7755- 


$l82,799»00»  from  Appropriation  No*  165-321-OO-Fuel  and 
Lubricants,  to  credit  of  Appropriation  No.  165-399-030-21-Fuel 
and  Lubricants-Revolving  Fund. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$3,000.00,  under  Appropriation  No.  165-244-OO-Tire  Rental. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$34,000.00,  under  Appropriation  No.  165-840-03- Passenger  and 
Damage  Claims-Prior  Years-Additional, 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
I275.OO,  from  Appropriation  No.  66-925-OO-Reconstruction  and 
Replacement  Fund,  to  credit  of  Appropriation  No.  166-40O-OO, 
to  provide  for  replacement  of  one  typewriter . 

Hetch  Hetchy  Request  for  Intra  Fund  Transfer  in  amount  $10s69» 

from  Appropriation  No.  168-400-OO-Equipment,  to  credit  of 

Appropriation  No.  168-499-OO-26,  to  provide  additional  funds 
for  purchase  of  a  Belt  Type  Skil  Sander. 

Hetch  Hetchy  Request  for  Intra  Fund  Transfer  in  amount 
$10,000.00,  from  Appropriation  No.  98-9OO-57-1947  Hetch  Hetchy 
Water  Bonds,  Field  Engineering,  to  credit  of  Appropriation 
No*  98-900-56,  to  make  available  funds  for  office  engineering 
to  prepare  permanent  "as  built"  drawings  of  work  already 
completed  and  for  work  yet  to  be  performed,  in  connection  with 
San  Joaquin  Pipe  Line  No.  2. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.o8s~ 

WHEREAS^  the  General  mnager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  V&ter  Department*  as  hereinafter 
set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:  Redwood  City,  County  Court  House,  Redwood  City. 

Permit  to  extend  Hastings  and  Briarfield  Avenues  over 
and  across  the  Bay  Division  Pipe  Line  No.  3  right  of  way;  said 
crossings  being  within  Sterlings  Highlands  Subdivision  No.  1, 
Redwood  City. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.o86— 

RESOLVED,  That  this  Commission  hereby  requests  the 
Controller's  certification  of  Hetch  Hetchy  Project  Request 
for  Allotment,  in  amount  $21,000.00,  under  Appropriation 
No.  168-870-00,  to  provide  for  payment  of  real  estate  taxes. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  I2.087— 

WHEREAS,  the  General  mnager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  V&ter  Department,  as 
hereinafter  set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:       Menlo  Park  Sanitary  District,  Menlo  Park,  Calif. 

County  Engineer,  San  Mateo  County,  Redwood  City 

Permit  to  cross  the  50  foot  roadway  leading  from  Bay 
Road  to  Ravenswood  with  a  sanitary  sewer  and  a  storm  drain 
respectively;  said  crossings  being  opposite  University  Village 
Subdivision,  Menlo  Park,  San  r^teo  County, 

BE  IT  FURTHER  RESOLVED,  That  certain  permit  issued  to 
Menlo  Park  Sanitary  District  by  Public  Utilities  Commission 
Resolution  No.  12,025,  adopted  November  5,  1951,  insofar  as 
said  permit  granted  permission  to  said  District  to  cross  with 
a  sanitary  sewer  and  a  storm  drain  is  hereby  revoked. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

-    —RESOLUTION  NO.  12.o88— 

WHEREAS',  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Vfoter  Department,  as  hereinafter 
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set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mr.  Archie  Klang,  824  Podesta  Lane,  Stockton,  Calif. 

Permit  to  occupy  a  portion  of  the  Hetch  Hetchy  right  of 
way  near  Middlefield  Road,  Redwood  City,  Parcel  No.  2068, 
for  a  parking  and  loading  zone  at  a  rental  of  $10,00  per  year. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.o8q~ 

RESOLVED    That  this  Commission  hereby  requests  the  myor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $300,000.00,  from  Water  Sur- 
plus Fund-Charter  Section  127 ,       credit  of  Appropriation  No. 
166-500-00,  to  provide  for  excavation  of  the  North  Basin  of 
the  Balboa  Reservoir. 

Hearing: 

Mr.  Howard  B.  Dixon,  Attorney  at  Law,  Mills  Tower, 
San  Francisco,  appeared  before  the  Commission,  requesting 
restoration  of  the  former  No.  20  Bus  Line,  or  the  diverting 
of  some  buses  from  the  Haight  Street  Lines,  to  serve  Oak  St. 
He  stated  that  the  group  of  people  whom  he  represented  would 
approve  limited  service. 

President  Philip  F.  Landis  stated  that  the  universal  pattern 
of  transit  is  predicated  on  through  and  frequent  service 
on  trunk  lines  instead  of  tag  end  lines;  this  is  in  evidence 
on  the  Sutter  Street,  Haight  Street  as  examples  and  provides 
good  service.    To  divert  equipment,  as  from  Haight  Street  to 
serve  Oak  Street,  at  the  most  a  two  block  walk,  would  only 
entail  an  economic  loss,  provide  poor  service  and  be  the 
basis  of  complaints  as  to  its  insufficiency.  President 
Philip  F.  Landis  reminded  Mr.  Dixon,  that  service  on  Oak 
Street  was  discontinued  because  of  the  number  of  complaints 
received,  complaints  supported  by  district  organizations. 
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To  provide  better  availability  of  transit  vehicles  to 
patrons  along  Sutter  Street,  the  Commission  approved  inter- 
lining Tor  this  treet,  following  the  pattern  set  for  other 
lines  along  Market  Street. 

o-o-o-o- 

Under  the  order  for  25  new  PCC  Street  Cars,  4  have  been 
shipped,  3         be  shipped  this  week  and  the  remainder  at 
the  rate  of  5  weekly,  completion  of  order  by  the  first  of 
the  year*    Of  the  order  of  40  Trolley  Coaches,  21  have  been 
shipped,  6  will  be  shipped  this  week  and  the  remainder  de- 
pending upon  settlement  of  a  strike  in  the  Ross  Gear  and 
Tool  Co.,  suppliers  of  steering  gears. 


THEREUPON  THE  MEETING  ADJOURNED* 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


822nd  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  DECEMBER 

3>  1951. 


Present:  Commissioners  Philip  P.  Landis,  Sam  Mc  Kee,  Victor 
S.  Swanson,  Edw.  3.  Baron  and  Donald  A.  Cameron, 

President  Philip  P.  Landis  presided . 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  821st  regular  meeting  of  the  Com- 
mission held  November  26,  1951  were  approved. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.0Q0-- 

WHEREAS,  SPWD  Contract  No.  564,  For  the  Laying  of  6",  8" 
and  12?f  Cast  Iron  Mains  in  Mid town  Terrace  and  Portola  Avenue, 
contractor,  H.  T.  Treacy,  should  in  accordance  with  the  time 
limit  set  forth  in  said  contract,  be  completed  on  or  before 
April  3,  1951 ;  and 

WHEREAs,  contractor  has  experienced  unavoidable  delay 
because  streets  were  not  brought  to  grade;  and 

WHEREAS t  said  H.  T.  Treacy  prosecuted  the  work  of  the 
contract  diligently: 

THEREFORE  BE  IT  RESOLVED,  That  this  Commission  hereby 
grants  an  extension  of  195  days  for  the  completion  of  SFWD  Con- 
tract No.  564,  and  liquidated  damages  for  the  resulting  days 
of  delay  are  hereby  waived. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12*091— 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereto v  authorizes  execution  of  V&ter  Department 
leases  as  follows: 

Thomas  E.  Anderson,  covering  6.5  acres,  more  or  less,  Alameda 

Creek  Lands  in  Niles  Canyon,  for  trailer 
camp  and  picnic  ground  purposes,  for  period  of  three  years, 
commencing  December  1,  1951,  at  an  annual  rental  of  $720 .00. 

J.  L.  Binning  and  Frances  D.  Binning,  covering  8,7  acres, 

more  or  less,  Alameda  Creek  Lands  in  Niles 
Canyon,  for  picnic  and  camping  ground  purposes,  for  period  of 
three  years,  commencing  December  1,  1951 »  at  an  annual  rental 
of  $140.00. 

Dr.  Lawler  A.  Drees,  covering  O.55  acre,  more  or  less,  portion 

of  Parcel  11,  San  M&teo  County  lands,  for  period 
of  five  years,  commencing  December  1,  1951 .  at  an  annual 
rental  of  $60.00,  land  to  be  used  for  agricultural  purposes. 

Irving  F.  Simmons,  covering  17  acres,  more  or  less,  portion  of 

Niles  Canyon  Lands,  for  period  of  three 
years,  commencing  December  1,  1951 »  at  an  annual  rental  of 
$420.00,  land  to  be  used  for  agricultural  purposes. 

Capurro  Bros.,  covering  3»&7  acres,  being  Parcels  19  and  20, 

Baden  Lots,  San  Mateo  County,  for  period  of 
five  years,  commencing  December  1,  1951,  at  an  annual  rental 
of  Ho250.00,  land  to  be  used  for  agricultural  purposes. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,092— 

RESOLVED'  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for 

The  Laying  of  6-Inch  Cast  Iron  Ffeins  in 
Molimo  Drive  and  in  Foerster  Street,  SFWD 
Specification  No,  599 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
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of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded 
to: 

H.  T.  Treacy 

he  being  the  lowest  regular  and  responsible  bidder  for  the 
work  aforesaid  at  Eight  Thousand  One  H  undred  and  Eighty  One 
Dollars  (i8, l8l.OO)  said  sum  being  the  total  price  for  the 
lowest  bid  submitted  on  the  basis  hereinabove  stated, 

AND  BE  IT  FURTHER  RESOLVED*  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
services. 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.O9V- 

RESOLVED,  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  the  contract  for 

Municipal  Railway  Contract  No.  402- 
Ocean  and  Phelan  Avenues  Terminal 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities  of 
work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions, for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Eaton  and  Smith 

they  being  the  lowest  regular  and  responsible  bidders  for  the 
work  aforesaid,  at  $66, 922.84,  said  sum  being  the  total  price 
for  the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

AND  BE  IT  FURTHER  RESOLVED'  The  Controller  is  hereby  re- 
quested to  alllot  in  the  amount'$66, 922.84,  from  the  unalloted 
balance  of  the  1947  Municipal  Railway  Rehabilitation  Bond  Fund, 
Appropriation  No*  97-510.23  to  provide  funds  for  the  certifi- 
cation of  award  of  contract. 
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On  motion  of  Commissioner  Swans  on,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


— RESOLUTION  NO.  12.0Q4— 

RESOLVED,  That  on  recommendation  of  the  mnager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  and  litigated  settle- 
ments and  judgments,  as  follows: 


Claimant         CURRENT  YEAR 

Date  of  Accident 

settlement 

Non-litigated  settlements 

&      /1  An  no 

4P        £[ww  •  U  w 

R Q^r  TP  r»orl  o  y>"f  r»lr   TP.  TP "t" rr ctp>y*C\  1  rl 

Qontoirihoy*   1  ri      1  Gt-\1 
OtJp  UclIlUHI     lw ,  l^yyl 

1/11  17 

Ppqv»1  Tj^vl9 

Jul  v  ^O     1  QRT 
v  Uiy    J^t    1 7 

A 1       St.  ppd 

AiMiqt  1Q  TORI 

2o7 .  R/l 

TP  r»pi  n  k"  .T     Ma  hnnav 

August  I9,  1951 

I64.7O 

Lnii  i  ^  RiiylcP! 

XJ\JlA.Xij  J— '  HI.  XVO 

Spnt.prnhpr*  PR     1  QRl 

»*- ' ^ ^  »-*  dill-'  Ol             J  ,      JL    /    J  J- 

10/1  .q6 

Rpnlt.a  Han^lnn 

NnvpmT^py*  ^  1QR1 

liUVCJllUOi         J,       X    /  J  _L 

LL.  J  #  WW 

Tp  y»p  q  ■?          Vp  £ffi 

August    3,  1951 

AnPMiqf,  X     1  QR1 

700  00 

/ WW  t  WW 

TP  f  U  o  1     Un  t  n»ff*i  v»/"^ 

iiunex  naywaru 

September  13>  1951 

175*00 

TTT  i  o   l\Ti  M  1  1 
Hi  lid.  LMllllll 

September  2o,  1951 
August  15,  1951 

215.10 

i ia rmi on  &  •  nice omi 

450.00 

Mary  Hernandez 

August  24,  1951 

150.00 

Dollie  L.  Reid 

August  4,  1951 

500.00 

Mary  E,  Hoey 

October  13,  1951 

1.7R0.00 

Appropriation  No* 

165-804-OI 

a  6.216.^ 

PRIOR  YEARS 

Louisa  Rulison 

December  13»  195° 

$11,000.00 

Elizabeth  Bedford 

March  4,  1951 

13,000.00 

Irene  Schoeningh 

March  4,  1951 

2,250.00 

Litigated  Settlement 

Clarence  P.  Boudreau 

January  4,  1951 

1,000.00 

Judgments: 

January  18,  1950 

Philip  Asher 

3,345-30 

plus  interest 

Joseph  &  Ftaine  Cohen 

January  25,  1949 

2,500.00 

plus  interest 

Amending  portion  of  Resolution  No.  12,026, 

Bridie  He  Carthy,  interest  on  judgment  6.42 

Amending  Resolution  No.  12,067,  correcting  total 

under  Appropriation  No.  165-804-03,  to  read 

119,595.25  instead  of  $19,585.25  10.00 

Appropriation  No.  165-804-03  S^.lll^ 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.095— 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $1,3^0. 00- Water  Department 
Funds,  to  provide  for  compensation  of  one  B512  General  Clerk- 
Typist  and  deletion  of  position  of  one  B408  General  Clerk-Steno- 
grapher, reflecting  recent  reclassification  of  position  by 
the  Civil  Service  Commission. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.096- - 

RESOLVED,  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $4,000.00-Water  Department 
Funds,  to  provide  for  wages  and  pensions  and  retirement 
allowances  for  Ull6  Serviceman  and  Ull8  Serviceman's  Assistant 
acting  as  a  stand-by  crew. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.097— 

RESOLVED    That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $5,107.84,  in  favor  of  Fred  Johnson 
Electric  Co.,,  under  Airport  Contract  No.  135"cofts,fcPucting 
Lighting  North  Access  Road,  Lighting  Itinerant  Aircraft  Area 
and  Related  Work, 

Contract  Payment  in  amount  $12,471.21,  in  favor  of  Morris 
Daley,  under  Airport  Contract  No.  133-Constructing  Maintenance 
Storage  Shed,  Itinerant  Pilots  Building  and  Related  Work. 

Contract  Payment  in  amount  * 30,729.67,  in  favor  of  Lcwrie 
Paving  Co.,  under  Airport  Contract  No.  132-Paving  Aprons  and 
Taxiways,  other  Grading,  Paving,  Drainage  and  Electrical  Work. 

Contract  Payment  in  amount  $9, 647.86,  in  favor  of  Fred  T. 
Fairey,  under  SFWD  Contract  No.  591-Laying  8f?  Transite  and  12" 
Cast  Iron  Mains  in  Stonestown  Subdivision. 
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Contract  Payment  in  amount  $995. 75,  in  favor  of  Hyde  Forbes 
for  geological  services  in  examination  of  geological  condi- 
tions or  faults  uncovered  in  excavations  for  remaining 
portions  of  Sections  A&C-Bay  Division  Pipe  Line  No.  3. 

Contract  Payment  in  amount  $200.00,  in  favor  of  Marmion  D. 
Mills  for  services  as  transportation   expert  and  co-ordinator 
for  operations  of  the  Municipal  Railway,  month  of  November, 
1951. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.098— 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$30,000.00,  from  Appropriation  No.  165-315-OO,  to  credit  of 
Appropriation  No.  165-399-03-15,  transferring  allowance  for 
Wire  Rope  Cables  to  Wire  Rope  Cables-Revolving  Fund,  Calif- 
ornia Cable  Division, 

Municipal  Railway  Request  for  Allotment  in  amount  $66,922.84 
under  Appropriation  No.  97-510-23»  "t0  Provide  for  certifica- 
tion of  Contract  No.  402-Ocean  and  Phelan  Avenues  Terminal. 

Municipal  Railway  Request  for  Allotment  in  amount  .$68,603.06, 
under  Appropriation  No.  97-510-09s  to  provide  sufficient  funds 
for  certification  of  Contract  No.  377-Remodeling  Offices  at 
Geary  Carhouse. 

Municipal  Railway  Request  for  Allotment  in  amount  $7^400. 00 
under  Appropriation  No.  97-520-12,  to  provide  funds  for  certi- 
fication of  work  order  to  Department  of  Public  Works  for 
construction  of  underground  duct  line  on  Second  Street  be- 
tween Mission  and  Howard  Streets. 

Water  Department  Request  for  Additional  Allotment  in  amount 
.^1,466.67,  under  Appropriation  No.  166-111-00,  allotting 
balance  remaining  in  appropriation  for  overtime  in  anticipa- 
tion of  supplemental  appropriation. 

Airport  Request  for  Intra  Fund  Transfer  in  amount  $1,000.00 
from  Appropriation  No.  164-870-OO- Taxes,  to  credit  of  Appro- 
priation No.  164-265-00,  to  provide  funds  in  connection  with 
approval  of  United  Air  Lines  plans  and  specifications-Opera- 
ting and  Maintenance  Base  Expansion. 
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W&ter  Department  Request  for  Additional  Allotment  in  amount 
;*1, 600.00,  under  Appropriation  No.  l66-8ll-00,  additional 
funds  needed  for  Compensation  Insurance  during  second  quarter. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swans on,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.099— 

WHEREAS,  SFWD  Contract  No*  582  for  the  laying  of  6I?  Cast 
Iron  Mains  in  Goettingen,  Wilde  to  Campbell  Avenue  and  in 
Lansing  Street  west  of  First  Street,  Contractor-San  Francisco 
Water  Department-should,  in  accordance  with  the  time  limit 
set  forth  in  said  contract  be  completed  on  or  before  September 
18,  1951 ;  and 

WHEREAS •  contractor  has  experienced  unavoidable  delay 
due  to  the  interference  of  other  contractors  in  not  bringing 
Goettingen  Street  to  grade;  and 

WHEREAS,  said  San  Francisco  Water  Department  prosecuted 
the  work  of  the  contract  diligently: 

THEREFORE,  BE  IT  RESOLVED f  That  this  Commission  hereby 
grants  an  extension  of  42  days  for  completion  of  SFWD  Con- 
tract No.  582  and  liquidated  damages  for  the  resulting  days  of 
delay  are  hereby  waived. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.100— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth; 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Mr.  Ormond  E.  Lyons,  208  Bonny  Street,  Mt.  View,  Calif. 

Permit  to  utilize  for  gardening  purposes  a  portion  of  Bay 
Division  Pipe  Line  No.  3  Parcel  203H,  said  portion  being  a 
triangular  tract  of  land  adjacent  to  and  southerly  of  Lot  18, 
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Block  2,  Meadow  Glenn  Subdivision  Unit  No.  1,  Mountain  View, 
Santa  Clara  County;  and 

BE  IT  FURTHER  RESOLVED,  That  that  certain  permit 
authorized  by  Public  Utilities  Commission  Resolution  No. 
11,151,  adopted  November  13,  195O,  granting  Wm.  B.  Sturgeon 
use  of  the  above  portion  of  said  right  of  way  is  hereby  re- 
voked • 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.101— 

RESOLVED,  That  the  Director  of  Property  of  the  City  and 
County  of  San  Francisco  is  hereby  requested,  in  cooperation 
with  the  City  Attorney,  to  arrange  for  the  purchase  by  the 
City  and  County  of  San  Francisco  of  the  two  parcels  of  real 
estate  in  ownership  by  California  Street  Cable  Railroad 
Company  and  under  the  control  of  its  Receivers,  described  in 
Section  119*4  of  the  Charter  of  the  City  and  County  of  San 
Francisco. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.102— 

RESOLVED,  That  the  Manager  of  Utilities  is  hereby 
authorized  to  execute  for  and  on  behalf  of  this    Commission  and 
of  the  City  and  County  of  San  Francisco,  in  cooperation  with 
and  under  the  advice  of  the  City  Attorney,  escrow  instructions 
in  the  consummation  of  purchase  by  the  City  and  County  of  San 
Francisco  of  the  operative  properties  of  the  California  Street 
Cable  Railroad  Company,  as  defined  in  Section  119.4  of  the 
Charter  of  the  City  and  County  of  San  Francisco,  and  in  ac- 
cordance with  the  terms  of  said  charter  section,  and  in  com- 
pliance with  Resolution  No.  II941  of  this  Commission  and  in 
accordance  with  Resolution  No.  11657  of  the  Board  of  Super- 
visors of  the  City  and  County  of  San  Francisco,  approving  the 
plan  for  the  acquisition  of  the  operative  properties  of  the 
California  Street  Cable  Railroad  Company  and  the  terms  of  such 
acquisition  as  set  forth  in  the  resolution  of  this  Commission 
heretofore  referred  to,  and  in  accordance  with  Ordinance  No. 
6994  °£  sa*d  Board  of  Supervisors  authorizing  compromise  and 
settlement  of  certain  actions  and  claims  between  California 
Street  Cable  Railroad  Company  and  City  and  County  of  San  Fran- 
cisco and  the  execution  of  mutual  general  release. 
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On  motion  of  Commissioner  Cameron*  seconded  fcy  Commissioner 
Mc  Kee#  the  following  resolution  was  adopted  unanimously; 

--RESOLUTION  NO,  12. 10V- 

RESOLVED #  That  this  Commission  hereby  requests  the  f&yor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $lO,O0O*O0#  Hetch  Hetchy  Project 
Funds,  to  provide  for  a  rate  study  with  reference  to  the  rates 
charged  for  electrical  energy  sold  by  Hetch  Hetchy  Project 
to  other  City  Departments  and  to  other  consumers. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO,  12.  UN- 
RESOLVED t  That  this  Commission  accepts  the  work:  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $31, 870,57 • 
being  the  credit  difference  between  certified  estimated  con- 
tract and  final  performance;  approves  Certificate  of  Acceptance 
and  Pinal  Payment  in  amount  $414,163.67,  in  favor  of  Artuko- 
vich  Bros*  and  Steve  P.  Rados,  under  SFWD  Contract  No.  524 
Constructing  Bay  Division  Pipe  Line  No,  3-Seetion  B. 

HEARING? 

Mrs,  Marcella  Maden  of  the  Southern  Pacific  Hospital 
appeared  before  the  Commission  and  presented  a  petition  of 
200  signatures,  in  which  the  petitioners  request  restoration 
of  the  former  No.  20  Line,  particularly  jnsofar  as  it  affects 
service  on  Oak  Street.  She  contended  that  in  her  own  case, 
living  in  the  Sunset  District,  that  the  removal  of  the  for- 
mer 20  line  was  proving  a  hardship. 

President  Philip  P.  Landis  stated  that  the  removal  of  the 
20  Line  was  in  accordance  with  the  expressed  wishes  of  a 
great  number  of  people  representing  the  various  clubs  and 
associations  of  the  Sunset  District.  The  matter  was  taken  under 
submission,  along  with  previously  received  petitions  on  the 
same  matter^ 


Mr.  Joseph  T.  Monteleone,  Miss  Freida  Mooney  and  Milton  W. 
Kletter  of  the  Patients'  Welfare  Committee  of  the  American 
Legion  appeared  before  the  Commission  in  the  natter  of  trans- 
portation service  to  Port  Miley  Hospital.    Speakers  were  unani- 
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mous  in  their  belief  that  the  service  to  the  hospital,  during 
peak  hours,  morning  and  evening,  was  more  than  ample  for  the 
working  personnel  of  the  hospital #  but.  service  to  the  out- 
patients reporting  for  treatment  and  for  visitors  was  proving 
very  inadequate.    On  the  recommendation  of  Commissioner  McKee, 
the  matter  was  referred  to  the  I^nager  of  Utilities  for  study 
and  report. 


As  an  aid  to  Christmas  shoppers,  the  Commission  announced 
that  additional  service  would  tie  provided  by  the  Municipal 
Railway  on  Monday  and  Thursday  evenings. 


The  Commission  announced  that  a  public  hearing  would  be 
held  Monday,  January  7»  1952»  on        recommendations  of  Marmion 
D#  Mills,  Consultant,  in  the  matter  of  transportation  service 
to  the  outer  portion  of  the  West  of  Twin  Peaks  District,  par- 
ticularly to  the  newly  developed  Stonestown  and  Park  Merced 
Housing  and  Commercial  Projects. 


THEREUPON  THE  MEETING  ADJOURNED, 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


823rd  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  DECEMBER 

10,  1951, 


Present:    Commissioners  Philip  P.  Land  is,  Sam  Mc  Kee,  Victor 
S.  Swans on,  Edw,  Bf  Baron  and  Donald  A.  Cameron. 

President  Philip  P.  Landis  presided. 

On  motion    of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  minutes  of  the  822nd  regular  meeting  of  the  Com- 
mission held  December  3>  1951  we^e  approved* 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously; 

— RESOLUTION  NO.  12,105— 

WHEREAS,  the  time  for  completion  of  the  work  under  HHWS 
Contract  No.  229-Cherry  River  Project-Exploratory  Core 
Drilling,  contractor,  Diamond  Drillers,  Inc.,  should  in  ac- 
cordance with  the  time  set  forth  in  said  contract,  be  com- 
pleted on  October  15,  I95I;  and 

WHEREAS,  the  Contractor  has  experienced  unavoidable  de- 
lays in  his  contract  work  due  to  more  difficult  drilling  con- 
ditions than  were  anticipated  at  the  time  the  contract  was 
awarded;  and 

WHEREAS ,  said  Contractor  has  been  diligent  in  his  attempt 
to  complete  the  work  within  the  specified  time,  and  did  com- 
plete the  work  on  November  18,  1951 : 

THEREFORE,  BE  IT  RESOLVED,  That  this  Commission  hereby 
grants  an  extension  of  time  of  34  calendar  days  for  completion 
of  said  HHWS  Contract  No.  229  and  liquidated  damages  for  the 
resulting  days  of  delay  are  hereby  waived. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,106— 

RESOLVED,  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $1,573,30, 
being  the  credit  difference  between  certified  estimated  con- 
tract and  final  performance;  approves  Certificate  of  Acceptance 
and  Final  Payment  in  amount  $7,224.85,  in  favor  of  Diamond 
Drillers,  Inc»*  under  HHWS  Contract  No,  229-Cherry  River  Pro- 
ject-Exploratory Core  Drilling* 

On  motion  of  Commissioner  Cameron,    seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO t  12.107— 

RESOLVED^  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $18,50,  expenses  of  Paul  J,  Panning, 
Director  of  the  Bureau  of  Personnel  and  Safety,  covering  con- 
ference November  1  and  2,  1951,  with  officials  of  the  St. 
Louis  Public  Service  Co. 

Expense  Voucher  in  amount  $20.55*  expenses  of  Robert  Rockwell, 
Assistant  Director  of  the  Bureau  of  Public  Service,  month  of 
November,  1951,  covering  conferences  with  Advertising  Club, 
Chambers  of  Commerce,  Department  Store  Advertising  Managers. 

Expense  Voucher  in  amount  $20.35,  expenses  of  rfyles  W.  Smith, 
Assistant  Director  of  the  Bureau  of  Public  Service,  month  of 
November,  1951*  covering  conferences  with  Aviation  Writers, 
Junior  Chamber  of  Commerce,  Peninsula  Newspapermen,  National 
Aeronautic  Association  and  Magazine  Writer. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.108~ 

RESOLVED'  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Modification  of  Contract  in  amount 
,,8,235.00,  under  Municipal  Railway  Contract  No.  369-Re construct- 
ing Tracks  and  Pavement  on  Ocean  Avenue,  contractor,  Eaton  and 
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Smith,  covering  the  following: 


For  safety  of  passengers  boarding  Municipal  Railway 
cars,  construct  l8  safety  islands,  furnish  and  install 
red  reflectors  and  construct  l6  foot  raised  pavement 
bars  for  each  island-total-*8,235»00» 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.109— 

RESOLVED*  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  ^1,865. 00- Water  Department 
funds,  to  provide  for  paying  retroactive  wages  and  pensions 
to  nine  J/\  Laborers  and  two  UI08  Compressor  Operators  who 
were  participants  in  the  case  of  Gerald  P,  Mouille,  et  al, 
vs.  City  and  County  of  San  Francisco,  Surperior  Court  Action 
No.  405086. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.110-- 

RESOLVED  *  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $4, 375.00-Municipal  Railway 
Funds,  to  provide  for  compensation  of  3-B222  General  Clerks 
and  I-052  Elevator  Operator,  and  deletion  of  4  S102  Conductor, 
the  latter  working  out  of  classification  as  Clerk  Receivers  and 
Llevator  Operators. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.111— 

RESOLVED*  That  on  recommendation  of  the  Manager  of 
Utilities,  the  General  Manager  of  the  Municipal  Railway,  the 
General  Claims  Agent  thereof,  and  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to  draw 
warrants  against  such  funds  as  are  or  will  be  legally  available 
in  payment  of  non-litigated  settlements,  as  follows: 
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Claimant       CURRENT  YEAR  Date  of  Accident  Settlement 

Mrs.  Clara  L.  Bothe  September  12,  1951  $  200,00 
San  Francisco  Disaster 

Council  and  Corps  November  6,  1951  35°«00 

Helen  Ganley-minor  August  24,  1951  250.OO 

J*  E.  &  John  T.  Howard  September  25,  1951  552. 00 

Edward  G.  Carey  September  15,  1951  140.70 

John  Franko  November  11,  1951  272. 91 

Angelina  Nieve  September  7,  1951  206.66 

Annie  Cooper  August  6,  1951  125.OO 

Alba  V.  Perlite  September  30,  1951  250.OO 

Robert  Lee  Lewis  August  6,  1951  350.00 

Edwin  F.  Tooker  July  20,  1951  975-00 

Frank  &  Doris  Shrade  July  13,  1951  700.00 

Mrs.  John  J.  Greggains  November  12,  1951  164.27 

Helen  Dale  October  20,  1951  500.00 

Appropriation  No.  165-804-OI  0^6.5/1 

BE  IT  FURTHER  RESOLVED,  that  portions  of 
Resolution  No.  12067  be  amended,  to  provide  for 
interest  on  judgments,  as  follows: 

Mary  L.  Lahart-interest  on  judgment  of  $7,000.00  $  42*19 
Eugene  L.Dagley  "  5,374.30  60.20 

Appropriation  No.  165-804-O3  8    102 .A7 

 111  ■  . 11  ;  -  . 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

i 

--RESOLUTION  NO.  12.112-- 

RESOLVED*  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $11,129.22,  in  favor  of  Severin 
Electric  Co.,  under  Municipal  Railway  Contract  No.  365- 
Trolley  Coach  Installation  for  No.  47  (H)  Line. 

Contract  Payment  in  amount  $5,685.84,  in  favor  of  Severin 
Electric  Co.,  under  Municipal  Railway  Contract  No^  378- 
Trolley  Coach  Installation  at  Special  Locations. 

Contract  Payment  in  amount  $2,595.78,  in  favor  of  Lowrie 
Paving  Co.,  under  Municipal  Railway  Contract  No.  400-Con- 
struction  of  Sidewalk-Kirkland  Bus  Yard. 
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Contract  Payment  in  amount  $87,182.57,  in  favor  of  Eaton  and 
Smith,  under  Municipal  Railway  Contract  No.  369-Reconstructing 
Tracks  and  Pavements  on  Ocean  Avenue. 

Contract  Payment  in  amount  $120,904.51,  in  favor  of  United 
Concrete  Pipe  Corporation,  under  HHWS  Contract  No.  230-Con- 
s true t ion  of  San  Joaquin  Pipe  Line  No.  2~bection  A-l. 

Contract  Payment  in  amount  $6,499.93,  in  favor  of  Chas.  I. 
Cunningham  Co.,  under  HHWS  Contract  No.  234-Constructing 
Camp  House  at  O'Shaughnessy  Dam. 

Contract  Payment  in  amount  $27,075.91,  in  favor  of  Crocker 
First  National  Bank  of  San  Francisco,  as  assignee  for  Klein- 
Smid  Construction  Co.,  under  HHWS  Contract  No.  238-Con- 
struction  of  Access  Road,  Early  Intake  to  Cherry  Valley  Dam- 
site-Section  DE* 

Contract  Payment  in  amount  $13, 640.13,  in  favor  of  T.E.Connolly 
Inc.,  under  HHWS  Contract  No.  238-Construction  of  Access 
Road,  Early  Intake  to  Cherry  Valley  Damsite-Section  C-28 

Contract  Payment  in  amount  $23,076.18,  in  favor  of  T.  E. 
Connolly,  Inc.,  under  HHWS  Contract  No.  237- Improvement  of 
Access  Road,  South  Fork  to  Camp  Msther  and  Early  Intake* 

Contract  Payment  in  amount  $6,075.00,  in  favor  of  Dahl-Beck 
Electric  Co.,  under  BLH&P  Contract  No.  104-Street  Lighting 
System  in  Laguna  Honda  Boulevard,  Lawton  Street  to  Plaza 
Street. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.11V- 

WHEREAS ,  the  General  Manager  and  Chief  Engineer    of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE ,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 
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To:  Department  of  Public  Works 

City  and  County  of  San  Francisco 

Permit  to  plant  trees  and  bushes  within  the  Water  De-± 
partment's  properties  opposite  the  Farmer's  Market*  San 
Francisco,  for  the  purpose  of  alleviating'the  strong  westerly 
winds. 

On  motion  of  Commissioner  Camerbn;  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.114-- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE, BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co, 

Permit  to  cross  the  Bay  Division    Pipe  Line  No.  3  right 
of  way  with  overhead  electric  wires  within  Block  14  and  15* 
Westwood  Terrace  Subdivision  No.  2,  Redwood  City,  California, 

On  motion  of  Commissioner  Swans  on,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted,  unanimously: 

—RESOLUTION  NO,  12.11S-- 

WHEREAS f  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter   set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 
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To:  City  of  Mi  librae 

Permit  to  cross  the  Silva  Tract,  Mllbrae,  with  a  six 
foot  graveled  walkway  including  an  appurtenant  two  foot  by 
three  foot  culvert;  said  walkway  extending  from  Laurel  Avenue 
southerly  to  Lange  Athletic  Field  for  the  purpose  of  school 
children  going  to  and  from  Taylor  Boulevard  School,. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.116— 


RESOLVED*  That  this  Commission  approves  the  terms  and 
conditions  and  herebv  authorizes  execution  of  Water  Depart- 
ment lease,  as  follows: 

To:    Leong  Q,uong  of  East  Palo  Alto,  covering  1,44  acres, 
more  or  less,  being  portion  of  Hetch  Hetchy  Bay  Div- 
ision Pipe  Line  right  of  way,  Parcel  2801,  for  period  of 
five  years,  commencing  December  1,  1951*  a^  an  annual 
rental  of  $90.00* 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  12.117— 


RESOLVED,  That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  speci- 
fications; approves  Modification  of  Contract  in  amount 
$366.70,  being  "the  additional  difference  between  certified 
estimated  contract  and  the  actual  performance;  approves 
Acceptance  Certificate  and  Final  Payment  in  amount  $4,151.48, 
in  favor  of  Harold  T.  Treacy,  under  San  Francisco  l^ater 
Department  Contract  No.  564-Laying  of  Six  Inch,  Eight  Inch 
and  Twelve  Inch  Cast  Iron  I^ins  in  Mid town  Terrance  and 
Portola  Drive* 
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On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— SESOLOTIpN  NO.  12.1X8— 

RESOLVED'  That  in  accordance  with  the  recommendations  of 
the  ranager  of  Utilities,  the  contract  for 

Construction  of  the  Lake  Merced  Pumping  Station 
San  Francisco  Water  Department  Specification  No. 

588 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifica- 
tions for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Rothschild,  Raffin  and  Werick  and  Pacific 
Bridge  Co. 

they  being  the  lowest  regular  and  responsible  bidders  for  the 
work  aforesaid  at  $1,064, 57° • 00 >  said  sum  being  the  total 
price  for  the  lowest  bid  submitted  on  the  basis  hereinabove 
stated. 

And  all  other  bids  for  the  above  described  work  are 
hereby  rejected. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12. IIP-- 

RESOLVED    That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$30,000.00,  from  Appropriation  No,  168-231-02,  to  credit  of 
Appropriation  No.  168-231-01,  to  provide  for  payment  of 
November  bill  for  purchase  of  supplementary  electric  energy. 

Hetch  Hetchy  Request  for  Intra  Fund  Transfer  in  amount 
*4,000o00,  from  Appropriation  No.  168-30O-OO,  to  credit  of 
Appropriation  No.  168-399-03-OO,  transferring  allowance  for 
materials  and  supplies  to  a  special  revolving  fund. 

Hetch  Hetchy  Request  for  Additional  Allotment  in  amount  $4,500. 
under  Appropriation  No.  168-30O-OO,  to  provide  for  expenditure 
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of  November  and  transfer  of  an  allowance  to  materials  and 
supplies  revolving  fund. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$1,250.00,  under  Appropriation  No.  165-lll-OO-Allowance  for 
Overtime, 

Water  Department  Request  for  Intra  Fund  Transfer  in  amount 
$14,000*00,  from  Appropriation  No.  66-967-OO-Fluoridation 
Plant,  to  credit  of  Appropriation  No.  166-599-500-Materials 
and  Supplies  for  construction  projects, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO^  12.120— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  Airport  Request  for  Additional 
Allotment,  in  amount  #925,65,  under  Appropriation  No.  164-112- 
00-Holiday  Allowance  for  Second  Quarter. 


THEREUPON  THE  MEETING-  ADJOURNED. 
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MINUTES 


PUBLIC  UTILITIES  COMMISSION 


824th  REGULAR  MEETING  OP  THE  PUBLIC  UTILITIES 
COMMISSION  IN  ROOM  282  -  CITY  HALL  -  DECEMBER 
17,  195^ 


Present:  Commissioners  Philip  F ,  Landis,  Sam  Mc  Kee,  Victor  S, 
Swans on,  Edw.  B.  Baron  and  Donald  A.  Cameron. 

President  Philip  P.  i>andis  presided. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Mc  Kee,  the  minutes  of  the  823rd  regular  meeting  of  the  Com- 
mission held  December  10,  1951  were  approved. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.121-- 

WHEREAS,  under  the  terms  of  Municipal  Railway  Contract 
No.  407-Waiting  Station  at  La  Playa  and  Balboa  Streets, 
Atthur  Wt  Baum,  contractor,  was  required  to  complete  all  the 
work:  on  November  24,  1951 ;  and 

WHEREAS,  the  Contractor  has  experienced  unavoidable  delays 
due  to  inability  to  obtain  delivery  of  materials  from  vendor; 
and 

WHEREAS,  said  Contractor  has  been  diligent  in  his  attempts 
to  complete  the  work  within  the  specified  time: 

NOW,  THEREFORE,  BE  IT  RESOLVED '  That  the  contract  time  for 
performing  all  work  specified  under  Municipal  Railway  Con- 
tract No.  407  be  and  is  hereby  extended  for  a  period  of  five 
calendar  days  until  November  29,  1951  and  that  liquidated 
damages  by  reason  of  such  extension  are  hereby  waived  * 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.122— 

RESOLVED    That  this  Commission  accepts  the  work  as 
satisfactorily  completed  in  accordance  with  plans  and  specifi- 
cations and  hereby  approves  Certificate  of  Acceptance  and 
Final  Payment  in  amount  $4,717.44,  in  favor  of  Arthur  W.  Baum, 
under  Municipal  Railway  Contract  No.  407-Waiting  Station  at 
La  Playa  and  Balboa  Streets. 

On  motion  of  Commissioner  mc  Kee,    seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.123-- 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  V&ter  Department,  as  herein- 
after set  forth: 

THEREFORE ,  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Company 

Permit  for  five  overhead  electrical  crossings  to  the 
Carolands  Park  Subdivision  between  Black  Mountain  Road  and 
Skyline  Boulevard;  said  crossing  being  over  Parcel  31, 
Peninsula  Watershed  Property,  San  Mateo  County  Lands. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.12Z3-- 

WHEREAS>  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED'  That  the  Public  Utilities  Com- 
mission of  the  City  and  County* of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 
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To:    Pacific  Gas  and  Electric  Company 

Permit  to  cross  the  San  Francisco  Water  Department's 
Bay  Division  Pipe  Line  No.  3  right  of  way,  Parcel  121,  near 
Milpitas,  Santa  Clara  County,  with  an  overhead  power  line. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NQ.  12.125— 


RESOLVED    That  this  Commission  in  accordance  with  the 
recommendation  of  the  Manager  of  Utilities,  hereby  approves 
the  reports  of  Department  Heads  and  establishes,  in  accord- 
ance with  the  provisions  of  Section  128  of  the  Charter,  the 
amount  of  reasonable  annual  depreciation  for  the  fiscal  year 
1951-1952  of  the  utilities  under  the  jurisdiction  of  the 
Commission,  as  follows: 


Department 


Revised  Appraisal 
of  Propertyes  as 
at  June  ^0.  1951 


Reasonable  Annual 
Depreciation  Ex- 
pense-Fiscal Year 
1951-1952. 


Public  Utilities  Com- 
mission-GenH.  Office 

Bureau  of  Light, Heat 
and  Power 

San  Francisco  Airport 
Municipal  Railway 
Water  Department 


$  15,210.09 

2,448,721.69 
40,854,087.21 
41,136,756.94 
78,537.553.10 


829.57 


Hetch  Hetchy  Project       115, 110.242.^5 

$278,100,571.36 


90,657.15 

845,329.16 

1,769,367.78 

940,078.04 

1,696,362,72 
^5,342,624.42 


BE  IT  FURTHER  RESOLVED    That  the  hereinabove  departments 
are  hereby  authorized  to  effect  the  necessary  entries  upon 
its  boo&s  to  record  the  revised  appraisal  and  thereafter, 
pending  subsequent  appraisals  or  revisions  to  be  made  by  this 
Commission  in  accordance  with  Charter  provisions,  to  provide 
for  recording  of  additions  to,  and  deductions  from  said 
appraisals  or  revisions  and  for  depreciation  expense  for 
succeeding  fiscal  years  in  amounts  to  be  recommended  by  De- 
partment Heads,  the  Manager  of  Utilities  and  approved  by  the 
Public  Utilities  Commission. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12 , 126— 

RESOLVED'  That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $10,000.00,  1947  Hetch  Hetchy 
Water  Bond  Fund,  to  provide  for  Office  Engineering,  for  the 
p  reparation  of  permanent  ?,as  built"  drawings  of  work  al- 
ready completed  and  for  work  yet  to  be  performed,  under  HHWS 
Contract  No.  240,  in  connection  with  San  Joaquin  Pipe  Line  No. 
2,  as  follows: 

Prom  Appropriation  No.  98-900-57*" Inspection,  Super- 
vision and  Field  Engineering,  San  Joaquin 
Pipe  Line  No.  2.  $10,000.00 

To     Appropriation  No.  98-900-56-Plans  and  Specifi- 
cations-San Joaquin  Pipe  Line  No.  2.  10,000.00 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,12?— 

RESOLVED,  That  this  Commission  approves  Traveling  Expense 
Voucher  in  amount  $144,75,  expenses  of  Geo.  M.  Dixon, 
Manager  and  Chief  Engineer,  San  Francisco  Airport,  attending 
meeting  of  the  American  Association  of  Airport  Executives 
(State),  Santa  Monica,  California,  December  4-5-6-7,  1951. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.128— 

RESOLVED '  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $782.00, 
being  the  credit  difference  between  certified  estimated  con- 
tract and  final  performance;  approves  Certificate  of  Accept- 
ance and  Final  Payment  in  amount  $13,664.25,  in  favor  of 
Lowrie  Paving  Co.,  under  Municipal  Railway  Contract  No.  408, 
Constructing  a  Duct  Line  in  Alameda  Street. 
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On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.129— 

RESOLVED'  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 

To:    Standard  Oil  Company  of  California 

Effective:  January  1,  1952 


Property                              Area        Chg«  per  Sq.    Amount  per 
Description  ,  Sq,  Ft,     Ft.  perYr.  Year 

Unimproved  property  100  sq.  ft       —   Flat  Rate 

(approximately)  $75.00 

Permit  may,  subject  to  technical  approval,  install  on 
said  property  an  underground  gasoline  storage  tank  to  be 
used  for  the  purpose  of  serving  the  Airport  U-Drive  con- 
cessionarie  or  others  as  hereafter  specifically  authorized  by 
the  Public  Utilities  Commission.    Permittee  shall  be  allowed 
to  work  out  its  own  arrangements  for  the  use  by  the  U-Drive 
Concessionaire  of  the  facilities  installed  on  this  property; 
permittee  shall  also  be  allowed  to  install  or  erect  one  fuel 
pump  on  said  property. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

— RESOLUTION  NO.  12.1^0— 

RESOLVED    That  this  Commission  hereby  requests  the  Mayor 
to  recommend  to  the  Board  of  Supervisors  enactment  of  ordi- 
nance, appropriating  the  sum  of  $18,522.00,  Municipal  Railway 
Funds,  to  provide  for  retroactive  wages  of  garagemen  for  un- 
worked  holidays;  premium  pay  for  work  in  excess  of  40  hours  per 
week;  premium  pay  for  night  shift  work,  all  during  the  period 
of  July  1,  1947  to  June  JO,  1950,  in  accordance  with  court 
ruling  in  the  action  of  Allen  et  al  vs.  City  and  County  of 
San  Francisco,  Superior  Court  No.  404184. 
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On  motion  of  Commissioner  Mc    Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO .  12.1^1-- 

RESOLVED,  That  this  Commission  approves  necessary  ex- 
penses, in  an  estimated  amount  of  $200.00,  to  permit  a  Deputy 
City  Attorney  to  go  to  Phoenix,  Arizona,  for  the  purpose  of 
being  present  at  the  taking  of  a  deposition  of  attending 
physicians,  in  the  action  of  Velma  Kewin  vs.  City  and  County 
of  San  Francisco,  Superior  Court  Action  No.  401727. 

On  motion  of  Commissioner  Cameron,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.132-- 

RESOLVED t  That  on  the  recommendation  of  the  Manager  and 
Chief  Engineer  of  the  San  Francisco  Airport,  the  Manager  of 
Utilities  and  the  City  Attorney,  this  Commission  approves  and 
hereby  requests  the  Controller  to  draw  warrant  in  amount 
^58.10,  to  provide  for  payment  of  Small  Claims  Court  Judgment 
No.  134198,  in  favor  of  Glen  R.  Miller  of  San  Francisco  for 
damage  to  private  plane  parked  at  the  San  Francisco  Airport; 
and 

BE  IT  FURTHER  RESOLVED'  That  the  Controller  is  hereby 
requested  to  certify  Request  for  Intra  Fund  Transfer,  in  said 
amount  of  $58,10,  from  Appropriation  No.  164-804-OO- In juries 
and  Damages,  for  payment  of  said  judgment. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  N09  IZxg&r- 

RESOLVED'  That  this  Commission  approves  and  hereby  re- 
quests the  Controller's  certification  of  Modification  of  Con- 
tract, in  amount  $1,160.00,  under  Municipal  Railway  Contract 
No.  356,  Trolley  System  for  No.  14  Line,  contractor,  Abbett 
Electric  Company,  covering  the  following: 

Furnish  and  install  3  foot  extensions  on  29  poles 
to  permit  Pacific  Gas  and  Electric  Company  to  re- 
place certain  existing  street  lights  and  install 
new  street  lights. 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.1^4-- 

RESOLVED*  That  this  Commission  approves  the  following 
Contract  Payment  Recommendations: 

Contract  Payment  in  amount  $16,276.81,  in  favor  of  Abbett 
Electric  Corporation,  under  Municipal  Railway  Contract  No. 
356- Trolley  System  for  No.  14  Line. 

Contract  Payment  in  amount  $18,666.36,  In  favor  of  KleinSmid 
Construction  Co.,  under  HHWS  Contract  No.  239-Cherry  River 
Project-City  Camp  at  Dam  Site. 

Contract  Payment  in  amount  $7,481.79,  in  favor  of  Ferrero?s 
Motor  and  Electric  Works,  under  HHWS  Contract  No.  232-Con- 
struct ing  Cherry  Valley  22  KV  Power  Line. 

Contract  Payment  in  amount  $2,715.93,  in  favor  of  Roy  Madsen 
under  SPWD  Contract  No.  583-Construction  of  College  Hill 
Chlorinating  Station. 

Contract  Payment  in  amount  #97,464.81,  in  favor  of  Granite 
Construction  Co.,  under  SFWD  Contract  No.  536-Construction  of 
Concrete  Lining,  Roof,  Control  Works  of  Sutro  Reservoir. 

1 

Contract  Payment  in  amount  $32,534.62,  in  favor  of  Security 
First  National  Bank  of  Los  Angeles,  as  assignee  for  United 
Concrete  Pipe  Corporation,  under  SFWD  Contract  No.  524-Con- 
struction  of  Bay  Division  Pipe  Line  No.  3-^ection  AC. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Cameron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION,  NO.  12.1^5— 

RESOLVED 9  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$6,050.36,  under  Appropriation  No.  97-4OO-O4-64,  to  provide 
for  purchase  of  spare  equipment  for  unit  assembly  replacement 
in  connection  with  purchase  of  trolley  coaches. 

Municipal  Railway  Request  for  Additional  Allotment  in  amount 
$1, 160.00,  under  Appropriation  No.  97-520-08,  to  provide  funds 
for  modification  of  Contract  No.  35b,  Trolley  System  for  No.  14 
Line. 

Hetch  Hetchy  Project  Request  for  Intra  Fund  Transfer  in  amount 
$51.00,  from  Appropriation  No.  168-500-00,  to  credit  of  Appro- 
priation No.  168-599-OO-3,  to  provide  additional  funds  for  re- 
placement of  cesspool  and  boom  logs  in  Lake  Eleanor, 
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On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

--RESOLUTION  NO.  12.1*16— 

RESOLVED '  That  this  Commission  approves  the  terms  and 
conditions  an<3  hereby  authorizes  execution  of  Water  Depart- 
ment agricultural  lease,  as  follows: 

Peter  Covo:  Rt.  2,  Box  726,  Santa  Clara  County,  covering 

36*67  acres,  more  or  less,  being  portion  of  Par- 
cel 84,  Santa  Clara  County  Lands,  for  period  of  three  years, 
commencing  January  1,  1952,  at  an  annual  rental  of  $110.00, 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO.  12.137— 

RESOLVED f  That  Edward  J.  Nagel  be  and  is  hereby  granted 
permission  to  transfer  that  certain  ^-year  lease  between 
himself  as  Lessee  and  the  City  and  County  of  San  Francisco 
as  Lessor,  dated  May  1,  1950  and  covering  113*43  acres  of 
grazing  land  in  Millbrae,  San  Mateo  County,  to  James  E.  Dunn 
of  180  Elm  Avenue,  San  Bruno,  who  has  agreed  to  assume  all 
the  terms  and  conditions  of  said  lease  and  to  pay  rentals 
due  thereunder. 

On  motion  of  Commissioner  Ma  Kee,     seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously; 

—RESOLUTION  NO.  12,1^8— 

WHEREAS,  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  V&ter  Department,  as  here- 
inafter set  forth: 

THEREFORE,  BE  IT  RESOLVED^  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  here- 
by approve  the  terms  and  conditions  of  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co. 

Permit  to  install  a  pole  line  anchor  and  an  overhead  wire 
crossing  across  the  Water  Department's  Ravenswood-Belmont  right 
of  way;  said  crossing  being  at  the  intersection  of  Bayshore 
Highway  and  the  Ravenswood  Belmont  right  of  way,  Redwood  City, 
San  Mateo  County. 
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On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.1^9~ 

WHEREAS    the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting 
of  a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  Water  Department,  as  here- 
inafter set  forth: 

THEREFORE %  BE  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City  and  County  of  San  Francisco  does  here- 
by approve  the  terms  and  conditions  of  said  revocable  permit 
and  authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co* 

Permit  to  Install  a  pole  line  anchor  within  the  130?  strip 
of  land  at  San  Carlos;  said  anchor  to  be  15*  southerly  of 
the  southerly  exremity  of  Prospect  Street,  Belmont,  San  Mateo 
County. 

Hearing:     A  small  delegation  of  business  men  from  Fisherman?s 
Wharf  appeared  before  the  Commission  in  protest  to 
present  routing  of  the  No.  19  Line,  as  it  affects  their 
immediate  area.      President  Philip  F.  Landis  reminded  the 
group,  that  the  change  was  prompted  by  the  desire  to  improve 
service  in  the  area  inasmuch  as  prior  service  was  being  re- 
tarded by  traffic  congestion,  making  it  impossible  at  times 
for  buses  to  move;  further,  that  the  Commission  in  making 
the  change  did  so  after  public  hearing  and  public  hearing  be- 
fore the  Board  of  Supervisors.  The  matter  was  referred  to 
the  Manager  of  Utilities  for  study  and  report,  the  Commission 
expressing  a  sincere  desire  to  be  of  help  to  the  merchants. 


Mr.  Chas.  Woods  of  the  A.  F.  of  L.  Carmens  Union  protested  to 
the  Commission  In  the  matter  of  identification  pictures  to  be 
affixed  to  passes  for  the  year  1952;  he  was  advised  that  the 
Municipal  Railway  would  provide  the  necessary  photographic 
service  when  desired  by  platform  personnel. 


Mr.  James  H.  Turner,  Manager  of  Utilities  reported  to  the 
Commission  of  the  improved  traffic  flow  during  the  shopping 
evenings  of  Monday  and  Thursday;  this  has  been  brought  about 
through  co-operation  of  the  Police  Department  and  Municipal 
Railway  staff. 
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Mr.  Marmion  Df  Mills,  Consultant  to  the  Municipal  Railway, 
in  accordance  with  contract  provisions,  is  being  requested 
to  be  present  in  San  Francisco  for  the  public  hearing  being 
held  in  connection  with  service  in  the  Lake  Merced,  Stonestown 
and  west  of  Twin  Peaks  area,  hearing-January  7»  1952» 


Thereupon  the  meeting  adjourned  to  resume  Wednesday,  December 
26,  1951. 
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MINUTES 


PUBLIC  UTIL I TIES  COMMISSION 


ADJOURNED  MEETING  OP  THE  PUBLIC  UTILITIES  COM- 
MISSION IN  ROOM  282  -  CITY  HALL  -  DECEMBER  26, 
195U 

lie**********************  slt**^*****^*******^*********************** 


Present:    Commissioners  Philip  P.  Landis,  Sam  Mc  Kee,  Victor 
S.  Swanson  and  Edw.  B9  Baron. 

President  Philip  P.  Landis  presided. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 


—RESOLUTION  NO.  12,140— 

RESOLVED  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
services,  the  contract  for: — 


The  Laying  of  16-Inch  Cast  Iron  I^ins  in  15th  and 
17th  Avenues-Port ola  Drive  to  Taraval  and  in 
Merced  Avenue-Kensington  to  Laguna  Honda  Boulevard, 
SPWD  Contract  No.  597 


a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the  same  is  hereby  awarded  to 

Michael  Murphy 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
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aforesaid  at  Sixty  Nine  Thousand  Five  Hundred  and  Twenty  Nine 
Dollars  (469,529.00)  said  sum  being  the  total  price  for  the 
lowest  bid  submitted  on  the  basis  hereinabove  stated. 

AND  BE  IT  FURTHER  RESOLVED '  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
servi ces. 

And  all  other  bids  for  the  above  described  work  are  here- 
by rejected. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.  Ml— 

RESOLVED  That  in  accordance  with  the  recommendations  of 
the  Manager  of  Utilities  for  the  extension  of  water  mains  and 
services  the  contract  for 

The  Laying  of  6-Inch  Transite  Ihins  in  Dart- 
mouth and  in  Hamilton  Streets-SFVD  Contract 
No.  592 

a  public  work  to  be  performed  on  the  basis  of  the  unit  prices 
submitted  and  regularly  on  file  for  the  estimated  quantities 
of  work  to  be  performed  as  set  forth  in  the  related  specifi- 
cations for  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco,  be  and  the    same  is  hereby  awarded 
to 

Fred  T.  Fairey 

he  being  the  lowest  regular  and  responsible  bidder  for  the  work 
aforesaid  at  Ten  Thousand  Two  Hundred  and  Sixty  Nine  Dollars 
and  Five  Cents  (#10,269.0$)  said  sum  being  the  total  price  for 
the  lowest  bid  submitted  on  the  basis  hereinabove  stated. 

AND  BE  IT  FURTHER  RESOLVED^  The  Controller  is  hereby  re- 
quested to  approve  the  allocation  of  funds  necessary  to  fully 
accomplish  the  aforementioned  extension  of  water  mains  and 
servi ces. 

And  all  other  bids  for  the  above  described  work  are  hereby 
rejected. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swans on,  the  following  resolution    was  adopted  unanimously: 


— RESOLUTION  NO.  12.142— 

RESOLVED,  That  this  Commission  approves  the  terms  and 
conditions  and  hereby  authorizes  issuance  of  Airport  Space 
Rental  Permit,  as  follows: 

To:    Western  Airlines,  Inc. 

Effective:  February  1,  1952. 


Property 
Description: 

^omestic  Ter.  Bldg* 
Main  Lobby-Room  109 
Ticket  Counter 


Area 
Sq.  Ft 


291 
296 


Butler  Bldg.  on  Apron 
Entire  Building  960 


Hanger  No,  3 
Entire  Building 

Paved  Area 


12,109 
26,760 


Sq*  Ft* 

Per  Yr.     Amount  per  Year 


t  3«oo 
5.00 


,80 


.80 
.075 


I  873.00 
1,400.00 

768.00 

9,687.20 

2.007.00 
$14, 815.20 


This  permit  on  the  effective  date  hereof,  supercedes  that 
permit  issued  under  Resolution  No.  11430  of  February  5»  1951* 


On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION  NO.  12.14V- 

RESOLVSD*  That  this  Commission  approves  the  terms  and  con- 
ditions and  hereby  authorizes  issuance  of  Airport  Space  Rental 
Permit,  as  follows: 

To:  Trans  World  Airlines,  Inc. 

Effective:    February  1,  1952.  Amount 

Property  Description  Area  Sq.Ft.    Sq.Ft.  per  Yr.    Per  Yr. 

Domestic    Ter.  Bldg, 

Main  Floor  38  $  5. 00  $  190.OO 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12,144- - 

WHEREAS    the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  water  Department,  as  herein- 
after  set  forth: 

THEREFORE,  BE  IT  RESOLVED*  That  the  Public  Utilities  Com- 
mission of  the  City  and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Company 

Permit  to  cross  the  Bay  Division  Pipe  Line  No.  3  Pight  of 
way  with  an  overhead  60  KV  pole  line;  said  crossing  being  south- 
westerly of  Milpitas,  Santa  Clara  County,  and  adjacent  to  the 
easterly  line  of  the  State  Highway  leading  from  Oakland  to  San 
Jose, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.L45-- 

RESOLVED,  That  this  Commission  hereby  requests  the 
Director  of  Property  to  take  such  steps  as  are  necessary  to 
procure  for  the  San  Francisco  Water  Department,  a  30  foot 
right  of  way,  in  fee,  within  lands  of  the  Burlingame  Country 
Club,  San  Mateo  County,  being  Parcel  designated  A-l-E,  Drawing 
X-1091,  containing  O.733  acres. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  I2.I46-- 

RESOLVED    That  this  Commission  approves  the  terms  and  con- 
ditions   and  hereby  authorizes  execution  of  Water  Department 
agricultural  lease,  as  follows: 

Edward  Pagelli-1778  Mission  St.,  San  Francisco,  covering  6.13 

acres,  more  or  less,  being  portion  of  the  Villa 
Homestead  Lots,  San  Mateo  County,  for  period  of  three  years, 
commencing  February  1,  1952,  at  an  annual  rental  of  $240,00 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  f ollowing  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.147— 

RESOLVED'  That  the  following  work  to  be  performed  for  the 
Public  Utilities  Commission  pf  the  City  and  County  of  San 
Francisco  in  pursuance  of  the  Charter  of  said  City  and  County, 
to-wit: 

Construction  of  a  Street  Lighting  System  on 
Kezar  Drive,  Lincoln  Way  and  Third  Avenue  to 
Waller  and  Stanyan  Streets  and  to  Pell  and 
Stanyan  Streets,  BLH&P  Contract  No*  111 

be  and  the  same  is  hereby  awarded  to  Fred  Johnson  Electric 
Co*,  the  lowest  regular  and  responsible  bidder,  for  the  sum  of 
w22,8l8*00. 

And  all  other  bids  for  the  work  are  hereby  rejected* 

AND  BS  IT  FURTHER  RESOLVED*  The  Controller  is  hereby  re- 
quested to  allot  the  amount  of  $22,8l8#00  from  the  unallotted 
balance  of  Appropriation  No.  l63-53°-5&  ^°  provide  funds  for 
the  certification  of  award  of  contract. 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.148— 

RESOLVED    That  this  Commission  hereby  requests  the 
Board  of  Supervisors  to  enact  ordinance,  authorizing  easement 
deed  to  North  San  Mateo  County  Sanitation  District,  for  the 
construction,  maintenance  and  repair  of  sanitary  sewers  and 
appurtenances  in  the  Westlake  Area  in  Daly  City,  San  Ffeteo 
County,  necessitated  by  the  requirements    of  the  Regional 
Water  Pollution  Control  Board  and  the  Department  of  Public 
Health  of  the  State  of  California,  said  easement  covering 
Water  Department  property  in  the  area  of  Lake  Merced. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12. 1^9 — 

RESOLVED  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following  Modifications  of  Con- 
tract, under  Municipal  Railway  Contract  No.  378- Trolley  Coach 
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Overhead  at  Special  Locations,  contractor,  Severin  Electric 
Co. 

Modification  in  amount  ©21 .85-f urnish  and  install  three 
1-1/2"  conduit  elbows  at  intersection  of  Market,  8th,  and 
Hyde  Streets* 

Modification  in  amount  $120.00-replace  large  pole  with 
smaller  pole,  plus  backguy  from  Pole  B  to  Pole  57  and  back- 
guy  from  Pole  57  to  Pole  59, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12.150— 

RESOLVED  That  this  Commission  accepts  the  work  as  satis- 
factorily completed  in  accordance  with  plans  and  specifica- 
tions; approves  Modification  of  Contract  in  amount  $364. 4°» 
being  the  additional  difference  between  certified  estimated 
contract  and  final  performance;  approves  Certificate  of  Ac- 
ceptance and  Final  Payment  in  amount  $5,302,62,  in  favor  of 
Beerman  and  Jones,  under  HHWS  Contract  No.  246-Paving  at 
Moccasin, 

BE  IT  FURTHER  RES0LV3D    The  Controller  is  hereby  re- 
quested to  certify  Request  for  Intra  Fund  Transfer,  in  amount 
$364.40,  from  Appropriation  No,  168-50O-OI-II,  to  credit  of 
Appropriation  No.  168-50O-OI-I5,  to  provide  the  additional 
funds  necessary  for  modification  of  contract  as  hereinabove 
outlined. 

On  motion  of  Commissioner  Swans on,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

--RESOLUTION    NO.  12.151- - 

RESOLVED  *  That  the  General  Manager  or  the  General  Claims 
Agent  of  the  Municipal  Railway  is  hereby  authorized  for  and 
on  behalf  of  the  Public  Utilities  Commission  and  of  the  City 
and  County  of  San  Francisco,  to  sign  necessary  forms  in  filing 
claims  against  other  parties,  for  damages  to  equipment  of  the 
Municipal  Railway  of  the  City  and  County  of  San  Francisco. 
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On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swans on,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.152— 

WHEREAS ,  in  the  design  and  construction  of  large  dams, 
such  as  the  proposed  Cherry  Valley  Dam  to  be  constructed  by 
the  City  and  County  of  San  Francisco,  it  is  desirable  to  en- 
gage the  services  of  several  well  known  expert  civil  engineers, 
having  specialised  qualifications,  to  serve  as  a  Consulting 
Board : 

THEREFORE,  BE  IT  RESOLVED,  to  adequately  protect  the 
City's  interests  by  insuring  best  solution  of  the  extraordi- 
nary^ technical  problems  incident  to  the  construction  of  said 
Cherry  Valley  Dam,  this  Commission  hereby  appoints  Nr.  Walter 
L.  Huber,  Consulting  Civil  Engineer,  Nr.  Augustus  Kempkey, 
Consulting  Divil  Engineer  and  Nr.  Cleveland  Steele,  Consulting 
Civil  Engineer,  all  of  San  Francisco,  to  serve  as  a  Consulting 
Board  for  the  construction  of  said  Cherry  Valley  Dam,  at  a  fee 
of  $125*00  per  diem,  as  needed,  the  total  not  to  exceed  the 
sum  of  $7,500.00  each,  all  in  accordance  with  the  terms  set 
forth  in  an  engineering  agreement  to  be  entered  into  by  and 
between  the  Public  Utilities  Commission  and  Nessrs.  Huber, 
Kempkey  and  Steele. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Nc  Kee,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO.  12,15V- 

RESOLVED'  That  on  recommendation  of  the  Nanager  of 
Utilities,  the  General  Nanager  of  the  Municipal  Railway,  the 
General  Claims    Agent  thereof,  and.  the  City  Attorney,  this 
Commission  approves  and  hereby  requests  the  Controller  to 
draw  warrants  against  such  funds  as  are  or  will  be  legally 
available  in  payment  of  non-litigated  settlements,  as  follows:- 


Claimant       CURRENT  YEAR 

Francis  H.  Labauve 

William  P.  Coen 

Viola  Bryson 

Eli nor e  E.  Nc  Car thy 

John  Dukich 

Richard  D.  Herning 

George  C,  Fensky 

John  Eshia 

Hertz  Drivurself  Stations 
Phillip  Napoli 
Helen  V.  Patterson 


Date  of  Accident 
October  7,  1951 
November  17,  1951 
July  13,  1951 
August  31,  I951 
December  3> 
November  16,  1951 
November  2,  1951 
November  19,  1951 
October  4,  1951 
December  10,  1951 
November  28,  1951 


Settlement 
$     262 . 07 
319»00 

950 . 00 

500,00 
189.84 
142#08 

231,05 
171.26 
186.85 

397*oo 
300,00 
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Claimant;     CURRENT  YEAR             pate  of  Accident  Sett  Lament 

Edward  E.  Garvey                       October  5,  1951  $        13° -97 

Low  Shee  Lee                              September  15,  1951  250,00 

nary  Riley                                October  11,  1951  r  250,00 

Appropriation  No.  165-804-OI  $  4&§§§4jS 

Amending  Resolution  No.  12,094,  to  encumber 
funds  for  interest  on  judgments,  as 
follows: 

Philip  Asher- interest  on  judgment  of  $3,345.30  $  1^*q2 

Joseph  &  Maxine  Cohen  ,?  ■  3?«QQ 

Appropriation  No.  165-804-03  $.  5£f55 


On  motion  of  Commissioner  Baron,    seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.154— 

RESOLVED'  That  in  accordance  with  the  recommendation  of 
the  Manager  of  Utilities,  all  bids  submitted  for  the  following 
contract 


Municipal  Railway  Contract  No.  414-Trolley 
Wyes  and  Curves  at  Various  Locations 

be,  and  the  same  are  hereby  rejected,  since  the  lowest  and 
only  bid  received  exceeds  the  funds  available  for  the  work? 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  No.  12.155— 

RESOLVED,  That  this  Commission  hereby  requests  the  Con- 
troller's certification  of  the  following: 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
^37,500.00,  from  Appropriation  No.  165-300-OO-Materials  and 
Supplies,  to  credit  of  Appropriation  No.  165-399-03-OO-Ma- 
terials  and  Supplies-Revolving  Fund. 

Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$9,000.00,  from  Appropriation  No.  97-530-ll-Market  Street  Track 
Removal,  to  credit  of  Appropriation  No,  97-53O-06,  to  provide 
raising  tracks  in  Twin  Peaks  Tunnel  to  accommodate  new  street 
cars. 
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Municipal  Railway  Request  for  Intra  Fund  Transfer  in  amount 
$2,500.00,  from  Appropriation  No.  65-925-02-35,  to  credit  of 
Appropriation  No.  165-399-98,  transferring  allowance  to 
Stores  Revolving  Fund  for  purchase  of  fittings  for  recon- 
struction of  portion  of  Powell  Street  Cable  Line. 

Airport  Request  for  Additional  Allotment  in  amount  t,ll,055«6l, 
to  provide  for  Engineering  Work  Orders  in  connection  with 
Plans  and  Specifications  from  the  1945  and  1949  Airport  Bond 
Issues. 

Airport  Request  for  Intra  Fund  Transfer  in  amount  ^23>8l6.75> 
transferring  funds  required  in  connection  with  Federal  Airport 
Aid  Projects  for  Engineering  Work  Orders  on  Plans  and  Specifi- 
cations and  Field  Engineering  and  Inspection,  first  quarter 

1952. 

Hetch  Hetchy  Project  Request  for  Allotment  in  amount  $14,649. 33> 
to  provide  for  Administrative  Expense,  Plans  and  Specifica- 
tions and  Inspection  and  Supervision,  Cherry  Valley  Project- 
First  Quarter  1952. 

Bureau  of  Light,  Heat  and  Power  Request  for  Allotment  in 
amount  $504*00,  to  provide  for  purchase  of  equipment  (instru- 
ments) approved  in  the  195I-I952  "budget. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.1^6— 

WHEREAS '  under  Municipal  Railway  Contract  No.  369-Recon- 
st rue ting  Tracks  and  Pavement  on  Ocean  Avenue,  there  is  a 
provision  for  shifting  the  line  of  Municipal  Railway  tracks 
and  the  construction  of  channelization  islands  at  Ocean  and 
Phelan  Avenue;  and 

WHEREAS    the  existing  8?f  and  12f?  Cast  Iron  Water  Mains  at 
Ocean  an  d  Pftelan  Avenues  will  not  bear  the  traffic  weight 
of  the  shifted  rails  and  the  channelization  islands;  and 

WHEREAS f  the  breakage  of  water  mains  under  the  shifted  line 
and  under  channelization  islands  would  adversely  affect  the 
health  and  welfare  of  water  consumers  in  the  area;  and 

WHEREAS,  to  properly  preserve  the  health  and  welfare  of  sai( 
consumers,  existing  water  mains  in  the  area  of  Phelan  and 
Ocean  Avenues,  should  be  relocated  to  avoid  interruption  of  watei 
service: 
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THEREFORE,  BE  IT  RESOLVED ^  That  in  consonance  with 
Section  46,  Chapter  X,  Article'2  of  the  Municipal  Code, 
time  being  of  the  essence  and  to  properly  safeguard  and  pro- 
tect the  health  and  welfare  of  the  consumers,  this  Commission 
hereby  declares  the  existence  of  an  emergency  and  the  Manager 
of  Utilities,  be  and  he  is  hereby  directed  to  provide  in  the 
most  expeditious  manner,  relocation  of  water  mains  in  the  area 
of  Ocean  and  Phelan  Avenues;  and 

BE  IT  FURTHER  RESOLVED'  That  the  Controller  be  and  he  is 
hereby  requested  to  certify  necessary  funds  in  an  estimated 
amount  of  $6,956,00,  to  provide  for  said  relocation  of  said 
water  mains. 

On  motion  of  Commissioner  Swanson,  seconded  by  Commissioner 
Mc  Kee,  the  following  resolution  was  adopted  unanimously: 

— RESOLUTION  NO.  12.157— 

RESOLVED,  That  this  Commission  approves  the  following 
Traveling  Expense  Vouchers: 

Expense  Voucher  in  amount  $5.15,  expenses  of  H.  E.  Lloyd, 
Manager  and  Chief  Engineer  of  the  Hetch  Hetchy  Water  Supply, 
Power  and  Utilities  Engineering  Bureau,  covering  conference  in 
Sacramento,  November  20,  1951,  with  State  Engineer  and  Chief 
Engineer  of  the  Turlock  Irrigation  District,  re  water  rights 
on  the  Tuolumne  River. 

Expense  Voucher  in  amount  $10.65,  expenses  of  H,  C.  Medbery, 
Chief  Purification  Engineer,  San  Francisco  later  Department, 
covering  conference  December  14,  1951  with  Messrs.  Rumbit  and 
Gonzales,  Engineers  from  Chile,  South  America, 

On  motion  of  Commissioner  Baron,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION    NO.  12.158-- 

RESOLVED'  That  this  Commission  hereby  requests  the  Board 
of  Supervisors  to  enact  ordinance,  authorizing  the  r^yor  and 
the  Cleric  of  the  Board  of  Supervisors,  on  behalf  of  the  City 
and  County  of  San  Francisco  to  execute  a  quitclaim  deed  re- 
linquishing Parcel  "A",  Millwood  Subdivision,  San  Mateo  County, 
to  Lloyd  B.  Ham  and  Helen  M.  Ham,  his  wife,  the  City  accepting 
a  deed  to  Parcel  ?rB??,  the  appraisal  by  the  Director  of  Property 
of  easement  and  estimate  of  the  value  of  Parcel  ?'Ar?  being  the 
equal  of  the  value  of  Parcel  ??Bt!. 
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On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Baron,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  NO,  12.159— 

WHEREAS •  the  General  Manager  and  Chief  Engineer  of  the 
San  Francisco  Water  Department  has  recommended  the  granting  of 
a  certain  revocable  permit  for  use  and  occupancy  of  land 
and  property  under  control  of  said  V&ter  Department,  as  herein- 
after set  forth: 

THEREFORE,  BE  IT  RESOLVED,  That  the  Public  Utilities  Com- 
mission of  the  City  and  County' of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co.  and 

Pacific  Telephone  and  Telegraph  Co. 

Permit  to  install  and  maintain  a  pole  line  anchor  within 
the  Crystal  Springs  Watershed  property;  said  anchor  being  ad- 
jacent to  Lot  7>  Crystal  Springs  Subdivision*  Hillsborough, 
San  Mateo  County. 

On  motion  of  Commissioner  Mc  Kee,  seconded  by  Commissioner 
Swanson,  the  following  resolution  was  adopted  unanimously: 

—RESOLUTION  N0.12.l60— 

WHEREAS '  the  General  Manager  and  Chief  Engineer  of  the  San 
Francisco  Water  Department  has  recommended  the  granting  of  a 
certain  revocable  permit  for  use  and  occupancy  of  land  and 
property  under  control  of  said  Water  Department,  as  hereinafter 
set  forth: 

THEREFORE,  3S  IT  RESOLVED,  That  the  Public  Utilities 
Commission  of  the  City   and  County  of  San  Francisco  does  hereby 
approve  the  terms  and  conditions  of  said  revocable  permit  and 
authorizes  the  execution  of  the  same  as  follows: 

To:    Pacific  Gas  and  Electric  Co. 

Permit  to  install  and  maintain  a  JO"  O.D.  gas  pipe  line 
across  Hetch  Hetchy  Bay  Division  Pipe  Line  right  of  way,  Parcel 
12l6(l),  as  described  in  Hetch  Hetchy  records;  said  parcel  be- 
ing adjacent  to  and  easterly  of  Mowry  Avenue,  Newark,  California, 
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California  Street  Cable  Railroad  Company 


At  the  suggestion  of  the  Commission,  Mr.  Dion  R.  Holm, 
City  Attorney,  appeared  before  the  Commission  in  ex- 
planation of  the  status  of  current  litigation  involving 
the  transaction  with  California  Street  Cable  Railroad 
Company.    Nr.  Holm  advised  that  a  dismissal  of  the  cross 
complaint  in  the  action  of  Foley  vs  Holm  should  be 
filed.    The  members  of  the  Commission  agreed  that  the 
matter  would  be  taken  under  advisement  during  the  next 
ensuing  two  days. 


THEREUPON  THE  MEETING  ADJOURNED  TO  JANUARY  2,  1952. 
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